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Department  of  the  Navy 

PY  1991  Military  Construction  and  Family  Housing  Program 
Summary  of  Locations 
(Ml  Dollars  in  Thousands) 


State/Country 
Inside  the  United  States 
Alaska 
Ar  ixona 
California 
Connecticut 
District  of  Columbia 
Plor ida 
Georgia 
Hawaii 
Illinois 
Indiana 
Kentucky 
Maine 
Maryland 
Mississippi 
Nevada 
New  Jersey 
New  Mexico 
New  York 
North  Carolina 
Pennsylvania 
Rhode  Island 
South  Carolina 
Texas 
Virginia 
Washington 

Subtotal 

Outside  the  United  States 

Bermuda 

Canada 

Cuba 

Guam 

Iceland 

Italy 

Japan 

Philippines 
Puerto  Rico 
Spain 

United  Kingdom 
Subtotal 

Various  Locations 

Total  -  PY  1991  Military  Construction 
and  Family  Housing  Program 
Less:  Family  Housing 

Total  -  PY  1991  Military  Construction 
Program 


Auth.  Reauest 

Anoro.  Request 

$  5,700 

$  5,700 

3,000 

3,000 

359,852 

359,852 

41,270 

41,270 

9,800 

9,  dOO 

64,140 

64,140 

74,970 

74,970 

22,000 

22,000 

4,600 

4,600 

8,900 

8,900 

5,400 

5,400 

30,500 

30,500 

24,550 

103,598 

17,200 

17,200 

3,340 

3,340 

20,000 

20,000 

600 

600 

20,040 

20,040 

51,980 

51,980 

18,800 

18,800 

10,350 

10,350 

52,040 

52,040 

16,500 

16,500 

140,124 

140,124 

125,690 

125,690 

1,131,346 

1,210,394 

$  374 

$  374 

1,350 

1,350 

31,669 

31,669 

41,900 

41,900 

32,600 

32,600 

14,760 

14,760 

6,910 

6,910 

1,900 

1,900 

810 

810 

1,740 

1,740 

4,100 

4,100 

138,113 

138,113 

158,267 

158.267 

1,427,726 

1,506,774 

-196,474 

-196,474 

1,231,252 

1,310,300 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/  Proj. 

Country  Number 

Installation/ Location 

Proiect  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No, 

INSIDE  THE  UNITED 

STATES 

Alaska 

Naval  Air  Station,  Adak 

50 

892 

Solid  Waste  Disposal  Facility 
Subtotal 

$  3,200 

3,200 

$  3,200 

3,200 

100 

555 

Naval  Security  Group  Activity 

Adak 

51 

075 

Operations  Building  Addition 
Subtotal 

2,500 

2,500 

2r  500 
2, 500 

100 

52 

TOTAL  FOR  ALASKA 

5,700 

5,700 

Arizona 

Marine  Corps  Air  Station,  Yuma 

54 

441 

Aviation  Supply  Warehouse 

Subtotal 

3,000 

3,000 

3,000 

3,000 

100 

55 

TOTAL  FOR  ARIZONA 

3,000 

3,000 

California 

Marine  Corps  Air  Station 

57 

Camp  Pendleton 

584 

Construction  and  Weight 

Handling  Equipment  Shop 

Subtotal 

3,900 

3,900 

3,900 

37900 

100 

58 

Marine  Corps  Base,  Camp  Pendleton 

60 

229 

977 

996 

890 

Electronics  Communications 
Maintenance  Shop 

Mess  Hall 

Military  Operations  in  Urbanized 
Terrain 

Family  Housing 

Subtotal 

5,900 

3,600 

15,500 

11.750 

36.750 

5,900 

3,600 

15,500 

11.750 

36.750 

100 

100 

85 

N/A 

61 

63 

65 

588 

Naval  Hospital,  Camp  Pendleton 

67 

427 

Environmental  Health  t  Industrial 

1,050 

1,050 

100 

68 

Hygiene  Facility 

Subtotal  1,050  1,050 
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Department  of  the  Navy 

F¥  1991  Military  Construction  and  Family  Rousing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/'  Proj . 

Installation/Location 

Auth. 

Approp. 

%  Design 
As  of 

Page 

Country  Number 

Prolect  Title 

Request 

Request 

Jan  90 

No. 

California  Naval  Weapons  Center,  China  Lake  70 


(Contin¬ 

ued) 

431 

Advanced  Weapons  Laboratory 

$  17,500  $ 

17,500 

50 

71 

Subtotal 

17,500 

17,500 

Naval  Weapons  Station,  Concord 

73 

284 

Advance  Weapons  Facility 

6,500 

6,500 

100 

74 

292 

Railroad  and  Vehicular  Bridges 

10,000 

10,000 

35 

76 

and  Land  Acquisition 

Subtotal 

16,500 

16,500 

Naval  Amphibious  Base,  Coronado 

79 

142 

Amphibious  Operations  Facility 

3,200 

3,200 

100 

80 

179 

Desert  Operations  Facility 

6,000 

6,000 

100 

82 

180 

Maritime  Training  Facility 

2,200 

2,200 

100 

84 

150 

Waterfront  Maintenance  and 

8,400 

8,400 

100 

86 

Operations  Facility 

Subtotal 

19,800 

19,800 

Naval  Air  Facility,  El  Centro 

88 

205 

Aircraft  Direct  Fueling  Station 

1,350 

1,350 

100 

89 

202 

Ordnance  Facility 

7,700 

7,700 

100 

91 

Subtotal 

9,050 

9,050 

Marine  Corps  Air  Station,  El  Toro 

93 

594 

Aircraft  Parking  Apron 

4,900 

4,900 

100 

94 

381 

Data  Processing  Center 

3,950 

3,950 

100 

96 

393 

Maintenance  Hanga.-  Additions 

6,600 

6,600 

100 

98 

595 

Operational  Trainer  Facility 

8,100 

8,100 

100 

100 

Subtotal 

23,550 

23,550 

Naval  Air  Station,  Lemoore 

102 

074 

Battery  Shop 

420 

420 

100 

562 

888 

Weapons  School  Addition 

900 

900 

103 

562 

Subtotal 

1,320 

1,320 

Naval  Shipyard,  Lonq  Bea.h 

103 

235 

Asbestos  Removal  Shop 

_ 500 

500 

100 

562 

Subtotal 

500 

500 
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Department  of  the  Navy 

FT  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/ 

Country 

Proj. 

Number 

Installation/Docation 

Prolect  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

California 

Naval  Station.  Long  Beach 

104 

(Contin¬ 

ued) 

203 

Physical  Fitness  Facilities 

$  5,800 

$  5,800 

100 

105 

201 

Wharf  Utilities  Upgrade 

3,500 

3,500 

100 

107 

61.4 

Family  Housing 

24.900 

24,900 

N/A 

593 

Subtotal 

34,200 

34,200 

Naval  Air  Station.  Miramar 

109 

346 

Topgun  Academic  Facility 

4,600 

4,600 

100 

110 

888 

Weapons  School  Addition 

900 

900 

100 

563 

Subtotal 

5,500 

5,500 

Naval  Postgraduate  School 

112 

Monterev 

129 

Building  Conversion  and  Seismic 

3,200 

3,200 

100 

113 

Upgrade 

137 

Child  Care  Center 

2,100 

2,100 

100 

115 

151 

Gymnasium 

3,970 

3,970 

100 

117 

161 

Lecture  Hall  Addition  and 

2,180 

2,180 

100 

119 

Seismic  Upgrade 

146 

Public  Works  Complex 

4,600 

4,600 

100 

121 

Subtotal 

16,030 

16,050 

Naval  Air  Station,  North  Island 

123 

573 

High  Explosive  Magazines 

1,500 

1,500 

100 

124 

Subtotal 

1,500 

1,500 

Pacific  Missile  Test  Center 

126 

Point  Muqu 

063 

Security  Improvements 

2,060 

2,060 

100 

127 

0187 

Family  Housing  Office 

480 

480 

N/A 

598 

Subtotal 

2,540 

2,540 

Naval  Ship  Weapons  System 

130 

Engineering  Station,  Port 

Hueneme 

012 

Weapon  Systems  Integration 

10,100 

10,100 

100 

131 

Laboratory 

Subtotal 

10,100 

To, loo 
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Department  o'  "he  Navy 

FY  1991  Military  Conitructior  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


t  Design 


State/  Proj. 

Installation/ Location 

Auth. 

Approp. 

As  of 

Page 

Country  Number 

Prolect  Title 

Request 

Request 

Jan  90 

No. 

California 

Naval  Construction  Battalion 

133 

(Contin¬ 

Center.  Port  Hueneme 

ued) 

474 

Electrical  Distribution  System 

$  2,000 

$  2,000 

50 

134 

Improvement 

Subtotal 

2,000 

2,000 

Fleet  Anti-Submarine  Warfare 

136 

Training  Center,  Pacific, 

San  Diego 

228 

Applied  Instruction  Building 

2,100 

2,100 

100 

137 

Addition 

Subtotal 

2,100 

2,100 

Fleet  Combat  Training  Center 

139 

Pacific,  San  Diego 

034 

Applied  Instruction  Building 

620 

620 

100 

563 

Addition 

033 

Bachelor  Enlisted  Quarters 

14 , 6*a0 

14,640 

75 

140 

and  Mess  Hall 

Subtotal 

15,260 

15,260 

Naval  Hospital,  San  Diego 

142 

606 

Parking  Structure 

1,500 

1,500 

40 

143 

Subtotal 

1,500 

1,500 

Naval  Ocean  Systems  Center,  San 

145 

Dieqo 

095 

Combined  Research  Laboratory 

11,700 

11,700 

80 

146 

Subtotal 

11,700 

11,700 

Naval  Station,  San  Diego 

149 

224 

Srig 

8^430 

8,430 

100 

150 

Subtotal 

8,430 

8,430 

Navel  Submarine  Base,  San  Diego 

152 

048 

Bachelor  Enlisted  Quarters 

15,670 

15,670 

50 

153 

.092 

Oily  Waste  System 

440 

440 

100 

563 

Subtotal 

16,110 

16,110 

Page  No.  5 


Department  of  the  Navy 

py  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/ 

Country 

Proj. 

Number 

Inatallat ion/Locat ion 

Proiect  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

California 

Naval  SuddIv  Center.  San  Diego 

155 

(Contin 

- 

ued) 

086 

Cold  Storage  Warehouse 

$  6,340 

$  6.340 

100 

156 

Subtotal 

6,340 

6,340 

Naval  Traininq  Center.  San  Diego 

158 

191 

Barracks 

5,600 

S,600 

100 

159 

349 

Child  Care  Center 

2,350 

2,330 

100 

161 

347 

Small  Arms  Range 

4.00U 

4,000 

100 

163 

Subtotal 

11,950 

11,950 

Navy  Public  'Dorks  Center,  San 

165 

Diego 

116 

Electrical  Distribution  System 

9,000 

9,000 

100 

166 

Upgrade 

072 

Public  Work.',  Shop 

8,900 

8,900 

100 

168 

149 

Steam  Distribution  System 

3,300 

3,300 

100 

170 

Improvements 

815 

Family  Housing 

31,850 

31,850 

N/A 

601 

Subtotal 

53,050 

53,050 

Navy  Public  Works  Center,  San 

172 

Francisco 

061 

Public  Works  Shop 

.’1,200 

11,200 

100 

173 

Subtotal 

11,200 

11,200 

Naval  Weapons  Station,  Seal  Beach 

175 

171 

Weapons  Testing  and  Evaluation 

8,830 

8,830 

100 

176 

Facility 

Subtotal 

8,830 

8,830 

Naval  Security  Group  Activity, 

179 

Skagts  Island 

073 

Potab.’.e  Water  System 

1,472 

1,472 

100 

180 

Subtotal 

1,472 

1,472 
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Department  of  the  Navy 

FV  1991.  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


%  Design 


state/  Proj. 

Installation/Docation 

Auth. 

Approp. 

As  of 

Page 

Country  Number 

Project  Title 

sMSES:  liuoS 

p;{  i-l*t  t 

j'an  90 

No. 

California  Marine  Corps  Air-Ground  Combat  182 


(Contin¬ 

Center.  Twentvnine  Palms 

ued) 

428 

Field  Maintenance  Shop 

$  3,600 

$  3,600 

100 

183 

470 

Industrial  Wastewater  Treatment 

2,200 

2,200 

100 

555 

Facilities 

447 

Potable  Water  Storage  Tank 

4,300 

4,300 

100 

185 

Subtotal 

10,100 

10,100 

TOTAL  FOR  CALIFORNIA 

359,852 

359,852 

Connecticut 

Naval  Submarine  Base.  New  London 

187 

130 

Bachelor  Officer  Quarters 

4,700 

4,700 

100 

188 

Modernization 

413 

Quaywall  Replacement 

9,100 

9,100 

100 

190 

391 

Steam  Turbine  Generator 

4,700 

4,700 

100 

193 

424 

Thames  River  Dredging 

7,770 

7,770 

35 

195 

Subtotal 

26,270 

26,270 

Naval  Submarine  School,  New  London 

198 

398 

Operational  Trainer  Facility 

15,000 

15,000 

45 

199. 

Subtotal 

15,000 

15,000 

TOTAL  FOR  CONNECTICUT 

41,270 

41,270 

District 

Naval  Research  Laboratory, 

201 

of 

Washington 

Columbia 

115 

Electro-Optics  Research 

9,800 

9,800 

100 

202 

Laboratory 

Subtotal 

9,800 

9,80i) 

TOTAL  FOR  DISTRICT  OF  COLUMBIA 

9,800 

9,800 

100 

Flor ida 

Naval  Air  Station,  Cecil  Field 

204 

212 

Centrifuge  Trainer 

2,010 

2,010 

N/A 

205 

831 

Sanitary  Wastewater  System  Upgrade 

2,000 

2,000 

50 

556 

Subtotal 

4,010 

4,010 
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Stats/ 
Country  J 

Flor  Ida 
(Contln 
usd) 


Department  of  ths  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Indsx  of  Locations 
(Dollars  in  niousanda) 


Proj. 

Installation/Locat ion 

Auth 

%  Design 
Approp,  As  of 

Page 

lumber 

Prolect  Title 

BSSBzirUJLL® 

Rerruest  Jan  90 

No. 

Naval  Air  Station.  Jacksonville  207 


174 

Anti-Submarine  Warfare  Training 

$  2,800 

$  2,800 

100 

208 

Facility 

18S 

wastewater  System  Improvements 

6,300 

6,300 

3S 

211 

Subtotal 

9,100 

9,100 

Naval  Hospital,  Jacksonville 

213 

510 

Medical  Warehouse  Addition 

940 

940 

35 

564 

Subtotal 

940 

940 

Naval  Air  Station,  Key  West 

214 

$20 

Explosive  Ordnance  Disposal 

3,000 

3,000 

100 

215 

Mobile  Unit  Facility 

636 

Joint  Air  Reconnaissance 

4,000 

4,000 

45 

217 

Control  Canter  Addition 

Subtotal 

7,000 

7,000 

Fleet  Traininq  Center,  Mayport 

219 

168 

Fire  Fighting  Training  Facility 

5,300 

5,300 

100 

220 

Subtotal 

5,300 

5,300 

Naval  Station,  Mayport 

222 

830 

Water  Storage  Tanks 

3,600 

3,600 

100 

223 

Subtotal 

3,600 

3,600 

Naval  Traininq  Center,  Orlando 

225 

200 

Barracks 

10,910 

10,910 

100 

226 

202 

Cold  Storage  Warehouse 

1,400 

1,400 

N/A 

228 

240 

Mess  Hall 

7,040 

7,040 

100 

230 

Subtotal 

19,350 

19,350 

Naval  Coastal  Systems  Center, 

232 

Panama  City 

301 

Computation  and  Analysis 

5,300 

5,300 

100 

233 

Laboratory  Addition 

Subtotal 

5,300 

5,300 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


%  Design 


State/  Proj. 
Country  Nuiaber 

Installation/Location 

Project  Title 

IHS-WHS 

Approp. 

Request 

AS  Of 

Jan  90 

Page 

No. 

Flor Ida 

Naval  Suoolv  Center.  Pensacola 

236 

(Contin- 

ued) 

271 

Cold  Storage  Warehouse 

4  6,100 

4  6,100 

10b 

237 

Subtotal 

6,100 

6,100 

Navy  Public  Works  Center.  Pensacola 

239 

ill 

Water  and  Sewer  Pipelines  Separation 

3,440 

3,440 

50 

556 

Subtotal 

3,440 

3,440 

TOTAL  FOR  FLORIDA 

64,140 

64,140 

Georgia 

Marine  Corps  Loqistics  Base.  Albany 

240 

310 

Calibration  Equipment  Test  Facility 

3,250 

3,250 

100 

241 

605 

Industrial  Haste  Treatment  Plant 

2,600 

2,600 

100 

243 

Improvements 

Subtotal 

5,850 

5,850 

Naval  Submarine  Base,  Kinqs  Bay 

245 

418 

Bachelor  Enlisted  Quarters 

7,200 

7,200 

50 

246 

364 

Explosives  Handling  Wharf 

56,400 

56,400 

45 

248 

420 

Small  Ordnance  Magazine 

620 

620 

100 

564 

414 

Trident  Training  Facility  Addition 

4,900 

4,900 

50 

250 

Subtotal 

69,120 

69,120 

TOTAL  FOR  GEORGIA 

74,790 

74,790 

Hawaii 

Naval  Maqazine,  Lualualei 

252 

117 

Electrical  Distribution  Lines 

1,400 

1,400 

100 

253 

Relocation 

Subtotal 

1,400 

1,400 

Commander  Oceanoqraphic  System 

255 

Pacific.  Pearl  Harbor 

417 

Surtass  Support  Center 

10,200 

10,200 

100 

256 

Subtotal 

10,200 

10,200 

Naval  Submarine  Base,  Pearl  Harbor 

258 

114 

Electrical  Distribution  System 

2,000 

2,000 

100 

259 

Improvements 

Subtotal 

2,000 

.  2,000 
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i  Department  of  the  Navy 

I  FY  1991  Military  Construction  and  Family  Housing  Program 

P  Index  of  Locations 

|  (Dollars  in  Thousands) 


r 

State/  Proj. 
Country  Number 

Installation/Location 

Prolect  Title 

Auth. 

Request 

Approp. 

Request 

4  Design 
As  Of 

Jan  90 

Page 

No. 

f 

Hawaii 

Naval  SudpIv  Center/  Pearl  Harbor 

261 

; 

(Contin- 

ued) 

133 

Road 

$  1*500 

$  1,500 

100 

262 

k 

Subtotal 

1,500 

1,500 

\ 

Naw  Public  Works  Center,  Pearl 

264 

Harbor 

504 

Automotive  Vehicle  Maintenance  Shop 

6,900 

6,000 

100 

265 

f 

Subtotal 

6,900 

6,900 

i 

TOTAL  FOR  HAWAII 

22,000 

22,000 

> 

Illinois 

Naval  Traininq  Center,  Great  Lakes 

267 

f 

471 

Fireman  Apprentice  Training  School 

2,800 

2*800 

100 

268 

Subtotal 

2,800 

2,800 

Navy  Public  Works  Center,  Great 

270 

Lakes 

533 

Electrical  Distribution  System 

1,100 

1,100 

100 

271 

Improvements 

378 

Storm  Sewer  System  Improvements 

700 

700 

100 

564 

k 

Subtotal 

1,800 

1,800 

TOTAL  FOR  ILLINOIS 

4,600 

4,600 

Indiana 

Naval  Weapons  Support  Center 

273 

Crane 

224 

Electronics  Communications 

4,000 

4,000 

40 

274 

Maintenance  Shop 

244 

Mechanized  Materials  Management 

4,900 

4,900 

35 

277 

1 

Facility 

Subtotal 

3,900 

8,900 

TOTAL  FOR  INDIANA 

8,900 

8,900 

Kentucky 

Naval  Ordnance  Station,  Louisville 

280 

215 

Phalanx  Shop  Modernization 

5,400 

5,400 

50 

281 

Subtotal 

5,400 

5,400 

TOTAL  FOR  KENTUCKY 

5,400 

5,400 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/  Proj. 

Country  Number 

Installation/Location 

Prolect  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

Maine 

Portsmouth  Naval  Shipyard,  Jittery 

283 

228 

Dry  Dock  Modernization  and  Cover 
(Increment  I) 

$  30,500 

$  30,500 

40 

284 

Subtotal 

30,500 

30,500 

TOTAL  FOR  MAINE 

30,500 

30,500 

Maryland 

Naval  Academy,  Annapolis 

287 

259 

Bancroft  Hall  Expansion 
(Phase  II) 

0 

24,000 

100 

288 

Subtotal 

0 

24,000 

Naval  Hospital,  Bethesda 

290 

912 

Bachelor  Enlisted  Qiarters 

Subtotal 

9,000 

9,000 

9,000 

9,000 

100 

291 

Naval  Ordnance  Station,  Indian 

293 

Head 

963 

Industrial  Wastewater  Treatment 
Facilities 

Subtotal 

6,400 

6,400 

6,400 

6,400 

100 

557 

Naval  Air  Test  Center,  Patuxent 

294 

River 

420 

Security  Improvements 

Subtotal 

3,000 

3,000 

3,000 

3,000 

100 

295 

Naval  Hospital,  Patuxent  River 

298 

903 

Aviation  Physiology  Training 
Facility 

2,250 

2,250 

100 

299 

Subtotal 

2,250 

2,250 

Naval  Electronic  Systems 

Engineering  Activity, 

St.  Inigoes 

301 

723 

FACSFAC  Electronic  Systems 
Integration 

3,900 

3,900 

100 

302 

Subtotal 

3,900 

3,900 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/ 
Country  1 

Proj. 

Number 

Installation/Location 

Prolect  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

Maryland 

Naval  Intelligence  Command 

304 

(Contin¬ 

- 

Headquarters,  Suitland 

ued) 

001A 

Headquarters  Building 

$  0 

$  55,048 

90 

305 

(Increment  II) 

Subtotal 

0 

55,048 

TOTAL  FOR  MARYLAND 

24,550 

103,598 

Mississippi 

Naval  Oceanography  Command 

307 

Facility.  Bay  St.  Louis 

001 

Oceanographic  Building 

1,700 

1,700 

100 

308 

Subtotal 

1,700 

1,700 

Naval  Construction  Battalion 

310 

Center,  Gulfport 

745 

Controlled  Humidity  Warehouse 

6,900 

6,900 

100 

311 

Subtotal 

6,900 

6,900 

Naval  Construction  Traininq  Center 

313 

Gulfport 

716 

Applied  Instruction  Building 

1,500 

1,500 

100 

314 

723 

Barracks 

7,100 

7,100 

100 

316 

Subtotal 

8,600 

8,600 

TOTAL  FOR  MISSISSIPPI 

17,200 

17,200 

Nevada 

Naval  Air  Station,  Fallon 

318 

282 

Range  Air  Surveillance  System 

3,340 

3,340 

100 

319 

Subtotal 

3,340 

3,340 

TOTAL  FOR  NEVADA 

3,340 

3,340 

New  Jersey 

Naval  Weapons  Station,  Earle 

321 

949 

Trestles  Replacement  (Increment  I) 

20,000 

20,000 

50 

322 

Subtotal 

20,000 

20,000 

TOTAL  FOR  NEW  JERSEY 

20,000 

20,000 

k 


I 


Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  locations 
{Dollars  in  Thousands) 


%  Design 


State/ 

Proj. 

Installation/Location 

Auth. 

Approp. 

AS  Of 

Page 

Country  Number 

Proiect  Title 

Jan  90 

No. 

New  Mexico 

Naval  Ordnance  Missile  Test 

324 

Station.  White  Sands 

005 

Cun  Test  Range 

$  600 

$  600 

100 

565 

Subtotal 

600 

600 

TOTAL  FOR  NEW  MEXICO 

600 

600 

New  York 

Director  First  Marine  Corps 

325 

District,  Carden  City 

002 

Physical  Security  Improvements 

440 

440 

100 

566 

Subtotal 

440 

440 

Naval  Station,  New  York 

801 

Family  Housing 

19,600 

19,600 

N/A 

606 

Subtotal 

19,600 

19,600 

TOTAL  FOR  NEW  YORK 

20,040 

20,040 

North 

Marine  Corps  Base,  Camp  Lejeune 

326 

Carolina 

630 

Bachelor  Enlisted  Quarters 

13,580 

13,580 

75 

327 

679 

Electronics  Communications 

4,100 

4,100 

100 

329 

Maintenance  Shops 

304 

Field  Maintenance  Complex 

20,900 

20,900 

75 

331 

810 

Mechanics  Training  Building 

3,000 

3,000 

100 

3.  j 

(Increment  III) 

Subtotal 

41,580 

41,580 

Marine  Corps  Air  Station,  Cherry 

335 

Point 

031 

Aircraft  Bombing  Range 

1,050 

1,050 

100 

336 

883 

Regimental  Croup  Headquarters 

1,750 

1,750 

100 

339 

017 

Water  Treatment  Facility 

7,600 

7,600 

100 

341 

Subtotal 

10,400 

10,400 

TOTAL  FOR  NORTH  CAROLINA 

51,980 

51,980 

Pennsyl¬ 

Naval  Station,  Philadelphia 

343 

vania 

521 

Br  ig 

5,100 

5,100 

100 

344 

Subtotal 

5,100 

5,100 

Page  No.  13 
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Department  of  the  Navy 

FT  1991  Military  Construction  and  Family  Housing  Program 
Index  of  locations 
(Dollars  in  Thousands) 

%  Design 

State/  Proj.  Installation/Location  Auth.  Approp.  As  of  Page 

Country  Number  _ Project  Title _  Request  Request  Jan  90  No. 


Pennsyl¬ 
vania 
(Contin¬ 
ued)  163 


Naval  Air  Development  Center, 
Warminster 

Aircraft  Technologies  Laboratory 
Subtotal 


$  13,700  $  13,700 

13,700  13,700 


45 


347 


348 


TOTAL  FOR  PENNSYLVANIA 


18,800 


18,800 


Rhode  Naval  Education  and  Training 

Island  Center,  Newport 

146  Steam  Distribution  System  Upgrade 
Subtotal 


6,350 

6,350 


6,350 

6,350 


100 


351 


352 


034 


Naval  Underwater  Systems  Center 
Newport 

Guided  Missile  Laboratory 
Subtotal 


4,000 

4,000 


4,000 

4,000 


100 


354 


355 


TOTAL  FOR  RHODE  ISLAND 


10,350 


10,350 


South  Marine  Corps  Air  Station 

Carolina  Beaufort 


358 


366  Bachelor  Enlisted  Quarters 
Subtotal 


6,500 

6,500 


6,500 

6,500 


40 


359 


229 


Naval  Hospital,  Charleston 

Emergency  Water  Storage  Tank 
Subtotal 


55u 


550 


550 


550 


100 


361 

566 


800 


Naval  Shipyard,  Charleston 

Water  Treatment  Facility 
Subtotal 


500 


500 


500 

500 


100 


362 

567 


Naval  Station,  Charleston 


363 


699  Boat  Shop 

747  Pay  and  Personnel  Support  Office 
Addition' 

Subtotal 


1,090  1,090  100  364 

500  500  100  566 


1,590  1,590 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
{Dollars  in  Thousands) 


%  Design 


|  State/ 

Proj. 

Installation/Location 

Auth. 

Approp. 

As  of 

Page 

P  Country  Number 

Prolect  Title 

No. 

South 

Naval  Supply  Center,  Charleston 

366 

Carolina 

(Contin¬ 

058 

Fleet  Supply  Support  Store 

$  3,200 

$  3,200 

100 

367 

ued) 

Subtotal 

3,200 

3,200 

Naval  Weapons  Station,  Charleston 

369 

f 

784 

Missile  Magazine 

1,900 

1,900 

100 

370 

869 

Propulsion  Training  Facility 

25,000 

25,000 

50 

372 

823 

SEALANCE  Missile  Maintenance 

9,400 

9,400 

100 

374 

Facility 

Subtotal 

36,300 

36,300 

\ 

Marine  Corps  Recruit  Depot,  Parris 

376 

Island 

118 

Clothing  Issue  Building 

3,400 

3,400 

100 

377 

Subtotal 

3,400 

3,400 

TOTAL  FOR  SOUTH  CAROLINA 

52,040 

52,040 

Texas 

Naval  Air  Station.  Corpus  Christi 

379 

i 

i 

270 

Airfield  Lighting 

4,700 

4,700 

100 

380 

f 

Subtotal 

4,700 

4,700 

J* 

Naval  Technical  Traininq  Center 

382 

\ 

Detachment,  Lackland  AFB 

002 

Bachelor  Enlisted  Quarters 

11,800 

11,800 

100 

383 

Subtotal 

11,800 

11,800 

\ 

1 

TOTAL  FOR  TEXAS 

16,500 

16,500 

!  Virginia 

Headquarters  Marine  Corps,  Arlington 

385 

1 

j 

006 

General  Purpose  Warehouse 

2,800 

2,800 

90 

386 

Subtotal 

2,800 

2,800 

i 

i 

Marine  Corps  Detachment,  Camp  Elmore 

388 

4 

1 

801 

Operations  Center 

2,850 

2,850 

100 

389 

\ 

1 

Subtotal 

2,850 

2,850 

I 

I 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/  Proj. 
Country  Number 

Installation/Location 

Project  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

Virginia 

Naval  Space  Surveillance  System 

391 

(Contln- 

Dahlqren 

ued) 

249 

Space  Surveillance  Center 

$  9,800 

$  9,800 

100 

392 

Subtotal 

9,800 

9,800 

Fleet  Combat  Direction  Systems 

39  S 

Support  Activity.  Dam  Neck 

983 

Computer  Programming  Operations 

6,330 

6,330 

100 

396 

Center  Addition 

Subtotal 

17330 

6,330 

Marine  Environmental  Systems 

399 

Facility.  Dam  Neck 

335 

Operations  and  Maintenance 

8,000 

8,000 

100 

400 

Facilities 

Subtotal 

8,000 

8,000 

Naval  Amphibious  Base,  Little 

403 

Creek 

337 

Landing  Craft  Air  Cushion  Complex 

12,400 

12,400 

75 

404 

(Increment  II) 

204 

Surface  warfare  Development  Group 

2,200 

2,200 

100 

407 

Operations  Facility 

418 

SURTASS  Support  Center  Addition 

7,250 

7,250 

85 

410 

0288 

Family  Housing  Office 

370 

370 

N/A 

611 

Subtotal 

22,220 

22,220 

Naval  Amphibious  School,  Little 

413 

Creek 

366 

Landing  Craft  Air  Cushion  Training 

1,440 

1,440 

100 

414 

Facility 

360 

Training  Materials  Storage 

800 

800 

100 

567 

Subtotal 

2,240 

2,240 

Fleet  Training  Center,  Norfolk 

416 

179 

Electrical  Trades  Training 

6,000 

6,000 

100 

417 

Building  Addition 

180 

Fire  Fighting  Training  Facility 

12,000 

12,000 

100 

419 

Subtotal 

18,000 

18,000 
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Department  of  the  Navy 

F¥  1991  Military  Conatruction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/ 
Country  i 

Proj. 

Number 

Installation/Location 

Prolect  Title 

Auth. 

Request 

Approp. 

Request 

4  Design 
As  of 

Jan  90 

Page 

No. 

Virginia 

Naval  Communications  Area  Master 

421 

(Contin 

- 

Station  Atlantic,  Norfolk 

ued) 

141 

Coanunication  Canter  Addition 

$  5,370 

$  5,370 

100 

422 

Subtotal 

5,370 

5,370 

Naval  Station,  Norfolk 

424 

834 

Electric  Power  Upgrade 

9,000 

9,000 

100 

425 

Subtotal 

9,000 

9,000 

Naval  Supply  Center,  Norfolk 

427 

444 

General  Warehouse 

5,400 

6,400 

100 

428 

Subtotal 

6,400 

6,400 

Navy  Public  Works  Center,  Norfolk 

430 

236 

Fuel  Line 

3,130 

3,130 

100 

431 

5079  Family  Housing  Community  Center 

415 

415 

N/A 

614 

2084  Family  Housing  Community  Center 

415 

_415 

N/A 

615 

Subtotal 

3,960 

3,960 

Naval  Air  Station,  Oceana 

433 

178 

Weapons  System  Trainer 

3,150 

3,150 

100 

434 

Building  Addition 

Subtotal 

3,150 

3,150 

Shore  Intermediate  Maintenance 

437 

Activity,  Portsmouth 

320 

Shore  Intermediate  Maintenance 

12,094 

12,094 

75 

438 

Facility 

Subtotal 

12,094 

12,094 

Marine  Corps  Combat  Development 

441 

Command,  Quant ico 

402 

Combat  Development  Center 

16,000 

16,000 

60 

442 

408 

Military  Operations  in  Urbanised 

3,850 

3,850 

100 

444 

Terrain 


Subtotal  19,850  19,850 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/  Proj . 
Country  Number 

Installation/Location 

Project  Title 

Auth. 

Reguest 

Approp . 
Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

Virginia 

Naval  Research  Laboratory  Annex . 

446 

(Contin- 

Quant ico 

ued; 

148 

Midway  Research  Canter  Upgrade 

$  2,600 

$  2,600 

100 

447 

Subtotal 

2,600 

2,600 

Naval  Surface  Warfare  Center. 

449 

Wallops  Island 

327 

AEGIS  Command  and  Life  Support 

5,460 

5,460 

50 

450 

Facility 

Subtotal 

5,460 

5,460 

TOTAL  FOR  VIRGINIA 

140,124 

140,124 

Washington 

Trident  Refit  Facility,  Bangor 

432 

057 

Crane  Trackage  Extension 

910 

910 

100 

568 

050 

Hazardous  and  Flammable  Storehouse 

2,100 

2,100 

100 

453 

Subtotal 

3,010 

3,010 

Trident  Training  Facility,  Bangor 

455 

993 

Fire  Fighting  Training  Facility 

3,600 

3,600 

100 

456 

Subtotal 

3,600 

3,600 

Puget  Sound  Naval  Shipyard 

458 

Bremerton 

252 

Dry  Dock  Utilities  Upgrade 

1,700 

1,700 

100 

459 

Subcotal 

1,700 

1,700 

Naval  Station,  Everett 

461 

089 

Carrier  Pier  Support 

11,960 

11,960 

100 

462 

145 

Communications  Facility 

1,650 

1,650 

100 

464 

117 

Security  and  Fire  Station 

1,750 

1,750 

100 

466 

082 

Utilities  and  Site  Improvements 

6,790 

6,790 

100 

468 

Subtotal 

22,150 

22,150 

Naval  Undersea  Warfare  Engineering 

470 

Station,  Keyport 

295 

Automated  Materials  Handling 

7,300 

7 , 300  ' 

100 

471 

Facility 

309 

Fire  Station 

1,100 

1,100 

ICO 

473 

337 

Submarine  Weapons  Systems  Shop 

10,100 

10,100 

100 

475 

Subtotal 

18,500 

18,500 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/  Proj. 
Country  dumber 

Installation/Location 

Project  Title 

Auth. 

Request 

Approp. 

Request 

i  Design 
As  of 

Jan  90 

Page 

No. 

Washington 

Naval  Hospital.  Oak  Harbor 

477 

(Contin¬ 

ued)  007 

Aviation  Physiology  Training 

$  2,170 

$  2,170 

100 

478 

Facility 

Subtotal 

2,170 

2,170 

Strategic  Weapons  Facility  Pacific, 

480 

Silverdale 

806 

Engineering  Services  Building 

3,500 

3,500 

100 

481 

90 

Magazine  Modifications 

1,600 

1,600 

70 

483 

937 

Missile  Assembly  Building 

7,300 

7,300 

100 

485 

809 

Motor  Inspection  Building 

8,000 

8,000 

80 

487 

807 

Radiographic  Inspection  Building 

13,800 

i:,800 

70 

489 

935 

Training  Facility  Addition 

7,400 

7,400 

80 

491 

957 

Transfer  Facility  Addition 

3,500 

3,500 

100 

493 

808 

Utilities  and  Site  Improvements 

8,600 

8,600 

80 

495 

Subtotal 

53,700 

53,700 

Naval  Air  Station,  Whidbey  Island 

497 

074 

operational  Trainer  Facility 

1,410 

1,410 

100 

498 

Addition 

889 

Operational  and  Maintenance  Trainer 

17,900 

17,900 

60 

500 

Facility  (Increment  I) 

Subtotal 

19,310 

197310 

Naval  Facility,  Whidbey  Island 

502 

030 

Electric  Power  Improvements 

1,550 

1, 55C 

100 

503 

Subtotal 

1,550 

1,550 

TOTAL  '‘OR  WASHINGTON 

125,690 

125,690 

Subtov-al  -  Military  Construction 

1,041,566 

1,120,614 

Subtotal  -  Military  Construction 

69,780 

89,780 

for  Family  Housing 

TOTAL  -  INSIDE  THE  UNITED  STATES 

1,131,346 

1,210,394 
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Statu/ 

Country 


Bermuda 


Canada 


'uba 


Guam 


Department  of  the  Navy 

IY  1991  Military  Construction  and  Family  Housing  Program 
Indi’X  of  Locations 
(Dollars  in  Thousands) 


t  Design 


Proj. 

Number 

Installation/Location 

Proiect  Title 

Auth. 

Request 

Approp. 

Request 

AS  of 

Jan  90 

Page 

No. 

OUTSIDE  THE  UNITED 

STATES 

Naval  Air  Station 

617 

1088 

Family  Housing  Office 

Subtotal 

$  374 

374 

S  374 

374 

N/A 

618 

TOTAL  FOR  BERMUDA 

374 

374 

Naval  Facility  A-qentia 

Newfoundland 

505 

123 

Terminal  Equipment  Building 

Addition 

1,350 

1,350 

100 

506 

Subtotal 

1,350 

1,350 

TOTAL  FOR  CANADA 

1,350 

1,350 

Naval  Station,  Guantanamo  Bay 

620 

803 

Family  Housing 

Subtotal 

31,669 

31,669 

31,669 

31,669 

N/A 

621 

TOTAL  FOR  CUBA 

31,669 

31,669 

Fleet  Surveillance  Support  Command 

508 

002 

Electronic  Installation 

Subtotal 

30,000 

30,000 

30,000 
30  000 

50 

509 

Naval  Maqazine 

511 

809 

Tomahawk  Support  Complex 

Subtotal 

9,000 

9,000 

9,000 

9,000 

100 

512 

Naval  Supply  Depot 

514 

114 

Security  Improvements 

Subtotal 

2,900 

2,900 

2,900 

2,900 

100 

515 

TOTAL  FOR  GUAM 

41,900 

41,900 
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Department  of  the  Navy 

FY  1991  Mllitery  Construction  end  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


%  Design 


State/  Proj. 
Country  Number 

Installation/Location 

Proiect  Title 

Auth. 

Request 

Approp. 

Request 

As  of 

Jan  90 

Page 

No. 

Iceland 

Naval  Air  Station.  Reflavik 

517 

463 

Fuel  Facilities 

$  1.03C 

$  1,030 

100 

S18 

S12 

Family  Housing 

27,200 

27.200 

N/A 

626 

Subtotal 

28,230 

28,230 

Naval  Coimiunieation  Station 

521 

Keflavik 

802 

Communication  Center 

4,370 

4,370 

100 

522 

Subtotal 

4,370 

4,370 

TOTAL  FOR  ICELAND 

32,600 

32,600 

Italy 

Naval  Communication  Station 

524 

Sicily 

305 

Receiver  Facility 

1,750 

1,750 

100 

525 

Subtotal 

1,750 

1,750 

Naval  Air  Station.  Siqonella 

527 

218 

Corrosion  Control  Hangar 

5,400 

5,400 

100 

528 

220 

Engine  Maintenance  Shop  Addition 

1,960 

1,960 

100 

530 

144 

Operations  Control  Center 

5,650 

5,650 

75 

532 

Subtotal 

13,010 

13,010 

TOTAL  FOR  ITALY 

14,760 

14,760 

Japan 

Naval  Security  Croup  Activity 

535 

Hanza,  Okinawa 

001 

Fire  Protection  System 

1,000 

1,000 

100 

569 

Subtotal 

1,000 

1,000 

Marine  Corps  Air  Station,  Iwakuni 

536 

809 

Hangar  Conversion 

3,090 

3,090 

100 

537 

840 

Weapons  Assembly  Area 

2,820 

2,820 

100 

539 

Subtotal 

5,910 

5,910 

TOTAL  FOR  JAPAN 

6,910 

6,910 

Page  No.  21 


Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


State/  Pro j . 
Country  Number 

Installation/Location 

Proiect  Title 

Auth. 

Request 

Approp. 

Request 

%  Design 
As  of 

Jan  90 

Page 

No. 

Republic 
of  the 
Philip¬ 
pines 

405 

Naval  Magazine.  Subic  Bay 

Ammunition  Segregation  Facility 
Subtotal 

ojo 

O  o 

$  1,900 

1,900 

100 

541 

542 

TOTAL  FOR  REPUBLIC  OF  THE 
PHILIPPINES 

1,900 

1,900 

Puerto 

Rico 

Naval  Security  Group  Activity 

Sabana  Seca 

544 

069 

Operations  Building  Addition 

810 

810 

80 

569 

Subtotal 

810 

810 

TOTAL  FOR  PUERTO  RICO 

810 

810 

Spain 

Naval  Communication  Station.  Rota 

545 

556 

Operations  Building  Addition 
Subtotal 

1,740 

1,740 

1,740 

1,740 

100 

546 

TOTAL  FOR  SPAIN 

1,740 

1,740 

United 

Kingdom 

Fleet  Surveillance  Support 

Command.  Brawdy  Wales 

548 

301 

Electronic  Installation 

Subtotal 

3,600 

3,600 

3,600 

3,600 

75 

549 

Personnel  Support  Activity,  London 

551 

610 

Pay  and  Personnel  Support  Office 
Subtotal 

500 

500 

500 

500 

100 

570 

TOTAL  FOR  UNITED  KINGDOM 

4,100 

4,100 

Subtotal  -  Military  Construction 

78,870 

78,870 

Subtotal  -  Military  Construction 
for  Family  Housing 

59,243 

59,243 

TOTAL  -  OUTSIDE  THE  UNITED  STATES 

138,113 

138,113 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Bousing  Program 
Index  of  Locations 
(Dollars  in  Thousands) 


%  Design 


State/ 

Proj. 

Installation/Location 

Auth. 

Approp. 

AS  of 

Page 

Country 

Number 

Project  Title 

Jan  90 

No. 

Var ious 

Various  Locations 

090 

Host  Nation  Infrastructure 

$  1,000 

$  1,000 

N/A 

S71 

090 

Land  Acquisition 

7,800 

7,800 

N/A 

S52 

VAR 

Architectural  and  Engineering 

82,499 

82,499 

N/A 

559 

Services  and  Construction 

Design  (MILCON) 

(Family  Housing) 

1,500 

1,500 

N/A 

660 

VAR 

Post  Acquisitions  Construction 

45,951 

45,951 

N/A 

631 

(Family  Housing  Improvements) 

091 

Unspecified  Minor  Construction 

15,500 

15,500 

N/A 

558 

191 

Access  Roads 

4,017 

4,017 

N/A 

560 

Subtotal 

158,267 

158,267 

Subtotal  -  Military  Construction 

110,816 

110,816 

Subtotal  -  Military  Construction 

47,451 

47,451 

for  Family  Housing 

Total  - 

FY  1991  Military  Construction  Program 

1,231,252 

1,310,300 

Total  - 

FY  1991  Military  Construction  Family 

196,474 

196,474 

Housing  Program 


GRAND  TOTAL 


1,472,726  1,506,774 


MISSION  STATUS  LIST 
NEW  OR  CURRENT 


Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
(Dollars  in  Thousands) 


Installation/ 

Location 

Proj. 

No. 

Prelect  Title 

Cost 

(8000) 

New  or 
Current 

NAS  Adak,  AK 

INSIDE  THE  UNITED  STATES 

892  Solid  Waste  Disposal  Facility 

$  3,200 

C 

NSGA  Adak,  AX 

075 

Operations  Building  Addition 

2,500 

C 

MCAS  Yuma,  AZ 

441 

Aviation  Supply  Warehouse 

3,000 

N 

MCAS  Camp  Pendleton, 

584 

Construction  and  Weight 

3,900 

N 

CA 

MCB  Camp  Pendleton, 

229 

Handling  Equipment  Shop 

Electronics  Communications 

5,900 

C 

CA 

977 

Maintenance  Shop 

Mess  Hall 

3,600 

C 

996 

Military  Operations  in  Urbanized 

15,500 

C 

890 

Terrain 

Family  Housing 

11,750 

C 

NH  Camp  Pendleton 

427 

Environmental  Health  t  Industrial 

1,050 

C 

CA 

NWC  China  Lake,  CA 

4  31 

Hygiene  Facility 

Advanced  Weapons  Laboratory 

17,500 

N 

NWS  Concord,  CA 

284 

Advance  Weapons  Facility 

6,500 

N 

292 

Railroad  and  Vehicular  Bridges 

10,000 

C 

NAB  Coronado,  CA 

142 

and  Land  Acquisition 

Amphibious  Operations  Facility 

3,200 

C 

179 

Desert  Operations  Facility 

6,000 

N 

180 

Maritime  Training  Facility 

2,200 

N 

150 

Waterfront  Maintenance  and 

8,400 

C 

NAF  El  Centro,  CA 

205 

Operations  Facility 

Aircraft  Direct  Fueling  Station 

1,350 

c 

202 

Ordnance  Facility 

7,700 

C 

MCAS,  El  Toro,  CA 

594 

Aircraft  Parking  Apron 

4,900 

N 

381 

Data  Processing  Center 

3,950 

C 

393 

Maintenance  Hangar  Additions 

6,600 

N 

595 

Operational  Trainer  Facility 

8,100 

N 

NAS  Lemoore,  CA 

074 

Battery  Shop 

420 

C 

888 

Weapons  School  Addition 

900 

N 

NSY  Long  Beach,  CA 

235 

Asbestos  Removal  Shop 

500 

C 

NS  Long  Beach,  CA 

203 

Physical  Fitness  Facilities 

5,800 

N 

201 

Wharf  Utilities  Upgrade 

3,500 

N 

614 

Family  Bousing 

24,900 

C 

NAS  Miraawr,  CA 

346 

Topgun  Academic  Facility 

4,600 

c 

. 

888 

Weapons  School  Addition 

900 

N 

Page  No 


24 


Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
{Dollars  in  Thousands) 


Installation/ 

Location 

Proj. 

NO. 

Proiect  Title 

Cost 

($000) 

New  or 

Current 

NPGS  Monterey,  CA 

129 

Building  Conversion  and  Seismic 

t  3,200 

C 

137 

Upgrade 

Child  Care  Center 

2,100 

C 

151 

Gymnasium 

3,970 

C 

161 

Lecture  Hall  Addition  and 

2,180 

c 

146 

Seismic  Upgrade 

Public  Works  Complex 

4,600 

c 

NAS  North  Island,  CA 

573 

High  Explosive  Magazines 

1,500 

c 

PMTC  Point  Mugu,  CA 

063 

Security  Improvements 

2,060 

c 

0187 

Family  Housing  Office 

480 

c 

NSHSES  Port  Hueneme 

012 

Weapon  Systems  Integration 

10,100 

c 

CA 

NCBC  Port  Hueneme,  CA 

474 

Laboratory 

Electrical  Distribution  System 

2,000 

c 

FASWTCPAC  San  Diego, 

228 

Improvement 

Applied  Instruction  Building 

2,100 

c 

CA 

FCTCPAC  San  Diego, 

034 

Addition 

Applied  Instruction  Building 

620 

c 

CA 

033 

Addition 

Bachelor  Enlisted  Quarters 

14,640 

c 

NH  San  Diego,  CA 

606 

and  Mess  Hall 

Parking  Structure 

1,500 

c 

NOSC  San  Diego,  CA 

095 

Combined  Research  Laboratory 

11,700 

c 

NS  San  Diego,  CA 

224 

Brig 

8,430 

c 

NSB  San  Diego  ,  CA 

048 

Bachelor  Enlisted  Quarters 

15,670 

c 

092 

Oily  Waste  System 

440 

c 

NSC  San  Diego,  CA 

086 

Cold  Storage  Warehouse 

6,340 

c 

NTC  San  Diego,  CA 

191. 

Barracks 

5,600 

c 

349 

Child  Care  Center 

2,350 

c 

347 

Small  Arms  Range 

4,000 

c 

NPWC  San  Diego,  CA 

116 

Electrical  Distribution  System 

9,000 

c 

072 

Upgrade 

Public  Works  Shop 

8,900 

c 

149 

Steam  Distribution  System 

3,300 

c 

815 

Improvements 

Family  Housing 

31,850 

c 

NPWC  San  Francisco, 

061 

Public  Works  Shop 

11,200 

c 

CA 

NWS  Seal  Beach,  CA 

171 

weapons  Testing  and  Evaluation 

8,830 

c 

NSGA  Skaggs  Island,  CA 

073 

Facility 

Potable  Water  System 

1,472 

c 

Page  No 


25 


Department  of  the  Navy 

py  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
(Dollars  in  Thousands) 


Installation/ 

Location 

Proj. 

No. 

Prolect  Title 

Cost 

($000) 

New  or 
Current 

MCAGCC  Twentynine 

428 

Field  Maintenance  Shop  $ 

3,600 

C 

Palms ,  CA 

470 

Industrial  Wastewater  Treatment 
Facilities 

2,200 

C 

447 

Potable  Water  Storage  Tank 

4,300 

C 

NSB  New  London,  CT 

130 

Bachelor  Officer  Quarters 

Modernization 

4,700 

C 

413 

Quayvall  Replacement 

9,100 

C 

391 

Steam  Turbine  Generator 

4,700 

c 

424 

Thames  River  Dredging 

7,770 

N 

NSS  New  London,  CT 

398 

Operational  Trainer  Facility 

15,000 

N 

NRL  Washington,  DC 

115 

Electro-Optics  Research 

Laboratory 

9,800 

C 

NAS  Cecil  Field,  FL 

212 

Centrifuge  Trainer 

2,010 

N 

831 

Sanitary  Wastewater  System  Upgrade 

2,000 

C 

NAS  Jacksonville,  FL 

174 

Anti-Submarine  Warfare  Training 
Facility 

2,800 

C 

188 

Wastewater  System  Improvements 

6,300 

C 

NH  Jacksonville,  PL 

510 

Medical  Warehouse  Addition 

940 

N 

NAS  Key  *est,  FL 

620 

Explosive  Ordnance  Disposal 

Mobile  Unit  Facility 

3,000 

N 

636 

Joint  Air  Reconnaissance 

Control  Center  Addition 

4,000 

C 

FTC  Mayport,  FL 

168 

Fire  Fighting  Training  Facility 

5,300 

C 

NS  Mayport,  FL 

830 

Water  Storage  Tanks 

3,600 

C 

NTC  Orlando,  FL 

200 

Barracks 

10,910 

C 

202 

Cold  Storage  Warehouse 

1,400 

C 

240 

Mess  Hall 

7,040 

C 

NCSC  Panama  City,  FL 

301 

Computation  and  Analysis 

Laboratory  Addition 

5,300 

c 

NSC  Pensacola,  FL 

271 

Cold  Storage  Warehouse 

6,100 

N 

NPWC  Pensacola,  FL 

111 

Water  and  Sewer  Pipelines  Separation 

3,440 

c 

MCLB  Albany,  GA 

310 

Calibration  Equipment  Test  Facility 

3,250 

c 

605 

Industrial  Waste  Treatment  Plant 
Improvements 

2,600 

C 

NSB  Kings  Bay,  GA 

418 

Bachelor  Enlisted  Quarters 

7,200 

N 

364 

Explosives  Handling  Wharf 

56,400 

N 

420 

Small  Ordnance  Magazine 

620 

N 

414 

Trident  Training  Facility  Addition 

4,900 

N 

NM  Lualualei,  HI 

117 

Electrical  Distribution  Liras 
Relocation 

1,400 

C 

COMOCEANS Y S PAC  Pearl 
Harbor,  HI 

417 

Surtass  Support  Center 

10,200 

N 

NSB  Pearl  Harbor,  HI 

114 ' 

Electrical  Distribution  System 
Improvements 

2,000 

C 
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Department  of  the  Navy 

P”  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
(Dollars  in  Thousands) 


Installation/ 

Location 

Proj. 

No. 

Prolect  Title 

Cost 

($000) 

New  or 
Current 

NSC  Pearl  Harbor,  HI 

133 

Road 

$  1,500 

C 

NPWC  Pearl  Harbor,  HI 

504 

Automotive  Vehicle  Maintenance  Shop 

6,900 

C 

NTC  Great  Lakes,  IL 

471 

Fireman  Apprentice  Training  School 

2,800 

C 

NPWC  Great  Lakes,  IL 

533 

Electrical  Distribution  System 
Improvements 

1,100 

C 

378 

Storm  Sewer  System  Improvements 

700 

C 

NWSC  Crane,  IN 

224 

Electronics  Communications 
Maintenance  Shop 

4,000 

C 

244 

Mechanized  Materials  Management 
Pacility 

4,900 

c 

NOS  Louisville,  KY 

215 

Phalanx  Shop  Modernization 

5,400 

c 

Portsmouth  NSY, 

Kittery,  ME 

228 

Dry  Dock  Modernization  and  Cover 
(Increment  I) 

30,500 

N 

NAVACAD  Anmpolis,  MD 

259 

Bancroft  Hall  Expansion 
(Phase  II) 

24,000 

C 

NH  Bethesda,  MD 

912 

Bachelor  Enlisted  Quarters 

9,000 

C 

NOS  Indian  Head,  MD 

963 

Industrial  Wastewater  Treatment 
Facilities 

6,400 

C 

NATC  Patuxent  River,  MD 

420 

Security  Improvements 

3,000 

C 

NH  Patuxent  River,  MD 

903 

Aviation  Physiology  Training 

Pacility 

2,250 

c 

NESEA  st.  Ir.igoes,  MD 

723 

FACSFAC  Electronic  Systems 
Integration 

3,900 

c 

NAVINTELCOMHDQTRS 
Suitland,  MD 

001A 

Headquarters  Building 
(Increment  II) 

55,048 

c 

NAVOCEANOCCMFAC 

001 

Oceanographic  Building 

1,700 

c 

Bay  St.  Louis,  MS 

NCBC  Gulfport,  MS 

745 

Controlled  Humidity  Warehouse 

6,900 

c 

NCTC  Gulfport,  MS 

716 

Applied  Instruction  Building 

1,500 

c 

723 

Barracks 

7,100 

c 

NAS  Fallon  NV 

2R2 

Range  Air  Surveillance  System 

3,340 

c 

NWS  Earle,  MJ 

949 

Trestles  Replacement' (Increment  I) 

20,000 

c 

NAVORDMISTESTSTA 

005 

Gun  Test  Range 

600 

c 

White  Sands,  NM 

DIRFIRSTMAUCQRPSDIST 

002 

Physical  Security  Improvements 

440 

c 

Garden  City,  NY 

NS  New  York,  NY 

aoi 

Family  Housing 

19,600 

N 

MCB  Camp  Lejeune,  NC 

630 

Bachelor  Enlisted  Quarters 

13,580 

c 

679 

Electronics  Communications 
Maintenance  Shops 

4,100 

c 

304 

Field  Maintenance  Complex 

20,900 

c 

810 

Mechanics  Training  Building 
(Increment  III) 

3,000 

c 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
(Dollars  in  thousands) 


Installation/ 

Location 

Proj. 

No. 

Proiect  Title 

Cost 

($000) 

New  or 
Current 

MCAS  Cherry  Point,  NC 

031 

Aircraft  Bombing  Range 

$  1,050 

C 

883 

Regimental  Group  Headquarters 

1,750 

C 

017 

Water  Treatment  Facility 

7,600 

C 

NS  Philadelphia,  PA 

S21 

Brig 

5,100 

C 

NADC  Warminster,  PA 

183 

Aircraft  Technologies  Laboratory 

13,700 

C 

NETC  Newport,  SI 

146 

Steam  Distribution  System  Upgrade 

6,350 

C 

NUSC  Newport,  RI 

034 

Guided  Missile  Laboratory 

4,000 

N 

MCAS  Beaufort,  SC 

366 

Bachelor  Enlisted  Quarters 

6,500 

C 

NH  Charleston,  SC 

229 

Emergency  Water  Storage  Tank 

550 

C 

NSY  Charleston,  SC 

800 

Water  Treatment  Facility 

500 

C 

NS  Charleston,  SC 

699 

Boat  Shop 

1,900 

C 

747 

Pay  and  Personnel  Support  Office 

500 

C 

NSC  Charleston,  9C 

058 

Addition 

Fleet  Supply  Support  Store 

3,200 

C 

NWS  Charleston,  SC 

784 

Missile  Magazine 

1,090 

C 

869 

Propulsion  Training  Facility 

25,000 

c 

823 

SEALANCE  Missile  Maintenance 

9,400 

N 

MCRD  Parris  Island, 

SC 

NAS  Corpus  Christ!,  tx 

118 

Facility 

Clothing  Issue  Building 

3,400 

c 

270 

Airfield  Lighting 

4,700 

c 

NTTCDET  Lackland  AFB , 

TX 

HQTRSMARCORPS 

002 

Bachelor  Enlisted  Quarters 

11,800 

c 

006 

General  Purpose  Warehouse 

2,800 

c 

Arlington,  VA 

MCDET  Camp  Elmore,  VA 

801 

Operations  Center 

2,850 

c 

NAVSPASORSYS  Dahlgren, 
VA 

FLTCOMDIRSYSSUPPACT 

249 

Space  Surveillance  Center 

9,800 

c 

983 

Computer  Programming  Operations 

6,330 

c 

Dam  Neck,  VA 
MARENVIRSYSFAC 

335 

Center  Addition 

Operations  and  Maintenance 

8,000 

N 

Dam  Neck,  VA 

NAB  Little  Creek,  VA 

337 

Facilities 

Landing  Craft  Air  Cushion  Complex 

12,400 

N 

204 

(Increment  II) 

Surface  Warfare  Development  Group 

2,200 

c 

418 

Operations  Facility 

SURTASS  Support  Center  Addition 

7,250 

N 

0288  Family  Housing  Community  Center 

370 

C 

NAVPHIBSCOL  Little 

366 

Landing  Craft  Air  Cushion  Training 

1,440 

N 

Creek,  VA 

360 

Facility 

Training  Materials  Storage 

800 

c 

PTC  Norfolk,  VA 

179 

Electrical  Trades  Training 

6,000 

c 

180 

Building  Addition 

Fire  Fighting  Training  Facility 

12,000 

c 

NAVCAMSLANT  Norfolk, 

141 

Comaunication  Center  Addition 

5,370 

c 

VA 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
(Dollars  in  Thousands) 

Installation/  ProJ.  Cost  New  or 


Location 

No. 

Proiect  Title 

(8000)  Current 

NS  Norfolk,  VA 

834 

Electric  Power  Upgrade 

$  9,000 

C 

NSC  Norfolk,  VA 

444 

General  Warehouse 

6,400 

C 

NPWC  Norfolk,  VA 

236 

Fuel  Line 

3,130 

C 

S079  Family  Housing  Community  Center 

415 

C 

2084 

Family  Housing  Community  Center 

415 

C 

NAS  Oceana,  VA 

178 

Weapons  System  Trainer 

Building  Addition 

3,150 

N 

SIMA  Portsmouth,  VA 

320 

Shore  Intermediate  Maintenance 
Facility 

12,094 

C 

MCCDC  Quantico,  VA 

402 

Combat  Development  Center 

16,000 

C 

408 

Military  Operations  in  Urbanized 
Terrain 

3,850 

C 

NRL  Annex,  Quantico,  VA 

148 

Midway  Research  Center  Upgrade 

2,600 

N 

NSWC  Wallops  Island,  VA 

327 

AEGIS  Conuaand  and  Life  Support 
Facility 

5,460 

C 

TRI DENTREFITFAC 

057 

Crane  Trackage  Extension 

910 

C 

Bangor,  WA 

050 

Hazardous  and  Flammable  Storehouse 

2,100 

c 

TRI DENTTRAINFAC 

993 

Fire  Fighting  Training  Facility 

3,600 

c 

Bangor,  WA 

Puget  Sound  NSY 

252 

Dry  Dock  Utilities  Upgrade 

1,700 

c 

Bremerton,  WA 

NS  Everett,  WA 

089 

Carrier  Pier  Support 

11,960 

N 

145 

Communications  Facility 

1,650 

N 

117 

Security  and  Fire  Station 

1,750 

N 

082 

Utilities  and  Site  Improvements 

6,790 

N 

NUWES  Keyport,  WA 

295 

Automated  Materials  Handling 

Facility 

7,300 

C 

309 

Fire  Station 

1,100 

C 

337 

Submarine  Weapons  Systems  Shop 

10,100 

C 

NH  Oak  Harbor,  WA 

007 

Aviation  Physiology  Training 

Facility 

2,170 

C 

STRAWEAPFACPAC 

806 

Engineering  Services  Building 

3,500 

N 

Silverdale,  WA 

943 

Magazine  Modifications 

1,600 

N 

937 

Missile  Assembly  Building 

7,300 

N 

809 

Motor  Inspection  Building 

8,000 

N 

807 

Radiographic  Inspection  Building 

13,800 

N 

935 

Training  Facility  Addition 

7,470 

N 

957 

Transfer  Facility  Addition 

3,500 

N 

808 

Utilities  and  Site  Improvements 

8,600 

N 

NAS  Whidbey  Island, 

WA 

074 

Operational  Trainer  Facility 
Addition 

1,410 

N 

889 

Operational  and  Maintenance  Trainer 
Facility  (Increment  I) 

17,900 

N 

NF  Whidbey  Island,  WA 

030 

Electric  Power  Improvements 

1,550 
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Department  of  the  Navy 

FY  1991  Military  Construction  and  Family  Housing  Program 
Mission  Status  Index 
(Dollars  in  Thousands) 


Installation/ 

Proj. 

Cost  New  or 

Location 

No.. 

Project  Title 

($000)  Current 

OPTS IDE  THE  UNITED  STATES 


NAS  Bermuda 

1088 

Family  Bousing  Office 

$  374 

C 

NF  Argentia 

123 

Terminal  Equipment  Building 

1,350 

C 

Newfoundland,  CD 

Addition 

NS  Guantanamo  Bay,  CU 

803 

Family  Rousing 

31,669 

c 

FLTSURSUPPCOM,  GU 

002 

Electronic  Installation 

30,000 

N 

NM,  GU 

809 

Tomahawk  Support  Complex 

9,000 

N 

NSD,  GU 

114 

Security  Improvements 

2,900 

C 

NAS  Keflavik,  IC 

463 

Fuel  Facilities 

1,030 

c 

812 

Family  Housing 

27,200 

c 

NCS  Keflavik,  IC 

802 

Communication  Center 

4,370 

c 

NCS  Sicily,  IT 

305 

Receiver  Facility 

1,750 

c 

NAS  Sigonella,  IT 

218 

Corrosion  Control  Hangar 

5,400 

c 

220 

Engine  Maintenance  Shop  Addition 

1,960 

c 

144 

Operations  Control  Center 

5,650 

c 

NSGA  Hanza,  Okinawa 

001 

Fire  Protection  System 

1,000 

c 

JA 

MCAS  Iwakuni,  JA 

809 

Hangar  Conversion 

3,090 

c 

840 

Weapons  Assembly  Area 

2,820 

N 

NM  Subic  Bay,  RP 

405 

Ammunition  Segregation  Facility 

1,900 

c 

NSGA  Sabana  Seca,  PR 

069 

Operations  Building  Addition 

810 

c 

NCS  Rota,  SP 

556 

Operations  Building  Addition 

1,740 

c 

FLTSURSUPPCOM 

301 

Electronic  Installation 

3,600 

N 

Brawdy  Wales,  UK 

PERSUPACT  London,  UK 

610 

Pay  and  Personnel  Support  Office 

500 

C 

Various  Locations 

090 

Host  Nation  Infrastructure 

1,000 

N/A 

090 

Land  Acquisition 

7,800 

N/A 

105 

Architectural  and  Engineering 

82,499 

N/A 

Services  and  Construction 

Design  (MILCON) 

(Family  Housing) 

1,500 

N/A 

VAR 

Post  Acquisitions  Construction 

45,951 

N/A 

(Family  Housing  Improvements) 

090 

Unspecified  Minor  Construction 

15,500 

N/A 

190 

Access  Roads 

4,017 

N/A 

Total  -  Various  Locations 

158,267 

Total  -  Current  Mission 

925,647 

Total  -  New  Mission 

422,860 

Total  -  FY  1990  Military  Construction  and  1,506,774 

Family  Housing  Program 
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INSTALLATIONS  INDEX 

1390 

Pag a  Number 
A 

Adak  NAS,  Alaska  SO 

Adak  NSGA,  Alaska  SI 

Albany  MCLB,  Georgia  240 

Annapolis  NAVACAD,  Maryland  287 

Argentia  NF  Newfoundland,  Canada  S05 

Arlington  HQMC,  Virginia  38S 

B 

Bangor  TRIDENTREFITFAC,  Washington  452 

Bangor  TRIDENTTRNGFAC ,  Washington  455 

Bay  St.  Louis  NAVOCEANCOMFAC ,  Mississippi  307 

Beaufort  MCAS,  South  Carolina  358 

Bethesda  NH,  Maryland  290 

Bermuda  NAS,  British  West  Indies  617(H) 

Brawdy  Wales  FLTSURVSUPPCOM ,  United  Kingdom  549 

Bremerton  NSY  Puget  Sound,  Washington  458 

C 

Camp  Elmore  MCDET,  Virginia  388 

Camp  Lejeune  MCB,  North  Carolina  326 

Camp  Pendleton  MCAS,  California  57 

Camp  Pendleton  MCB,  California  60,  587(H) 

Camp  Pendleton  NH,  California  67 

Cecil  Field  NAS,  Florida  204 

Charleston  NH,  South  Carolina  361 

Charleston  NS,  South  Carolina  363 

Charleston  NSC,  South  Carolina  366 

Charleston  NSY,  South  Carolina  362 

Charleston  NWS,  South  Carolina  369 

Cherry  Point  MCAS,  North  Carolina  335 

China  Lake  NWC,  California  70 

Concord  NWS,  California  73 

Coronado  NAB,  California  79 

Corpus  Christi  NAS,  Texas  379 

Crane  NWSC,  Indiana  273 

D 

Dahlgren  HAVSPACESURVSYS ,  Virginia  391 

Dam  Neck  FCDSSACT,  Virginia  395 

Dam  Neck  MARENVSYSFAC,  Virginia  399 
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Earl*  NWS,  New  J«rs*y  321 

El  C«ntro  NAP,  California  88 

El  Toro  MCAS,  California  93 

Everett  NS,  Washington  4S1 

F 

Fallon  NAS,  Nevada  318 


G 


Garden  City  OIRTIRSTMARCORPSDIST,  New  York  325 

Great  Lakes  NPWC ,  Illinois  270 

Great  Lakes  NTC,  Illinois  267 

Guam  FLTSURSPTCOM  508 

Guam  NM  511 

Guam  NSD  514 

Guantanamo  Bay  NS,  Cuba  620(H) 

Gulfport  NCBC,  Mississippi  310 

Gulfport  NCTC,  Mississippi  313 


Indian  Head  NOS,  Maryland 
Iwakuni  MCAS,  Japan 


Jacksonville  NAS,  Florida 
Jacksonville  NH,  Florida 


Keflavik  NAS,  Iceland 
Keflavik  NCS,  Iceland 
Key  West  NAS,  Florida 
Keyport  NUWES,  Washington 
Kings  Bay  NSB,  Georgia 
Kittery  NSY  Portsmouth,  Maine 


Lackland  APB  NAVTECHTRNGCENDET,  Texas 
Lemoore  NAS,  California 


293 

536 

J 

207 

213 

K 

517,  625(H) 
521 

214 
470 
245 
283 

L 

382 

102 
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L  (Continued) 


Little  Creek  NAB,  Virginia  403,  610(H) 

Little  Creek  NAVPHIBSCOL,  Virginia  413 

London  PERSUPPACT,  United  kingdom  SSI 

Long  Beech  NS,  California  104,  592(H) 

Long  Beach  NSY,  California  103 

Louisville  NOS,  Kentucky  260 

Lualualei  NM,  Hawaii  2S2 

M 

Mayport  PTC,  Florida  219 

Mayport  NS,  Florida  222 

Miramar  NAS,  California  109 

Monterey  NPGS,  California  112 

N 

New  London  NSB,  Connecticut  187 

New  London  NSS,  Connecticut  196 

Newport  NETC,  Rhode  Island  351 

Newport  NUSC,  Rhode  Island  354 

New  York  US,  New  York  605(H) 

Norfolk  FTC,  Virginia  416 

Norfolk  NAVCAMSLANT,  Virginia  421 

Norfolk  NS,  Virginia  424 

Norfolk  NSC.  Virginia  427 

Norfolk  NPWC,  Virginia  43o,  613(H) 

North  Island  NAS,  California  123 

0 

Oak  Harbor  NH,  Washington  477 

Oceana  NAS,  Virginia  433 

Orlando  NTC,  Florida  225 

Okinawa  NSGA  Hanza,  Japan  535 

P 

Panama  City  NSCS,  Florida  232 

Parris  Island  MCRD,  South  Carolina  376 

Patuxent  River  NATO,  Maryland  294 

Patuxent  River  NH,  Maryland  296 

Pearl  Harbor  COMOCEAHSYSPAC,  Hawaii  255 
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Pearl  Harbor  NSB,  Hawaii  258 

Paarl  Harbor  NSC,  Hawaii  261 

Paarl  Harbor  NPWC,  Hawaii  264 

Panaacola  NPWC,  Florida  239 

Pensacola  NSC,  Florida  236 

Philadelphia  NS,  Pennsylvania  343 

Point  MU9U  PNTC,  California  126,  597(H) 

Port  Hueneme  NCBC,  California  133 

Port  Hueneme  NAVSHIPWEAPSYSENGSTA,  California  130 

Portsmouth  SIMA,  Virginia  437 

5 

Quantico  MCCOMBATDEVCOM,  Virginia  441 

Quantico  NRL  Annex,  Virginia  446 

6 

Rota  NCS,  Spain  545 

S 

Sabana  Seca  NSGA,  California  544 

San  Diego  FASWTC,  California  136 

San  Diego  FCTC,  California  139 

San  Diego  NAVOCEANSYSCEN,  California  145 

San  Diego  NH,  California  142 

San  Diego  NPWC,  California  165,  600(H) 

San  Diego  NS,  California  149 

San  Diego  NSB,  California  ISO 

San  Diego  NSC,  California  155 

San  Diego  NTC,  California  158 

San  Francisco  NPWC,  California  172 

Seal  Beach  NWS,  California  175 

Sicily  NCS,  Italy  524 

Sigonella  NAS,  Italy  527 

Silverdale  STRATWEAPFACPAC ,  Washington  480 

Skaggs  Island  NSGA,  California  179 

St.  Inigoes  NAVELECSYSENGACT ,  Maryland  301 

Subic  Bay  NM,  Republic  of  the  Philippines  541 

Suitland  NAVINTELCOMHQ ,  Maryland  304 
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T 

Twentynine  Palma  NCAQCC,  California  182 

w 

Wallops  Island  NSNC,  Virginia  449 

Warminstar  NADC,  Pennsylvania  347 

Washington  NRL,  District  of  Columbia  201 

Whidbey  Island  NAS,  Washington  497 

Whidbay  Island  NF,  Washington  502 

White  Sands  NAVORDMISSTESTSTA,  New  Mexico  324 

Y 

Yuma  MCAS,  Ariaona  54 
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BUDGET  APPENDIX 
EXTRACT 


I 

f 


i> 
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Military  Construction,  Navy 

For  acquisition,  construction,  installation,  and  equipment  of  temporary  or 
permanent  public  works,  naval  installations,  facilities,  and  real  property  for 
the  Navy  as  currently  authorised  by  law,  including  personnel  in  the  Naval 
Facilities  Engineering  Command  and  other  personal  services  necessary  for  the 
purposes  of  this  appropriation,  ($1,576,516,000,  of  which  amount,  $38,080,000 
for  the  TACAM0  mission  shall  not  be  available  for  obligation  or  expenditure 
before  October  IS,  1938,  and,  of  the  amount  appropriated,  funds  allocated  for 
homeporting  at  Everett,  Washington  may  be  obligated  and  expended  for  any 
homeporting  military  construction  activity  at  that  installation,  except  actual 
dredging  and  disposal  of  contaminated  sediment,  and  that  such  funds  may  be 
expended  for  actual  dredging  and  disposal  of  contaminated  sediments  once 
requirements  of  the  Federal  Water  Pollution  Control  Act  have  been  satisfied) 
$1,142,100,000,  to  remain  available  until  September  30,  (1993)  1994: 

Provided,  That  of  this  amount,  not  to  exceed  ($129,000,000)  $84,970,000  shall 
be  available  for  study,  planning,  design,  architect  and  engineer  services,  as 
authorized  by  law,  unless  the  Secretary  of  Defense  determines  that  additional 
obligations  are  necessary  for  such  purposes  and  notifies  the  Committees  on 
Appropriations  of  both  Houses  of  Congress  of  his  determination  and  the  reasons 
therefor. 

Further,  for  the  foregoing  purposes,  $1,310,300.00,  to  become  available 
for  obligation  on  October  1,  1990  and  to  remain  available  for  obligation  until 
September  30,  1995:  Provided,  That  of  this  amount,  not  to  exceed  $82,499,000 
shall  be  available  for  study,  planning,  design,  architect  and  engineer 
services,  as  authorized  by  law,  unless  the  Secretary  of  Defense  determines 
that  additional  obligations  are  necessary  for  3uch  purposes  and  notifies  the 
Committees  on  Appropriations  of  both  Houses  of  Congress  of  his  determination 
and  the  reasons  therefor.  (10  U.S.C.  2675,  2802-05,  2807,  2828,  2851-54, 
2857;  Military  Construction  Appropriations  Act,  1989;  additional  authorizing 
legislation  to  be  proposed.) 


I 
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SPECIAL  PROGRAM 
CONSIDERATIONS 


DEPARTMENT  OP  THE  NAVY 
FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

Special  Program  Considerations 


Pollution  Abatement 

The  Military  construction  projects  proposed  in  this  program  will  be  designed 
to  Meet  environmental  standards.  Military  construction  projects  proposed 
primarily  for  abatement  of  existing  pollution  problems  at  Naval  and  Marine 
Corps  installations  have  been  reviewed  to  ensure  that  corrective  design  is 
accomplished  in  accordance  with  specific  standards  and  criteria. 

Energy  Conservation 

The  Military  construction  projects  proposed  in  this  program  will  be  designed 
for  ainiMUM  energy  consuaption. 

Floodplain  Management  and  Wetlands  Protection 

Proposed  land  acquisitions,  disposals,  and  installation  construction  projects 
have  been  planned  to  allow  the  proper  management  of  floodplains  and  the 
protection  of  wetlands  by  avoiding  long  and  short-term  adverse  impacts, 
reducing  the  risk  of  flood  losses,  and  minimizing  the  loss  or  degradation  of 
wetlands.  Project  planning  is  in  accordance  with  the  requirements  of 
Executive  Order  Nos.  11988  and  11990. 

Design  for  Accessibility  of  Physically  Handicapped  Personnel 
In  accordance  with  Public  Law  90-480,  provisions  for  physically  handicapped 
personnel  will  be  provided  for,  where  appropriate,  in  the  design  of  facilities 
included  in  this  program. 

Preservation  of  Historical  Sites  and  Structures 

Facilities  included  in  this  program  do  not  directly  or  indirectly  affect  a 
district,  site,  building,  structure,  object  or  setting  listed  in  the  National 
Register  of  Historic  Places,  except  as  noted  on  the  DD  Form  1391. 

Planning  in  the  National  Capital  Region 

Projects  located  in  the  National  Capital  Region  are  submitted  to.  the  National 
Capital  Planning  Commission  for  budgetary  review  and  comment  as  part  of  the 
commission's  annual  review  of  the  Five-Year  Defense  Program  (FYDP) . 
Construction  projects  within  the  District  of  Columbia  with  the  exception  of 
the  Bolling/Anacostia  area  are  submitted  to  the  Commission  for  approval  prior 
to  the  start  of  construction. 

Environmental  Protection 

In  accordance  with  Section  102(2) (c)  of  the  National  Environmental  Policy  Act 
of  1969  (Public  Law  91-190) ,  the  environmental  impact  analysis  process  has 
been  completed  or  is  actively  underway  for  all  projects  in  the  military 
construction  progran. 
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DEPARTMENT  OP  THE  NAVY 
FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

Special  Program  Considerations  {Continued) 


Economic  Analysis 

Economics  are  an  inherent  aspect  of  project  development  and  design  of  military 
construction  projects.  Therefore,  all  projects  included  in  this  program 
represent  the  most  economical  use  of  resources.  Where  alternatives  can  be 
evaluated,  a  primary  economic  analysis  was  prepared  and  the  results  indicated 
on  the  DD  Form  1391. 

Construction  Criteria  Manual 

Project  designs  conform  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide." 

Congressional  Report  Requirements 

Include  the  project  for  modernization  and  dry  dock  cover  at  the  Portsmouth 
NSY,  Kittery,  ME  in  the  FY  1990/1991  budget  request.  SASC  Report  100-326, 
dated  May  4,  1988,  page  147.  This  project,  P-228,  is  in  the  FY  1991  budget 
request. 

Special  Operating  Forces 

The  total  amount  for  special  operating  forces  projects  in  the  FY  1991  budget 
request  is  $8,200,000  and  includes  the  following  projects: 


AMOUNT  REQUESTED 

PROJECT 

LOCATION 

(S000) 

Maritime  Training 

NAB  Coronado,  CA 

2,200 

Facility 

Desert  Operations 

NAB  Coronado,  CA 

6,000 

Facility 
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PROJECT  JUSTIFICATION  FORMS 
INSIDE  THE  UNITED  STATES 


1.  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


NAVY 


PAGE  NO.  J 


00  FOP!M  1390 
10EC76 


1.  COMPONENT 


rt  1991  MILITARY  CONSTRUCTION  PROGRAM 


i.  DATE 


a.  TOTAL  ACREAGE  (  9,820) 

O.  INVENTORY  TOTAL  AS  OF  30  SEP  99  .  ,  .  65,500 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  17.460 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  2.500 

•.  authorization  included  in  following  program  .  3,200 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  11.000 

g.  REMAINING  DEFICIENCY .  42.800 

n.  GRAND  TOTAL .  142.460 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODC 

PROJECT  TITLE 

SCOPE 

COST 

(SOOO) 

DESIGN 

START 

STATUS 

COMPLETE 

131.55 

OPERATIONS 

TOTAL 

BLOG  AOOITION 

1,200  SF  _ 

_ L.W 

2.SOO 

11/88 

01/90 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
143.80  CLASSIC  WIZARD 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
132.10  LF  ANTENNA  REPLACEMENT 


8.000  SF  _ 3.200 

3.200 


LS  11.000 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Thk  activity  ia  part  of  tha  worldwiaa  talacommuni  cat  Iona  ayatam 
providing  tactical  ahlp-td-anora  and  point-to-point  communicat lona 
for  tha  Navy  Oafanaa  Communicat Iona  Syttama  and  Naval  Sacurlty  Group 
oparationa . 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B:  installation  restoration 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (DSH): 


(SOOO) 

0 

0 

0 


DO  FORM  1M0 
1DEC76 


PAGE  NO 


I*’*""’ 


f.  PROS  ft  AM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  ($000) 

0305896N _ 

131.55 

P-075 

2,500 

t.  COMPONINT 

NAVY 


FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  SECURITY  GROUP  ACTIVITY, 


4.  PAOJELi  TITLE 


OPERATIONS  BUILDING  ADDITION 


•.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

OPERATIONS  BUILDING  ADDITION  . 

SF 

1,200 

- 

800 

BUILDING  ADDITION . 

SF 

1,200 

575.00 

(  690) 

BUILT-IN  EQUIPMENT . . . 

LS 

- 

- 

(  110) 

SUPPORTING  FACILITIES . 

- 

1,460 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  800) 

ELECTRICAL  UTILITIES  . 

LS 

- 

“ 

(  140) 

MECHANICAL  UTILITIES  . 

LS 

- 

(  370) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  150) 

SUBTOTAL  . 

- 

- 

- 

2,260 

CONTINGENCY  (5%)  . 

- 

110 

TOTAL  CONTRACT  COST . 

- 

- 

- 

2,370 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

“ 

130 

TOTAL  REQUEST . 

- 

- 

•  - 

2,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

ION-ADD 

i  (  0) 

One-story  reinforced  concrete  building  addition,  pile  foundation, 
ventilation,  utilities;  fire  protection  system  to  include  the  entire 
building. 


11.  REQUIREMENT:  37,500  SF.  ADEQUATE:  36,300  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  an  addition  to  the  operations  building;  fire  protection 
for  the  entire  facility.  (Current  mission.) 

REQUIREMENT:  Additional  properly-configured  space  to  accommodate  mission 
essential  electronic  systems  in  support  of  critical  Defense  Communications 
System  (DCS)  communications.  Fire  protection  to  meet  current  regulations. 
CURRENT  SITUATION:  The  existing  facility  is  inadequate  to  support  any 
additional  modern  electronic  equipment,  and  is  presently  without  required 
fire  protection. 

IMPACT  IF  NOT  PROVIDED:  The  NSGA  will  not  be  able  to  accommodate  new  DCS 
supporting  equipment,  and  will  continue  to  operate  in  inadequate  facilities 
without  fire  protection. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  tE  USED  INTERNALLY 

UNTIL  exhausted 


i 


1.  COMPONENT 

NAVY 

FY  19.ILmIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  SECURITY  GROUP  ACTIVITY ,  ADAK,  ALASKA 

|4.  PROJECT  TITLI 

6.  PROJECT  NUMSER  j 

OPERATIONS  BUILDING  ADDITION 

P-075 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  <c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  90  ) 

(b)  All  Other  Design  Costs . (  60  ) 

(c)  Total .  150 

(d)  Contract . ......(  130  ) 

(e)  In-house . (  20  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  •(  USED  INTERNALLY 
UNTIL  EXHAUSTED 
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1.  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION. 
YUMA,  ARIZONA 


4.  COMMAND 

COMMANDANT  OP  THE 
MARINE  CORPS 


IS.  AREA  CONSTR. 
I  COST  INDEX 


«.  PERSONNEL 


PERMANENT 


1 

AS  OF 

Office* 

CIVILIAN 

09/30/96 
END  FY 

420 

3tas 

344 

76 

1994 

166 

•67 

533 

ISO 

OFfICt* 

INU5TID 

143 

462 

1822 

3809 

a.  TOTAL  ACREAGE  (  4i 

b.  INVENTORY  TOTAL  AS  OP  30  SEP  SB  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
•  ■  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
P.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

9.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  (tOOOl 


(  462,399) 


122.360 

33,480 

3,000 

13.660 

33.000 

96.5BO 

302.060 


6.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATIOOSY 

CODC  fSOJCCT  TITLf 

COST 

DCS  l  ON 

STATUS 

441.10  AVIATION  SUPPLY  WAREHOUSE 

46,390  SF 

3.000 

1 1/86 

01/90 

TOTAL 

3.000 

1  M 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

136.45  WHEEL  WATCH/WAVEOFF  FAC 

211.05  MAINTENANCE  HANGAR 

740.43  PHYSICAL  FITNESS  CTR  ADDN 

LS 

37,300  SF 
3.730  SF 

800 

12.240 

620 

TOTAL 

1 3 . 660 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

116.35  ARM/DE-ARMING  PADS 

211.05  AIRCRAFT  MAINT  HANGAR 

25.200  SY 

LS 

2.000 

10,000 

Provide  facilities,  ssrvlcss,  and  material  necessary  to  support  major 
operating  elements  of  a  Narine  Aircraft  Wing,  including  aircraft 
maintenance,  air-traffic  control ,  and  aviation  ordnance  handling. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


1 .  COMPONENT 


2.  DAT* 


3.  INSTALLATION  ANO  LOCATION  4.  PAOJI1CT  TITLl 

MARINE  CORPS  AIR  STATION, 

.  ARIZONA _ _ _ AVIATION  SUPPLY  WAREHOUSE 


w  FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 


S,  PROGRAM  (LIMCNT  1 1.  CATIOONV  COD*  7.  PROJECT  NUMBER  8.  PROJECT  COST  (SOOOI 


441.10 


AVIATION  SUPPLY  WAREHOUSE . 

BUILDING -GENERAL  STORAGE . 

HAZARDOUS  AND  FLAW4ABLE  STORAGE . 

SUPPORTING  FACILITIES . . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION . 

SUBTOTAL  . 

CONTINGENCY  <5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  <5 . 5*) .  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


46.390 

44.390 
2,000 


47.00 

135.00 


2,360 
(2,090) 
(  270) 

350 
(  50) 

(  200) 
(  100) 


3,000 
(  0) 


One-story  masonry  load-bearing  wall  high-bay  building,  concrete  foundation 
and  floor,  built-up  roof,  12-foot  stacking  height,  administrative  space 
sound  attenuated  and  air  conditioned,  fire  protection  system,  utilities; 
demolition  of  three  buildings. 


11.  REQUIREMENT:  171,290  SF.  ADEQUATE:  124,900  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  a  warehouse  for  general  aviation  and  hazardous  and 
flammable  storage.  (New  mission.) 

REQUIREMENT:  Adequate  storage  facilities  to  accommodate  the  needs  of 
Marine  Air  Group-13  (MAG-13),  The  MAG-13  complement  of  four  AV-8B 
tactical  squadrons  and  a  full  support  squadron  places  a  significant  impact 
on  limited  available  space. 

CURRENT  SITUATION:  Yuma's  adequate  aviation  supply  warehouse  space  will 
satisfy  only  73%  of  that  necessary  when  a  military  construction  project 
presently  under  construction  is  complete. 

IMPACT  IF  NOT  PROVIDED:  Yuma  cannot  adequately  support  MAG-13  and 
associated  units  with  necessary  warehouse  space. 

ADDITIONAL:  Insufficient  warehousing  in  the  civilian  community  limits 
leasing  as  a  viable  alternative. 


(Continued  on  DD  1391c) 
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PREVIOUS  f  OlTlONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


VN  0102  LP  001  3*10 


1.  COMPONENT 

NAVY 

FY  19_!LmILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3.  installation  and  location 

MARINE  CORPS  AIR  STATION,  YUMA,  ARIZONA 

14.  PROJECT  TlTL* 

8.  PROJECT  NUMtER  1 

AVIATION  SUPPLY  WAREHOUSE 

P-441 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  dssign  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Data  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete . . .... .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A 


(3)  Total  cost  (e)  «  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications 

(b)  All  Other  Design  Costs . 

(c)  Total . . . 

(d)  Contract . . . 

(e)  In-house . . . 

(4)  Construction  start . . 12-90 

(month  and  year) 

b.  Equipment  ass>-*-'  ted  with  this  project  which  will  be  provided 
from  other  appropria  on  None. 


DD  t  o«c  t«  1391c 


entviout  (oitions  may  st  us«o  intianallv 
UNTIL  SXHAUSTIO 


aao«  no.  c; 


t 

1 


I 


! 


1.  COMPONENT 
NAVY 


,2.  DATE 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3 .  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR  STATION, 
CAMP  PENOELTON,  CALIFORNIA 


4.  COMMANO 

COMMANDANT  OF  THE 
MARINE  CORPS 


'5,  AREA  CONSTR. 
|  COST  INDEX 


1  ,  12 


6.  PERSONNEL 
STRENGTH 

«.  AS  OF 

09/30/M 

b .  ENO  FY 

1994 


PERMANENT 


STUDENTS 


SUPPORTED 


officii 

INLISTVO 

CIVILIAN 

OFFICII 

KNLISTtO 

CIVILIAN 

OFF  1  CIA 

(NLISTID 

CIVILIAN 

TOTAL 

64 

10 

0 

0 

HI 

225 

1266 

10 

1582 

■i 

106 

2 

124 

72 

B 

529 

2879 

0 

3717 

7.  INVENTORY  DATA  (*0001 


a.  TOTAL  ACREAGE  (  All) 

O.  INVENTORY  TOTAL  AS  OF  30  SEP  .  29,980 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  26,940 

d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM .  3,900 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  4.080 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  6.960 

g.  REMAINING  DEFICIENCY .  23.680 

h.  GRAND  TOTAL .  95,540 


6.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


COST 

SCOPE  ISOOOi 


DESIGN  STATUS 
START  complete 


218.20  CONSTR  &  WT  HNDLG  EOP  SHOP 
TOTAL 


25.390  SF  _ 3.900  04/88  09/89 

3.900 


9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 


141.20 

AC  FIRE  &  RESC  STA  AOON 

'.980  SF 

580 

171.35 

OPERATIONAL  TRAINER 

LS 

1  .000 

610.71 

GROUP  HOTRS  bloc; 
total 

12,550  SF  _ 

r.500 

4,080 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

143.47 

ALERT  FORCE  BLOG 

LS 

450 

211.85 

LINE  MAINTENANCE  SHELTER 

5.000  SF 

410 

10.  MISSION  OR  MAJOR  FUNCTIONS: 

As  a  Kay  componant  of  tha  Commandar,  Manna  Corps  Air  Basas.  Wast . 
providas  alrfiald  facilities  and  material  to  support  oparations  of 
tha  third  Marina  Aircraft  Wing  unit. 


11.  OUTSTANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES:  ( SOOO ) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  0 


00  FORM  1390 
1DEC76 


PAGE  NO. 


57 


Il  COMPONiNT 


NAVY _ | 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION, 
CAMP  PENDLETON.  CALIFORNIA 

5.  PROGRAM  SLIMS  NT  t.  CATEOOI 

0206496M  _  218 


FY  19  Ji.  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  CATEGORY  COOE 

».  PROJiCT  NUM..R 

218.20 

— P-S94 - 

4.  PROJECT  TITLE 

CONSTRUCTION  AND  WEIGHT 
HANDLING  EQUIPMENT  SHOP 
rNUMEER  IS.  PROJECT  COST  ISOOOI 


».  COST  estimates 


CONSTRUCTION  AND  WEIGHT  HANDLING  EQUIP  SHOP. 

SUPPORTING  FACILITIES . . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (S»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.51).  . 

TOTAL  REQUEST . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

SF 

25,390 

05,00 

2,160 

- 

- 

- 

1,360 

LS 

- 

- 

(  200) 

LS 

- 

- 

(  140) 

LS 

- 

- 

(1,020) 

- 

- 

3,520 

- 

- 

- 

180 

- 

- 

- 

3,700 

- 

- 

- 

200 

- 

- 

- 

3,900 

-(NO 

* -ADD) 

(  0) 

L _ 

5N5T  AUCTION 


One  two-story  steel  Ecarae  buijfcing  and  one  one-story  shop  building, 
concrete  floors  and  foundation,  masonry  walls,  built-up  roof,  training 
and  administrative  areas,  hoiJps,  sound  attenuation,  vehicle  loading 
ramps,  washracks,  hazardous  n7V,*rial  storage,  security  fencing  and 
lighting,  fire  protection  system,  air  conditioning,  utilities. 

IT!  REQUIREMENT:  25.390  SF.  ADEQUATE:  0  SF~  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  facilities  to  house  a  heavy  equipment  shop,  training, 
and  administrative  functions  of  the  Marine  Wing  Support  Squadron  372 
(MWSS-372) .  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  train, 
service,  and  properly  maintain  vehicles  and  equipment  assigned  to  the 
squadron,  thereby  extending  their  useful  service  life.  MWSS-372  has 
approximately  600  personnel  and  1,500  pieces  of  equipment. 

CURRENT  SITUATION:  MWSS-372  was  recently  organized  at  this  station  and 
there  are  no  facilities  available  to  house  this  function. 

IMPACT  IF  NOT  PROVIDED:  Tents,  trailers,  and  temporary  buildings  will 
have  to  be  used  with  an  adverse  effect  on  the  squadron.  The  lack  of 
facilities  make  it  impossible  to  properly  maintain  the  vehicles  and 
equipment.  The  Commanding  Officer  and  his  staff  will  not  be  able  to 
properly  administer  and  supervise  personnel  and  activities. 


(Continued  on  DD  1391c) 
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MUi  occ  ?s  1 

S/NQ1WI  LF  Ml  Mia 


PREVIOUS  EDITIONS  MAY  S|  USED  INTERNALLY 
UNTIL  EXHAUSTED 


V  COMPONInT 


NAVY 


FY  19li_MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  OAT* 


3.  INSTALLATION  AND  LOCATION 

MARINE  corps  AIR  STATION,  CAMP  PENDLETON,  CALIFORNIA 

«.  tSOJSCT  TlTLS 

ft.  PftOJKCT  NUMIKR 

construction  and  weight  handling  EQUIPMENT  SHOP 

P-S84 

12.  SUPPLEMENTAL  DMA  I 

a.  Estimate  design  status:  (Project  design  conforms  to  Part  H  of 
Military  Handbook  li.90,  "Facility  tannin-  and  Design  Cuide.") 


(1)  Status: 

(a)  Date  Design  Started .  4-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . 11-88 

(d)  Date  Design  Complete . 9-99 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A 


(3)  Total  cost  (c)  »  (a)  +  ( b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  205  ) 

(b)  All  Other  Design  Costs . (  215  ) 

(c)  Total . 420 

(d)  Contract . 350  ) 

(e)  In-house . 70  ) 


(4)  Construction  start . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDiose1?.  1391c 


r  AiVIOUS  COITIONS  MAY  SC  UICD  INTSRNALLY 
UNTIL  CXHAUSTIO 


_ | 

AAOC  NO.  H  ^ 


COMPONENT 


NAVY 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


ii.  DATE 


3.  installation  ano  location 

MARINE  CORAS  BASE. 

CAMP  PENDLETON,  CALIFORNIA 


,4.  COMMAND 


COMMANOANT  OF  THE 
MARINE  CORPS 


'5.  AREA  CONSTR. 
]  COST  INDEX 


1  .  13 


6.  PERSONNEL 

strength 

a.  AS  OF 
09/30/89 

b.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

OWICiA 

KNUSTtD 

CIVILIAN 

OFFICER 

LNLimO 

CIVILIAN 

OFFICER 

8NLISTVD 

CIVILIAN 

594 

3731 

3978 

0 

800 

0 

2599 

33*45 

722 

457*9 

1994 

60S 

3303 

1998 

•• 

3H4 

0 

1191 

2*815 

2197 

40*34 

7.  MVtNTOHY  OATA  (SOOOI 


а.  TOTAL  ACREAGE  (  IRC. 021) 

б.  INVENTORY  TOTAL  AS  OF  30  SEP  M  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 

(.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


9S2.SS0 
1*1 ,510 
25,000 
31.940 
24,750 
225. 780 
1 .004,700 


PROJECT  7I7LI 


CATEGORY 

COPE  _ 

179.45  MIL  OPS  IN  URBANIZED  TERRN 

217.10  ELECS/COMM  MAINT  SHOP 

722.10  MESS  HALL 

TOTAL 


SCOPE 


LS 

37,510  SF 
17.200  SF 


COST 

HOOP' 


15,500 

5.900 

-3. TO 


DESIGN  STATUS 
START  COMPLETE 

12/58  06/90 
11/88  01/90 
11/88  01/90 


25.000 


9.  Future  lrquects: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

143.45  BWT  SUPT  FACS  (SAN  ONOFRE ) 

LS 

750 

143.45 

ARMORY  (PULGAS) 

LS 

340 

171.35 

BASIC  WARRIOR  TRAINING 

LS 

14.000 

179.50 

CBT  TRNG  AREA  (SAN  ONDFRE ) 

LS 

1,750 

214.51 

AUTO  ORGANIZATIONAL  SHOP 

LS 

6. 100 

72V45 

MESS  HALL  EXPANSION 

LS 

1 .300 

813.20 

ELEC  upgro-haybarn  canyon 

LS 

■  7.7QQ 

TOTAL 

3 \ ,940 

10.  MISSION  OR  MAJOft  FUNCTIONS: 

Prov i or  nouaing.  training  fadlitiaa,  logistical  support,  ana  cRrtam 
admiristratlvR  support  for  Float  Marina  Forca  units  ana  othar  units 
aaslgnaa  Conauct  spadai  ixaa  schools  ana  otnar  training  as  Oiractad 
Organize  ana  train  raplacaawnt  units  for  oaployaant  overseas  as  Pirectea. 
Provide  logistical  support  For  other  Marina  Corps  activities  as  airactod. 


(5000) 

3.560 

9.950 

1.350 


11.  OUTSTANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


DO  FORM  mo 
1DEC7B 


PAGE  NO. 


60 


1.  COMPONENT 

NAVY 

FY  19 ii.  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORP  BASE, 

CAMP  PENDLETON,  CALIFORNIA 

4.  PROJECT  TITLE 

ELECTRONICS  COMMUNICATIONS 
MAINTENANCE  SHOP 

5.  PROGRAM  ELEMENT 

B.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  {$000) 

02064S6M 

217.10 

P-229 

5,900 

».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

ELECTRONICS  COMMUNICATIONS  MAINTENANCE  SHOP. 

st 

- 

UfKKI'I’Hg 

ELECTRONICS  COMMUNICATIONS  SHOP . 

SF 

24,500 

114.00 

(2,800) 

TACTICAL  VEHICLE  SHOP . 

SF 

13,310 

120.00 

(1,600) 

SUPPORTING  FACILITIES.  . 

- 

- 

920 

ELECTRICAL  UTILITIES  . 

LS 

- 

H 

(  170) 

MECHANICAL  UTILITIES  . 

LS 

(  130) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

“ 

(  170) 

DEMOLITION  AND  REMOVAL  . 

LS 

(  450) 

SUBTOTAL  . 

- 

- 

- 

5,320 

CONTINGENCY  (5%)  . 

- 

270 

TOTAL  CONTRACT  COST . 

- 

•  * 

5,590 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

- 

310 

TOTAL  REQUEST . 

- 

- 

5,900 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

4— ADD) 

(  0) 

10.  DESCRIPTION  3?  PROPOSED  CONSTRUCTION 


Two  one-story  reinforced  concrete  and  masonry  buildings,  metal  roofing, 
concrete  foundations  and  floors,  overhead  cranes,  fire  protection  system, 
energy  monitoring  and  control  system,  ventilation,  utilities;  demolition  of 
two  buildings,  removal  of  contaminated  underground  tanks,  soils,  and 
asbestos. 


11.  REQUIREMENT:  37,810  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Constructs  facilities  for  maintenance  and  repair  of  electronics 
and  communications  equipment  and  vehicles  assigned  to  the  Headquarters 
Battalion.  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  accomplish 
prescribed  maintenance  on  electronics  and  communications  equipment  and 
vehicles. 

CURRENT  SITUATION:  Existing  maintenance  and  storage  facilities  are 
dispersed,  makeshift  complexes  consisting  primarily  of  miscellaneous  open 
repair  sheds,  tents,  and  quonset  huts.  Most  repair  and  maintenance  is 
accomplished  outdoors  where  the  mechanics  and  equipment  are  exposed  to 
inclement  weather  and  operations  are  complicated  by  dirt  and  dust.  Indoor 
space  is  not  only  extrerael”  limited,  but  unheated,  poorly  lighted  and  the 
atmosphere  is  not  conducive  to  the  quality  of  maintenance  required  by  Fleet 
Marine  turce  units. 


(Continued  on  DD  1391c) 
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PREVIOUS  EOITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


6 


1.  COMPONINT 

NAVY 

FY  19_!i_MILITARY  CONSTRUCTION  PROJECT  DATA 

2-  OATS 

3,  INSTALLATION  AND  LOCATION 

MARINE  CORPS  BASE,  CAMP  PENDLETON,  CALIFORNIA 

|4.  PROJf  CT  TlTLI 

S.  PROJECT  NUMSCR  j 

| ELECTRONICS  COMMUNICATIONS  MAINTENANCE  SHOP 

P-229 

11.  REQUIREMENT:  (Continued) 

IMPACT  IP  WOT  PROVIDED i  Meeting  prescribed  maintenance  requirements  will 

be  complicated  if  not  impossible,  quality  of  maintenance  will  be 
compromised,  deterioration  of  equipment  will  be  accelerated,  and  support 
during  combat  could  be  unreliable. 

12.  SUPPL£.":~\L  DATA! 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Pacility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ Mo _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ M/A _ 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  '  (SOOO) 

(a)  Production  of  Plans  and  Specifications . (  300  ) 

(b)  All  Other  Design  Costs . (  245  ) 

(c)  Total .  545 

(d)  Contract . (  455  ) 

(e)  In-house . (  90  ) 


(4)  Construction  start . . . . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDi  oic  7«  1391c 
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PRiVIOUS  COITIONS  MAY  SC  UtCO  INTERNALLY 
UNTIL  CXHAUSTCO 


PAQI  NO. 


1.  COMPONENT 

NAVY 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  OATS 


3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  BASE, 

CAMP  PENDLETON,  CALIFORNIA 


4.  *ROJSCT  TITLE 


MESS  HALL 


S.  PROGRAM  ELEMENT 

•.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($000) 

0206496M 

722.10 

P-977 

3,600 

S.  COST  ESTIMATES 


ITEM 


U/M 

JF- 


ouantitv 

“17,  TITO 


UNIT 

COST 


138.011 


COST 

(SOOOI 


MESS  HALL . 

SUPPORTING  FACILITIES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


LS 

LS 


-  (NON-ADD) 


2772 U 
530 
(  HO) 
(  390) 

3,250 
160 
3,410 
190 
3,600 
[  0) 


~10  DESCRIPTION  01*  Androseo  CONSTRUCTION 


One-story  reinforced  concrete  and  masonry  building,  concrete  foundation  and 
floor,  built-up  roofing,  concrete  loading  dock,  separate  outdoor  storage 
facility,  electronic  monitored  energy  system,  fire  protection  system, 
utilities;  demolition  of  two  buildings,  removal  of  underground  fuel  tanks, 

contaminated  soil  and  asbegtos.  _ 

11.  REQUIREMENT:  17,200  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  £  SF. 

PROJECT:  Constructs  mess  hall.  (Current  mission.) 

REQUIREMENT:  Adequate  and  modern  mess  hall  facility  for  the  headquarters 
area  Camp  Pendleton  which  supports  3,500  Marines  and  needs  the  capability 
to  feed  1,440  during  each  meal  period. 

CURRENT  SITUATION:  Messing  in  the  headquarters  area  utilizes  an  inadequate 
45-year  old  wooden  building  which  has  exceeded  its  useful  life.  The 
building  requires  extensive  manpower  to  maintain  and  is  not  economically 
feasible  to  modernize.  The  messing  requirement  has  grown  in  the 
headquarters  area  because  of  consolidation  and  assignment  of  new  units. 
IMPACT  IF  NOT  PROVIDED:  Long-phased  meal  hours,  which  are  very  disruptive 
to  normal  work  routines  and  reduce  productivity,  will  be  necessary.  A 
single  mess  hall  with  the  capacity  of  the  existing  inadequate  facility 
cannot  maintain  a  prolonged  intensive  feeding  program.  Busing  Marines  to 
adjacent  areas  at  Camp  Pendleton  would  have  to  be  implemented.  This  would 
increase  time  away  from  work  and  time  to  feed  and  reduce  time  to  eat.  It 
would  also  obligate  men  and  equipment  to  an  avoidable  expensive 
administrative  bus  service  while  removing  them  from  military  oriented 
training  and  job  functions.  (Continued  on  DD  1391c) 


DD 


FORM 
1  DEC  76 


1391 


t/N  0103  l*  0013*10 


i 
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PAGE  NO. 


|l.  COMPONENT 

1  NAVY 

FY  1ft  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  OATt 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  BASE,  CAMP  PENDLETON,  CALIFORNIA 

4.  PROJECT  TITLt 

HESS  HALL 

5.  PROJtCT  NUMBER  [ 

P-977 

12.  SUPPLEMENTAL  DAT*: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.') 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  De3ign  35%  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/ft _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specif ications. ....... (  195  ) 

(b)  All  Other  Design  Costs . (  205  ) 

(c)  Total .  400 

(d)  Contract . (  350  ) 

(e)  In-hou3e . (  50  ) 


(4)  Construction  start . . i.1-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PAOt  NO. 


PRfVIOUt  COITIONS  MAY  St  UftD  INTI  ANALLY 
UNTIL  IXHAU8TIO 


64 


FY  19  JLi  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  BASE, 

CAMP  PENDLETON,  CALIFORNIA 


S.  CATEOOAV  COOE 


179.45 


4.  PROJECT  TITLE 

MILITARY  OPERATIONS  IN 
URBANIZED  TERRAIN 


t.  PROJECT  COST  1*0001 

15,500 


>.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

MILITARY  OPERATIONS  IN  URBANIZED  TERRAIN  .  > 

LS 

- 

TRAINING  MOCK-UPS . 

SF 

141,300 

SUPPORTING  FACILITIES . . 

- 

UTILITIES . 

LS 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

SUBTOTAL  . 

- 

- 

CONTINGENCY  <5»)  . 

TOTAL  CONTRACT  COST.  .  .  . 

- 

- 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

- 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS  | 

-  (NC 

13,990 

700 


14,690 

810 


15,500 
(  0) 


Construct  combat  training  complex,  16  in-tact  and  16  rubble  concrete  and 
masonry  buildings,  paving,  bridges,  land  and  street-scape  elements,  staging 
area,  access  road,  helicopter  landing  pad,  utilities. 


U.  REQUIREMENT:  As  Required. 

PROJECT:  Constructs  a  Company  Team  Exercise,  Battalion  Task  Force  Training 
Facility  for  training  in  urban  warfare.  (Current  mission.) 

REQUIREMENT:  An  adequate  Military  Operations  in  Urban  Terrain  (MOUT) 
facility  to  develop  and  maintain  a  proficiency  in  urban  guerrilla  warfare 
and  terrorist  activities.  Mar tery  of  MOUT  is  deemed  critical  to  success  on 
the  modern  battlefield,  and  >  s  been  an  integral  element  of  Marine  Corps 
doctrine  since  the  second  wot  Id  war.  Widespread  urban  sprawl  throughout 
potential  areas  of  conflict  makes  combat  in  built-up  areas  unavoidable.  In 
many  cases  tactical  and  sometimes  strategic  advantage  will  result  by 
gaining  control  of  urban  areas.  This  facility  will  support  approximately 
40,000  personnel  from  the  Marine  Corps  Base  and  other  off-base  military  and 
civilian  organisations. 

CURRENT  SITUATION:  This  activity  maintains  two  urbanised  training 
facilities.  One  of  these  combat  towns  is  a  25-year  old,  wood-frame 
structure  that  provides  training  in  combat  in  built-up  areas,  evacuation 
missions,  raid  operation,  anti-terrorist  training,  and  is  the  only  facility 
of  its  kind  in  the  central  and  northern  areas  of  Camp  Pendleton,  Decay, 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  HE  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


It.  COMPONENT 


2.  DATS 


NAVY  |  _ 

3.  installation  ano  location 


FY  192LMIUTARY  CONSTRUCTION  PROJECT  DATA 


MARINE  CORPS  BASE,  CAMP  PENDLETON,  CALIFORNIA 

».  RROJtCT  NUMMA 

_ P-996 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

aging,  weathering,  and  heavy  use  have  taken  their  toll  on  this  facility, 
complicating  its  safe  use.  The  other  combat  town  is  of  permanent 
construction,  and  its  design  and  limited  size  restricts  its  use  to  small 
unit  training.  These  facilities  are  used  continuously  and  scheduling 
requires  a  long- lead  time. 

IMPACT  IF  NOT  PROVIDED;  Large  unit  training  in  urban  guerrilla  warfare 
and  counter-insurgency  operations  cannot  be  conducted.  Continued  use  of 
existing  inadequate  and  overtaxed  facilities  will  severely  impact  on  the 
effectiveness  of  operating  forces  and  basic  survival  of  troops  in  combat. 


«.  PROJICT  TITLI 

MILITARY  OPERATIONS  IN  URBANIZED  TERRAIN 


12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  12-88 

(b)  Percent  Complete  as  of  January  1990 .  85 

(c)  Date  Design  35%  Complete . 7-89 

(d)  Date  Design  Complete .  6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

(b)  Where  Design  Was  Most  Recently  Used: 


Yes _ No  X 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  700  ) 

(b)  All  Other  Design  Costs . (  680  ) 

(c)  Total .  1380 

(d)  Contract . (  1250  ) 

(e)  In-house . . (  130  ) 

(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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RAIVIOU*  SOITION*  MAY  *1  US1D  INTIRNALLY 

UNTIt  1XHAUSTID  RAO*  NO. 


•AlltKIWMIl 


1.  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AW  LOCATION 

4 .  COMMANO 

IS.  AREA  CONSTR 

COST  INOEX 

NAVAL  HOSPITAL. 

NAVAL  MEDICAL 

CAMP  PENDLETON.  CALIFORNIA 

COMMANO 

|  1.12 

6.  PERSOtMEL 
STRENOTH 

a.  AS  OP 

09/30/M 
D.  END  FY 

1994 


PERMANENT 


SUPPORTED 


OFFICE*  ENLISTED  CIVILIAN  OPPICt*  CNLISTtD  CIVILIAN  OPPICtP  ENLISTED  CIVILIAN 


7.  INVENTORY  DATA  (S000) 


a.  TOTAL  ACREAGE  ( 

D.  INVENTORY  TOTAL  AS  OF  30  SEP  SS  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
t.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

g.  REMAINING  DEFICIENCY . 

tt.  GRAND  TOTAL . 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


21.960 

2,820 

1.050 

0 

2.000 

2.700 

30.530 


CATEGORY 

COPE 


ENV  HLTH  8  I NO  HYGIENE  FAC 
TOTAL 


Scggi _ 

6.900  SF 


DESIGN  STATUS 
START  COMPLETE 


EsnaaaswsFi 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 


a.  major  planned  next  three  years: 

721.11  BACHELOR  ENLISTED  QUARTERS 


BgHjECgHiMijglljjliggl 


Provide  ganaral  clinical  nospi tal izat ion  for  actlva  duty  Navy  and  Manna 
Corps  parsonnal  .  activs  duty  mambars  of  tha  othar  arntad  sarvicas, 
dapandants  of  actlva  auty  parsonnal ,  and  othar  author izao  parsons  as 
out  1  mad  in  currant  diractivas.  To  cooparata  with  military  and  civil 
authoritias  in  mattars  partaining  to  haalth,  sanitation,  local  disastars. 
and  othar  smargsncias. 


iA  H  1 4J 


0 

A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


11.  COMPONINT 


FY  19_il  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  HOSPITAL, 


4.  tSOJtCT  TITLC 

ENVIRONMENTAL  HEALTH  AND 


15.  eSOOSAM  CLSMCNT  S.  CATIOONY  CODS  7.  MOJICT  NUMSI5 


It.  tnOJECT  COST  ISOOOI 


t.  COST  (tTMATiS 


ENVIRONMENTAL  HEALTH  i  INDUST  HYGIENE  FAC.  . 

SUPPORTING  FACILITIES . 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENT  .  . 

SUBTOTAL  . 

CONTINGENCY  (5* )  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPEMNT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M  QUANTITY  £££ 

~SF  6,900  ~129.0C 


10  129.00i  890 

60 

( _ 60) 

950 

_ 50 

1,000' 

_ 50 

1,050 

(NDN-ADD)  (  0) 


EO  CONSTRUCTION 


One-story  steel  frame  building  addition,  concrete  foundation  and  floor, 
pre-cast  concrete  panel  walls,  built-up  roof,  fire  protection  sys'-  m,  air 
i  conditioning,  utilities. 


11.  REQUIREMENT:  6,900  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Constructs  an  industrial  hygiene  and  environmental  health 
facility.  (Current  mission.) 

REQUIREMENT:  Adequate  preventive  health  care  facilities  for  environmental 
health  and  industrial  hygiene  for  active  duty  military  personnel  and 
civilian  employees  at  the  Marine  Corps  Base.  Increased  workload  will  occur 
because  of  OSH  protection  standards  for  asbestos  surveillance  which 
increases  annual  pulmonary  examinations.  Other  nedical  surveillance 
programs  include  noise  (hearing  loss),  welding  hazards,  hydrocarbons  and 
abrasive  dust.  The  project  is  necessary  for  operations  of  the  Joint 
Coordinated  Preventive  Medicine  Service. 

CURRENT  SITUATION:  Preventive  health  care  is  being  provided  to  active  duty 
military  and  civilian  employees  in  old,  fragmented,  overcrowded  facilities 
many  of  which  have  safety  code  violations.  The  fragmented  locations 
require  additional  personnel,  resources  and  equipment  to  support  the 
necessary  duplication  of  programs. 

IMPACT  IF  NOT  PROVIDED:  Provision  of  preventive  health  care  will  continue 
to  be  fragmented  in  -.ultiple  buildings  which  are  overcrowded,  inadequate, 
and  costly  to  maintain.  The  productivity  of  personnel  will  be  diminished. 

(Continued  on  DD  1391c) 
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MCVtOUS  COITIONS  MAY  SC  USIO  INTI ANALLY 
UNTIL  KXHAUSTCO 


*AQ«  NO. 


1.  COMPONENT 

rr 

NAVY 

iati  MUTAflY  CONSTRUCTION  PROGRAM 

2.  DATE 

1 

t 

3.  INSTALLATION  ANO  LOCATION 

14.  COMMAND 

AREA  CONSTR. 

1 

1  COST  INDEX 

NAVaL  WEAPONS  CENTER. 

SPACE  AND  NAVAL  WARFARE 

CHINA  LAKE.  CALIFORNIA 

SYSTEMS  COMMANO 

1 .25 

•  .  nnoNMi 

strength 

a.  as  OF 
09/30/99 

b.  (NO  FV 

It  §4 


permanent 


STUOINTS 


SUFPQK rto 


o*ica* 

Murro 

CIVILIAN 

omcm 

•fettno 

CIVILIAN 

OfVICW 

•NLI8T10 

CIVILIAN 

TOTAL 

10B 

4BT2 

0 

0 

0 

0 

o 

1000 

•999 

110 

990 

5199 

0 

0 

0 

3 

48 

1200 

7370 

a.  TOTAL  ACREAGE  <1.1: 

b.  INVENTORY  TOTAL  AS  OF  SO  SEP  M  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUCSTEO  IN  THIS  PROORAM  .  . 

a.  authorization  included  in  following  program 

f .  planned  in  next  thpee  prooran  years  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 

I.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


7.  MWNTORY  BATA  *0001 

(1.127.2B9) 


294 . < 10 
14  .SSO 
17, SOO 
ic. ooo 
7. 100 
C.9S0 
345 . 1*0 


CATiGOHV 

coo*  _ PROJECT  TI 

311.25  ADVANCED  WEAPONS  LAB 
TOTAL 


•a.abo  sf 


17.S00 

17.300 


MSIGN  STATUS 
start  COMPUTE 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
317.15  INTEG  NAV  AIR  OEF  SYS  FAC 
TOTAL 

B  MAJOR  PLANNED  NEXT  THREE  YEARS: 
317.20  ELEC  A  ELECTRONICS  SYS  LAB 


42.900  SF 


31.900  SF 


ION  OR  MAJOR  FUNCTIONS 

Principal  Navy  R0T9E  cantar  for  air  warFara  and  missile  weapons  systems. 
Maintains  tha  pnisary  in-nouaa  resesreh  and  davaiopaant  capability  For 
tyttoos.  subsystems  and  technologies  ineludad  but  not  United  to  strike 
aircraft/weapons  systaes  and  concept  davaiopaant :  air  launched  weapons 
and  associated  avionics  systans  including  aircraft  guns  snd  anauni t ion . 
guided  and  unguieed  weapons,  aircraft  waapons  control  and  aircraft/ 
weapons  interface,  tactical  aissilas;  subsystaas  for  weapons  systans 
which  include  propulsion,  guidance  and  control,  warheads,  fuel  and 
launchers;  strike  warfare  countaraaasuras;  weather  modification;  and 
parachute  test  and  evaluation. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  OEFICIENC 
A:  POLLUTION  ABATEMENT 
B:  INSTALLATION  RESTORATION 
C;  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(9000) 

1.900 

30.930 

0 


00  FORM  1390 
1DEC78 


PAGE  NO. 


It  COMFONiNT 


NAVY _ | 

J.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  CENTER, 
CHINA  LAKE,  CALIFORNIA 

(.  TAOOAAM  ILIMtNT  Til.  CA1 
0605896N 


FY  19 J1  MILITARY  CONSTRUCTION  PROJECT  DATA 


t.  catboory  cods 

1.  RROJCCT  NUMB8R 

311.25 

P-431 

4.  PROJECT  TITLE 

ADVANCED  WEAPONS  LABORATORY 

!T  NUMBER  I*.  PROJECT  COST  ItOOOl 


17,500 


t.  COST  OTMEATM 


ITfiM 

U/M 

QUANTITY 

UNIT 

COOT 

corr 

<90001 

ADVANCED  WEAPONS  LABORATORY.  ........ 

BUILDING  . 

CO  (fl 

84,480 

84,480 

99.00 

12,270 
<  8,360) 

SHELTERS  . 

IS 

- 

- 

(  400) 

TAXIWAYS  AND  APRONS . 

LS 

* 

- 

(  2,240) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

(  1,270) 

SUPPORTING  FACILITIES . 

- 

- 

- 

3,530  | 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  3S0) 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  1,700) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  1,240) 

PAVING  AND  SITE  IMPROVEMENT . . 

LS 

_ 

(  240) 

SUBTOTAL  . 

- 

- 

15,800 

CONTINGENCY  (5t)  . . . 

_ 

— 

790 

TOTAL  CONTRACT  COST . 

- 

- 

- 

16,590 

SUPERVISION,  INSPECTION  «  OVERHEAD  (5. SI).  . 

• 

- 

910 

TOTAL  REQUEST . 

- 

- 

- 

17,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

to.  otscniPTidL  Of  1X6X6416  46mITAG4Ti6^  — 

-(NON 

-ADD) 

(26,340) 

Two-story  hangar  building,  insulated  metal  siding,  reinforced  concrete 
floors  and  foundations,  insulated  steel  roof  docs  with  built-up  roofing, 
elevated  sensor  tower,  fire  protection  and  security  systems,  utilities,  air 
conditioning;  taxiways  and  aprons;  shelters. 

IE  REQUIREMENT;  84,480  SF.  ADEQUATE I  0  SF.  SUBSTANDARD  0  SF. 

PROJECT;  Provides  secure  facilities  for  test  and  evaluation  (T&E)  of 
tactical  aircraft,  test  platforms,  and  associated  classified  equipment 
under  compartmented,  special  access  conditions.  (New  mission.) 

REQUIREMENT;  Adequate  and  properly-configured  facilities  for  technical  and 
administrative  support  for  special  secure  programs  needing  vaulted  work 
spaces,  laboratories,  hatgac,  and  shops  in  a  secure  TEMPEST  shielded 
environment  for  continuing  hardware  and  software  life-cycle  support. 

CURRENT  SITUATION;  No  secure  facilities  exist 'which  are  capable  of 
providing  the  necessary  workspaces  for  development,  integration,  and  test 
of  weapon  systems  with  highly  classified  and  sight  sensitive  equipment 
configurations.  Use  of  existing  facilities  would  compromise  the  weapon 
systems  and  equipment  involved  and  reduce  or  eliminate  their  effectiveness 
when  employed  in  combat. 

IMPACT  IF  NOT  PROVIDED;  Navy  will  not  have  adequate,  secure  test  facilities 
for  classified  equipment  and  systems  test  and  evaluation  before  introduction 
into  the  fleet.  The  result  will  be  a  weapon  system  which  has  not  fully 
matured  and  will  have  numerous  technical  problems  during  the  first 

(Continued  on  DD  1391c) 
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ratvious  coitions  may  sc  usio  intbrnai.lv 

UNTIL  fXHAUSTBD 


1.  COMPONINT 

NAVY 

FV  19Ji_MILITARY  CONSTRUCTION  PROJECT  DATA 

2 .  OATt 

3.  INSTALLATION  AND  LOCATION 

NAVAL  WEAPONS  CENTER,  CHINA  LAKE,  CALIFORNIA 

u.  faojscttitls 

9.  PROJtCT  NUMftKft  | 

ADVANCED  WEAPONS  LABORATORY 

P-431 

11.  REQUIREMENTS  (Continued) 

IMPACT  IF  NOT  PROVIDED!  (Continued) 

1  deployments. 

possibly  jeopardising  both  the  pilot  and  the 

aircraft* 

12.  SUPPLEMENTAL  DATAs 

»•  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’Facility  Planning  and  Design  Guide.") 

(1) 

Status! 

<a)  Date  Design  Started . 

.  12-68 

(b)  Percent  Complete  as  of  January  1990.... 

.  50 

(c)  Date  Design  35%  Complete . 

.  7-89 

(d)  Date  Design  Complete . 

.  6-90 

(2) 

Basis: 

(a)  Standard  or  Definitive  Design: 

Yes 

No  X 

(b)  Where  Design  Was  Most  Recently  Used: 

_ _ N/A  ! 

<3) 

Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  («)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(c)  Total . 

($000) 

.  (  900  ) 

. (  600  ) 

•  1500 

(d)  Contract . 

• (  1450  ) 

,'e)  In-house . 

.  (  SO  l 

(4) 

Construction  start . 

12-90 

(idOnth 

and  year) 

b.  Equipment  associated  with  this  project  which  will 
from  other  appropriations! 

be  provided 

Equipment 

Nomenclature 

Fiscal  Year 

Procuring  Appropriated 

Appropriation  or  Requested 

Cost 

($000) 

Software  Development  APN  1990-91 

Computer  System 

Integration/Validation/ 

Simulation  Facility  for 

Avionics,  Weapons, 

Target  and  Cockpit 

Data  Analysis  Equipment  APN  1991 

23,240 

3,600 

TOTAL 

26,840 

on  ,  «  IMIr  P*iVIOUS  I0IT1OWS  MAY  *1  USiD  INTaSNALLY  _  o 

UUioicn  M9IC  until  cxhaustio  paos  no.  /  £ 


VH 


1 .  COMPONENT  | 

rr 

NAVY  ! 

itai  MUTAftY  CONSTRUCTION  PROGRAM 

( 2 .  DATE 

1 

1 

i 

3.  INSTALLATION  AND  LOCATION 

14.  COMMAND 

’5.  AREA  CONSTR. 

j 

COST  INDEX 

NAVAL  WEAPONS  STATION. 

NAVAL  SEA  SYSTEMS 

CONCORD .  CALIFORNIA 

COMMAND 

1  1  07 

5.  PERSONNEL 

strength 

a.  *S  or 
oa/so/aa 

b.  END  FY 


PERMANENT 


JOENTS  SUPPORTED 


me  CIVILIAN  OFFICER  EMMETfO  i  CIVILIAN 


a.  total  acreaoe  ( 

b.  inventory  total  as  op  30  SEP  aa  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REOUESTEO  IN  this  PROSCAN 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
r.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  QMANO  TOTAL 


7.  INVENTORY  DATA  *000 


(  13.034) 


V3.540 

«,oto 

It.SOO 

1.250 

aa . 350 

33,210 

I7a,»20 


a.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM. 

CATEGORY 

coot  _ PROJECT  TITLE _ 

SCOPE 

COST 

1*0001 

DCSIGN  STATUS 

ST  AWT  COMNlITt 

212. 10 
SCO.  30 

ADVANCE  WEAPONS  FAC 

RR  S  VECH  SRDGES  A  LND  ACO 

total 

21.2BO  SF 

1*5  _ 

a.  500 

ia.500 

ii /a« 

03/E9 

01/50 

05/ 90 

A  INCLUDED  IN  FOLLOWING  PROGRAM 

31C. 10 

standard  .'Si  test  cell 

lS 

_  1.250 

total 

1 .250 

B .  MAJOR  PLANNED  NEXT  THREE  YEARS : 

313. 10 

GUIDED  MISSILE  INTES  FAC 

25.500  SF 

10.900 

313  10 

MISSILE  MAGAZINE 

LS 

2.250 

212.30 

AIR  LAUNCH  IMA  FACILITY 

LS 

S.ROO 

3  IB  10 

TOMAHAWK  TEST  CELL 

LS 

2. 250 

Mamtananca  ana  quality  evaluation  engineering  of  mtsiilet  aiid  other 
military  expionvei  Storage  ana  tranoahi patent  of  oronance  Maintenance 
ana  teiting  or  oronance  handing  and  (hipping  equipaaenta  Deatgn. 
oevel opeent  ana  procurement  of  ordnance  teat  systens.  Support  noeeported 
a  Maun  1 1 1  on  an  t  pa . 


t-minr-i  ir»i'iRxniicKir»ni  aamhjhi  c-mi 


POLLUTION  AtATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


ttOOO) 

ao 

74,000 

0 


00  FORM  mo 

PAGE  NO. 

1DEC7B 

1  COMPONENT  «■  OATi 

FY  wlk  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY  _ _ 

J.  INtTALLATlON  AMD  LOCATION  «.  TAOJtCT  TITLt 

NAVAL  ISA PONS  STATION, 

COWCORD,  CALIFORNIA _  ADVANCED  WEAPONS  FACILITY 

•.  PMOOAAM  ILIMINT  I.  CATiOOAV  COO*  1 1.  W04CT  NUMH*  I*.  AAOJiCT  CO«T  I*000> 


0702096M 


212.10 


I  P-204 
#.  COST  ISTMATU 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(S000) 

aAvanCed  weapons  facility.  .  . 

SF 

21,290 

5,230 

BUILDING . . . 

SF 

12,290 

257.00 

(3,160) 

MISSILE  MAGAZINE  . 

SF 

9,000 

162.00 

(1,460) 

PLATFORMS . 

LS 

- 

(  200) 

BUILT-IN  EQUIPtBNT  . . 

LS 

- 

(  410) 

SUPPORTING  FACILITIES . 

- 

- 

- 

640 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  260) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  120) 

PAVING  AND  SITE  IMPROVEMENT . .  . 

LS 

- 

- 

(  260) 

SUBTOTAL . . . 

“ 

- 

• 

5,870 

CONTINGENCY  (SB)  . 

- 

- 

290 

TOTAL  CONTRACT  COST . . 

- 

* 

6,160 

SUPERVISION,  INSPECTION  &  OVERHEAD  (S.S«).  . 

- 

- 

340 

TOTAL  REQUEST . 

- 

- 

6,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

J-ADD) 

(  0) 

One-etory  reinforced  concrete  and  masonry  building,  concrete  footings  And 
floor,  built-up  roof,  one  test  cell)  bridge  crane:  one  earth-covered 
reinforced  concrete  Missile  storage  magaxine,  loading  platform;  access 
roads;  fire  protection  systems,  ventilation,  utilities. 

11.  REQUIREMENT:  21,290  SF.  ADEQUATE:  6  SF.  SUBSTANDARD;  0  SF. 

PROJECT:  Constructs  one  aagasine  and  a  test  facility  in  support  of 
classified  weapons  systems.  (New  mission.) 

REQUIREMENT:  The  General  Accounting  Office  report  of  23  July  1983  made  the 
point  that  the  lack  of  suitable  test  resource  planning,  organization 
structure,  management  emphasis  and  intelligence  support  could  seriously 
degrade  the  services'  ability  co  test  the  actual  performance  capabilities 
of  current  and  emerging  systems.  Department  of  Defense  and  Navy  nave 
placed  greater  emphasis  on  development  of  increasingly  sophisticated  and 
classified  weapons  systems.  These  developments  require  a  corresponding 
expansion  of  test  and  storage  facilities  to  assure  readiness  for 
introduction  of  the  systems  into  the  fleet.  These  facilities  must  meet 
unique  operational,  security  and  safety  requirements  which  are  not 
currently  available. 

CPRREHT  SITUATION:  There  are  no  existing  facilities  available  to  provide 
all  the  specialised  features  necessary  to  meet  the  criteria  and  standards 
needed  to  perform  development  and  operational  test  and  evaluation  reviews. 

(Continued  on  DD  1391c) 


no  *°"M 

UUl  OSC  71 


7.1391 


RftfVIOUS  COITIONS  MAY  SS  USID  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 


FY  192LMIUTARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 


NAVAL  WEAPONS  STATION,  CONCORD,  CALIFORNIA 


4.  EROJECT  TITLE 


5.  PROJECT  NUMBER 


ADVAKCED  WEAPONS  FACILITY 


11.  REQUIREMENT:  (Continued) 

IMPACT  IF  WOT  PROVIDED:  The  Navy  will  not  have  adequate  test  and  storage 
facilities  available  to  introduce  newly  developed  classified  weapons  and 
systems  to  the  fleet.  Use  of  existing  facilities  will  not  insure 
classified  weapons  survivability  against  enemy  threats. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  “Facility  Planning  and  Design  Guide.") 

(1)  Status; 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 


Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  other  Design  Costs . 

(c)  Total . 

(d)  Contract . 

(e)  In-house . . . 


($000) 


(4)  Construction  start. 


, _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD.o?ct.  1391c 


PREVIOUS  COITIONS  MAY  BE  USCD  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 


FY  19iLMIU'i  ARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION, 

CONCORD,  CALIFORNIA 

4.  PROJECT  TITLE 

RAILROAD  AND  VEHICULAR 

BRIDGES  AND  LAND  ACQUISITION 

8.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($0001 

0702096N 

960.30 

P-292 

10,000 

•.  COST  ESTIMATES 


RAILROAD  t  VEHICULAR  BRIDGES  &  LAND  ACQ.  .  . 

RAILROAD  BRIDGE . 

VEHICULAR  BRIDGE  . 

SUPPORT  BUILDINGS . 

LAND  ACQUISITION . .  . 

SUPPORTING  FACILITIES . 

UTILITIES  RELOCATION  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  <5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  £  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10.  description  o*  PWSPOSiS  construction 

Reinforced  concrete  and  steel  railroad  and  vehicular  bridges,  earthen 
access  ramps,  reinforced  concrete  retaining  wall;  railroad  relocation; 
utilities  relocation;  pass  building  relocation;  concrete  block  guardhouse; 
signalized  traffic  intersection;  paving  and  pavement  striping;  acquires 
interests  in  approximately  two  acres  of  land. 


U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

LS 

SP 

21,000 

225.00 

"  577911 
(  4,730) 

SF 

11,900 

60.00 

(  720) 

LS 

- 

- 

(  150) 

LS 

- 

- 

(  190) 

- 

- 

- 

3,240 

LS 

- 

- 

(  300) 

LS 

- 

- 

(  2,940) 

- 

- 

- 

9,030 

- 

- 

- 

450 

- 

- 

- 

9,480 

- 

- 

- 

520 

- 

- 

10,000 

-  (N 

DN-ADD) 

(  0) 

11.  REQUIREMENT;  As  Required. 

PROJECT;  Provides  Navy-owned  railroad  and  vehicular  bridges  across  a 
public  highway  to  insure  uninterrupted  movement  of  explosives  between 
inland  and  tidal  areas  during  c:i3es  or  wartime  conditions,  to  meet  all 
loading  commitments  without  chance  of  disruption  by  anti-military  groups, 
eliminate  traffic  conflicts  between  the  general  public  and  Navy  shipments, 
and  prevent  demonstrators  from  blocking  shipments  of  ordnance  materials. 
(Current  mission.) 

REQUIREMENT;  Eliminate  protestors  and  demonstrators  blockading  ordnance 
shipments  occurring  between  the  inland  production,  maintenance,  and  storage 
area  and  the  tidal  receiving,  segregation,  and  waterfront  loading 
facilities.  Increase  safety  and  security  for  ordnance  transshipment  by 
eliminating  blockades  and  interference  with  general  public  traffic. 

Provide  Navy  vehicle  operators  and  security  personnel  best  physical 
isolation  and  vantage  point  relative  to  demonstrator  ctivities  and  general 
public  traffic.  Improve  efficiency  and  effectiveness  of  transshipping 
explosives.  Impose  least  negative  impacts  on  nearby  communities  by  Navy. 

(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  BE  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


VN  01 09  LF  001  M10 


1.  COMPONENT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  WEAPONS  STATION,  CONCORD,  CALIFORNIA 

4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

RAILROAD  AND 

VEHICULAR  BRIDGES  AND  LAND  ACQUISITION 

P-292 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  Inland  and  tidal  areas  are  separated  by  a  public  roadway 
which  is  a  site  of  continuous  demonstrator  activity  including  ordnance 
shipment  blockading.  The  public  roadway  is  also  experiencing  rapidly 
increased  general  public  usage  because  of  rapid  population  growth.  Navy  is 
spending  at  rate  of  $1  million  plus  per  year  and  local  law  enforcement 
agencies  are  spending  at  rate  of  $0.5  million  plus  per  year  to  counteract 
unsafe  and  counterproductive  demonstrator  blockading  of  Navy  trains  and 
truck  shipments  across  a  public  highway.  Potential  for  a  significant 
accident  is  extremely  high.  Potential  for  demonstrators  leaving  site  in  the 
foreseeable  future  is  remote.  Rapid  population  growth  in  the  area  and 
burgeoning  general  public  traffic  volume  adds  to  public  highway  crossing 
hazard. 

IMPACT  IP  NOT  PROVIDED:  Continued  and  likely  increasing  expenditure  of 
federal  and  local  taxpayer  dollars  to  counteract  demonstrators'  blockades. 
High  risk  of  a  major  accident  involving  demonstrators  or  the  general  public. 
ADDITIONAL;  Two  otner  alternatives  for  this  project  were  evaluated.  Their 
lowest  costs  were  $7.8  million  and  $5.6  million  for  the  public  highway  to 
underpass  or  overpass  Navy  railroad  and  vehicular  route  respectively.  Both 
alternatives  had  significant  negative  environmental  impacts  upon  local 
traffic  circulation,  local  non-Navy  residents,  and  local  non-Navy  commercial 
and  light  industrial  businesses.  The  negative  environmental  impacts 
involved  negative  visual  impacts,  noise  pollution,  and  increased  traffic  on 
residential  streets.  The  lowest  cost  alternative,  which  involved  the  public 
roadway  overpassing  existing  Navy  owned  railroad  trackage,  failed  to  satisfy 
scrutiny  relative  to  providing  safety  and  security  for  Navy  ordnance 
shipments.  Attempting  to  appropriately  mitigate  the  significant  impacts  of 
the  two  unchosen  alternatives  would  raise  their  costs  to  an  estimated  $10 
million  and  $8  million  total  respectively,  remove  the  design  and 
construction  of  the  project  from  Navy  control  thereby  likely  increasing  the 
length  of  time  to  complete  the  project  and  raising  operations  cost, 
potentially  never  survive  the  environmental  review  process  as  indicated  by 
the  County  Traffic  Engineers  for  safe  and  secure  transport  of  ordnance  as 
well  as  the  chosen  alternative. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  3-89 

(b)  Percent  Complete  as  of  January  1990 .  35 

(c)  Date  Design  35%  Complete .  11-89 

(d)  Date  Design  Complete . 8-90 


(Continued  on  DD  1391c) 
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PniVIOUS  COITION*  MAV  SC  u*IO  INT* FINALLY 
UNTIL  SXMAUSTEO 


AAO*  NO. 


77 


t/N 


K 


1.  COMPONENT 
NAVY 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE. 
CORONADO,  CALIFORNIA 


4.  COMMAND 

COMMANDER  IN  CHIEF, 
PACIFIC  FLEET 


S.  AREA  CONSTR. 
COST  INDEX 


1  .21 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

537 

3243 

190 

115 

679 

78 

m 

591 

3393 

213 

196 

1207 

1 

101 

u 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
08/30/SS 
IS.  ENO  FY 
1994 


TOTAL 


61  IB 
7835 


7.  INVENTORY  DATA  ItOOOl 


a.  TOTAL  ACREAGE  <  1,065) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  .  57,190 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  21.120 

a.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  19.800 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  13.600 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  10.100 

9.  REMAINING  DEFICIENCY .  85.350 

h.  GRAND  TOTAL .  207.160 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

coot 

PROJECT  TITLE 

COST 

<SOOO> 

DESIGN  STATUS 
start  COMFLE' 

171.20 

DESERT  OPERATIONS  FACILITY 

38,120  SF 

6,000 

11/88 

01/90 

171 .20 

MARITIME  TRNG  FACILITY 

15.000  SF 

2,200 

1 1/88 

01/90 

213.30 

WATERFRONT  MAINT  &  OPS  FAC 

60.910  SF 

8.400 

11/88 

01/90 

610. 10 

AMPHIB  OPERATIONS  FACILITY 

TOTAL 

16.400  SF 

3.200 

19,800 

1  i/as 

01/90 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
179.50  SPEC  WAR  SHOOT  CX ( MIRAMAR ) 
211.05  LCAC  CPX ( CP  PEND  #3) 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

171.20  AMPHIBIOUS  WAR  TACT  TRNG 

159. 64  WATERFRONT  OPS  BLOG 


LS  4 . 500 

LS  _ 9.100 

13,600 


LS  2.300 

1 14,440  SF  7,800 


10.  MISSION  OR  MAJOR  FUNCTIONS:  ‘ 

Provides  logistic  aupport  far  command*  of  ths  surface  forcas.  amphibious 
warfare  fore**,  and  training  command*  at  Coronado. 

Commandar  Surfaca  Fore**,  US  Pacific  Flaat  Landing  Ship  Flotilla 

Commander  Amphibious  Training  Command.  Pacific  Amphibious  School 

Amphibious  Construction  Battalion  SEAL  Teams 

Underwater  Demolition  Teams  Beach  Groups  and  Units 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (SOOO) 

A:  POLLUTION  ABATEMENT  320 

B:  INSTALLATION  RESTORATION  30 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


OD  FORM  1390 
1DEC76 


PAGE  NO. 


79 


1.  COMPONENT 

JIAVY _ 

FY  19_21  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

1  4.  PROJECT  TITLE 

NAVAL  AMPHIBIOUS  BASE, 

AMPHIBIOUS  OPERATIONS 

CORONADO.  CAL I PORN 

IA 

i  FACILITY 

S.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  (SOOO) 

_ Q2Q47.36N 

_ 

_ fiiSLlfl _ 

_ E-I42 _ 

_ Uflil 

9.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

AMPHIBIOUS  OPERATIONS  FACILITY  . 

SF 

16,400 

110. oc 

1,800 

SUPPORTING  FACILITIES . 

- 

- 

- 

1,090 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  80) 

UTILITIES . 

LS 

- 

- 

(  190) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  500) 

DEMOLITION  . 

LS 

- 

- 

(  320) 

SUBTOTAL  . 

- 

_ 

2,890 

CONTINGENCY  (S«)  . 

- 

140 

TOTAL  CONTRACT  COST . 

- 

- 

- 

3,030 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

- 

- 

“ 

170 

TOTAL  REQUEST . 

- 

- 

3,200 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 

-  (NC 

N-ADD) 

■  (  0) 

10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 


Three-story  steel  frame  building,  masonry  walls,  pile  foundation,  concrete 
floors,  built-up  roof  over  concrete  on  metal  decking,  utilities,  fire 
protection  system,  ventilation  and  air  conditioning,  hazardous  waste 
mitigation;  demolition  of  six  buildings. 


11.  REQUIREMENT:  47,390  SP.  ADEQUATE:  30,990  SP.  SUBSTANDARD:  0  SF. 
PROJECT :  Constructs  an  operations  facility  for  Amphibious  Construction 
Battalion  ONE  (PHIBCB  ONE).  (Current  mission.) 

REQUIREMENT:  Adequate  operational  headquarters  space  for  PHIBCB  ONE  to 
accommodate  command  and  administrative  mission  functions. 

CURRENT  SITUATION:  PHIBCB  ONE  currently  occupies  structures  built  in  1944 
for  temporary  use.  These  facilities  do  not  conform  to  any  safecy, 
building,  OSHA,  or  fire  code.  Existing  facilities  do  not  support  the 
mission  of  the  activity  and  occupy  space  needed  for  construction  of  future 
projects. 

IMPACT  IF  NOT  PROVIDED:  Continued  use  of  inadequate  and  unsafe  facilities. 
Proposed  base  development  will  be  delayed. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


t/H  Oltt  4.*  M1-M10 


80 


1.  COMPONENT 

NAVY 

FY  19_!iMILlTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AMPHIBIOUS  BASE,  CORONADO,  CALIFORNIA 

|4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

AMPHIBIOUS  OPERATIONS  FACILITY 

P-142 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  119(1,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started... .  1.1-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (o)  -  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  140  ) 

(b)  All  Other  Design  Costs . (  280  ) 

(c)  Total . .  420 

(d)  Contract . . . . . (  370  ) 

(e)  In-house . ( _ 50  ) 


(4)  Construction  start . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


nn . 1^qi>  Pervious  lemons  MAY  si  usid  intssnally  C 
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1 . COMPONENT 


NAVY 


FY  19ii_  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  DATE 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE, 


4.  PROJECT  TITLE 


DESER1  OPERATIONS  FACILITY 


8.  PROGRAM  ELEMENT 

6.  CATEGORY  COOE 

7.  PROJECT  NUM8CR 

•  .  PROJECT  COST  ($000) 

.  0204796N _ 

1.20 

P-179 

6.000 

>.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

DESERT  OPERATIONS  FACILITY  . 

SF 

33,120 

- 

4,400 

BUILDING  . 

SF 

38,120 

105.00 

(4,000) 

HELICOPTER  PADS . 

SY 

2,200 

114.00 

(  250) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(  150) 

SUPPORTING  FACILITIES . 

- 

- 

- 

1,020 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  250) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  280) 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

LS 

- 

(  490) 

SUBTOTAL  . 

- 

- 

- 

5,420 

CONTINGENCY  (5»)  . 

_ 

_ 

270 

TOTAL  CONTRACT  COST . 

- 

w. 

- 

5,690 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

- 

- 

310 

TOTAL  REQUEST . 

- 

“ 

6,000 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

J-ADD) 

(  0) 

10.  DESCRIPTION  OP  PnQPOSEO  CONSTRUCTION  " 


Three-story  reinforced  concrete  frame  'luilding,  masonry  walls,  concrete 
foundation  and  floors,  built-up  roof,  utilities,  septic  tank,  fire 
protection  system,  ventilation,  diesel  engine  generator;  cwo  helicopter 
pads;  demolition  of  one  building. 


11.  REQUIREMENT:  ?8,120  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  a  desert  training  and  berthing  facility  for  120 
personnel  assigned  to  Naval  Special  Desert  Warfare  Training  in  Niland, 
California.  (New  mission.) 

REQUIREMENT:  Adequate  facilities  to  support  Naval  Amphibious  Base 
Coronado's  mission  to  provide  facilities  for  the  Naval  Special  Warfare 
Forces,  in  direct  support  of  the  Department  of  Defense  initiative  to 
accelerate,  develop,  and  broaden  special  warfare  operational  capabilities. 
CURRENT  SITUATION:  Naval  Special  Warfare  Group  One's  present  training  camp 
area  is  no  longer  adequate  in  size  to  support  the  present  and  projected 
numbers  of  platoons  assigned.  The  existing  camp  does  not  conform  with 
local  land  use  regulations. 

IMPACT  IF  NOT  PROVIDED:  The  existing  camp  could  be  disestablished  because 
of  land  use  violations.  Special  warfare  forces  would  have  no  available 
adequate  training  site,  adversely  affecting  the  overall  mission  capability 
of  the  Special  Operating  Forces. 


(Continued  on  DD  1391c) 
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1.  COMAONCNT 

NAVY 

FY  19-!LmILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATS 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE,  CORONADO,  CALIFORNIA 

|4,  PAOJICT  TITlR 

S.  AAOJICT  NUMSIA  j 

(desert  operations  facility 

P-179 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Eandbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-83 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes^ _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  coat  (c)  =■  (a)  +  (b)  or  (d)  +  (e)  :  (S000) 

(a)  Production  of  Plans  and  Specifications . (  310  ) 

(b)  All  Other  Design  Cost's . (  195  ) 

(c)  Total .  505 

(d)  Contract . . . (  475  ) 

(e)  In-house . (  30  ) 


(4)  Construction  3tart . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  o«c  7i  1391c 


e*o«  no. 


AAtVIOUS  COITIONS  MAY  SC  USIO  INTI  ANALLY 

until  ixhaustio 


83 


1.  COMPONENT 

NAVY 


FY  19.21  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AMO  LOCATION 

NAVAL  AMPHIBIOUS  BASE, 
CORONADO.  CALIFORNIA 


4.  PAOJICT  TITLE 


MARITIME  TRAINING  FACILITY 


Is.  PROGRAM  ELEMENT 

S.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

E.  PROJECT  COST  ($000) 

1100011N 

171.20 

P-180 

2,200 

I.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

MARITIME  TRAINING  FACILITY  . 

s? 

15,000 

- 

— r,550  - 

TRAINING  BUILDING . 

SF 

10,000 

120.00 

(1,200) 

MAINTENANCE  BUILDING  . 

SF 

5,000 

90.00 

(  450) 

SUPPORTING  FACILITIES . 

- 

- 

- 

330 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  50) 

UTILITIES . 

LS 

- 

- 

(  180) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  100) 

SUBTOTAL  . 

- 

- 

- 

1,980 

CONTINGENCY  (5%)  . 

- 

- 

- 

100 

TOTAL  CONTRACT  COST . 

- 

- 

- 

2,080 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

- 

- 

- 

120 

TOTAL  REQUEST . 

- 

- 

- 

2,200 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

NON-ADC 

)  (  0) 

One  two-story  training  building,  one  one-story  maintenance  building,  steel 
frame,  concrete  floors,  masonry  walls,  pile  foundations,  fire  protection 
systems,  ventilation  and  air  conditioning,  utilities;  open  storage  for 
three  vehicles,  two  swimmer  delivery  vehicle  trailers,  two  pieces  of 
materials  handling  equipment,  boat  ramp;  perimeter  security. 


11.  REQUIREMENT;  15,000  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0__  SF. 
PROJECT:  Constructs  a  maritime  training  facility  on  San  Clemente  Island. 


(New  mission.) 

REQUIREMENT:  Adequate  year-round  facilities  for  training  Naval  Special 
Warfare  Forces  in  land  and  underwater  demolition,  land  warfare, 
hydrographic  reconnaissance,  communications,  and  seal  delivery  vehicle 
operations. 

CURRENT  SITUATION:  Facilities  are  not  available  on  San  Clemente  Island  to 
support  this  vital  training.  Limited  training  is  now  conducted  at  Coronado 
using  already  overcrowded  facilities.  Because  of  surf  conditions,  small 
boats  must  be  launched  In  San  Diego  bay  and  transit  the  entire  bay  before 
arriving  in  the  training  area. 

IMPACT  IF  NOT  PROVIDED:  Continue  to  utilize  current  training  procedures 
with  facilities  at  Coronado,  which  limits  training,  adversely  affecting  the 
operational  readiness  of  the  Special  Operating  Forces. 


(Continued  on  DD  1391c) 
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|1.  COMPONENT 


NAVY 


FY  19iL 


3  INSTALLATION  AND  LOCATION 


MILITARY  CONSTRUCTION  PROJECT  DATA 


|  NAVAL  AMPHIBIOUS  BASE,  CORONADO,  CALIFORNIA 

4.  PROJECT  TITLI 

5.  PROJECT  NUMBER 

MARITIME  TRAINING  FACILITY 

P-180 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990...........  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete.... . . . . 1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  (8000) 

(a)  Production  of  Plans  and  Specifications . (  120  ) 

(b)  All  Other  Design  Costs . (  100  ) 

(c)  Total .  220 

(d)  Contract . (  200  ~) 

(e)  In-house . (  20  ) 


(4)  Construction  start . . . . 1-91 


(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  SC  USCD  INTERNALLY 
UNTIL  IXHAUSTKO 


PAOE  NO. 


1.  COMPONiNT  2.  DAT 

FY  19_2I  MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY _ [____ _ _ L_ 

3.  INSTALLATION  ANO  LOCATION  4.  4 AOJtCT  TITLt 

NAVAL  AMPHIBIOUS  BASE,  WATERFRONT  MAINTENANCE 


It.  AAOORAM  (LtMKNT  «.  CATtOOAV  COOI 


7.  PAOJCCT  NUMKR 


t.  PAOJtCT  COST  1*0001 


U/M 

QUANTITY 

UNIT 

COST 

COST 

<$0001 

SF 

60,910 

- 

6,600 

SF 

44,910 

108. OC 

(4,850) 

SF 

16,000 

109.  OC 

(1,750) 

- 

- 

- 

980 

LS 

- 

- 

(  180) 

LS 

- 

- 

(  120) 

LS 

- 

"*  1 

(  480) 

LS 

- 

- 

(  200) 

- 

- 

-  j 

7,580 

- 

- 

- 

380 

- 

- 

- 

7,960 

- 

- 

i 

440 

- 

-  ! 

8,400 

-(NC 

N-ADD) 

(  0) 

•.  COST  ESTMATIS 


WATERFRONT  MAINTENANCE  AND  OPERATIONS  FAC.  . 

MAINTENANCE  BUILDING  . 

OPERATIONS  BUILDING . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION . . . 

SUBTOTAL . . . 

CONTINGENCY  <5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  (,  OVERHEAD  (S.St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10  oeSCnlPTION  OPT  AOPOMO  CONSTRUCTION 

One  two-story  and  one  one-story  steel  frame  buildings,  pile  foundations, 
masonry  walls,  concrete  floors,  built-up  roof  over  concrete  on  metal 
decking,  utilities,  fire  protection  system,  air  conditioning  and 
ventilation;  watchtower;  bulkhead  repair;  demolition  of  eleven  buildings. 
11.  REQUIREMENT:  125,760  SF.  ADEQUATE:  64,850  SF.  SUBSTANDARD:  0  SF, 
PROJECT:  Provides  waterfront  operational,  maintenance,  and  administrative 
facilities  to  support  the  mission  of  Special  Boat  Squadron  ONE  (SPECBOATRON 
ONE)  and  Naval  Special  Warfare  Group  ONE  (NAVSPECWARGRU  ONE) .  (Current 
mission. ) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  support  the 
operational  craft  and  administrative  needs  of  SPECBOATRON  ONE,  and  provide 
a  maintenance  facility  for  NAVSPECWARGRU  ONE  vehicles,  electronics,  and 
parachute  equipment.  SPECBOATRON  ONE  is  tasked  with  operating  and 
maintaining  specialised  Special  Warfare  craft.  A  new  mission  requirement 
to  operate  Patrol  Boat-Multipurpose  (PBM)  was  recently  mandated  by  the 
Chief  of  Naval  Operations.  NAVSPBCWAnuRU  one's  vehicle  allowance  consists 
of  224  pieces  of  various  equipment. 

CURRENT  SITUATION:  SPECBOATRON  ONE  currently  occupies  single-story 
structures  built  in  1944  and  originally  constructed  to  meet  World  War  II 
requirements.  These  facilities  neither  conforri  to  safety,  building,  or 
fire  codes.  Floor  plans  configuration  do  not  meet  basic  facility 
requirements  or  provide  for  proper  maintenance  of  existing  craft.  No 
facilities  exist  in  whicn  to  maintain  components  of  the  new  PBM's. 
i  (Continued  on  DD  1391c) 
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.  COMPONtNT 

NAVY 


FY  19_!LmIUTARY 


1.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE,  CORONADO, 


CONSTRUCTION  PROJECT  DATA 


CALIFORNIA 


I.  PKOJCCT 


TITLS 


S.  mOJICT  NUMBER 


WATERFRONT  ADMINISTRATION  AND  OPERATIONS  FACILITY 


P-150 


11.  REQUIREMENT!  (Continued) 

IMPACT  IF  NOT  PROVIDED!  Th«  activity  cannot  support  mandated  PBM 
tasking.  Activity's  mission  and  operational  readiness  will  continue  to  be 
hampered  by  nonavailabilty  of  adequate  facilities  within  which  to  perform 
maintenance. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status!  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

<c)  Date  Design  351  Complete . . .  5-89 

(d)  Date  Design  Complete . 1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  where  Design  Was  Host  Recently  Used:  _ N^A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  (M00) 

(a)  Production  of  Plans  and  Specifications . (  390  ) 

(b)  All  Other  Design  Costs . . . (  245  ) 

(C)  Total . . .  635 

(d)  Contract . (  575  ) 

( e)  In-house . (  60  ) 


(4)  Construction  start . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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MU 


PAOC  NO. 


1.  COMPONENT 

NAVY 

n 

1991  NW.IT ARY  CONSTRUCTION  PROGRAM 

2.  DATE 

la.  installation  and  location 

i«.  COARAANO 

5.  AREA  CONSTR. 

i 

COST  INDEX 

NAVAL  AIR  FACILITY, 

COMMANDER  IN  CHIEF. 

EL  CENTRO.  CALIFORNIA 

PACIFIC  FLEET 

1  .  19 

9.  PERSONNEL 
STRENGTH 

a.  AS  OF 
OM/30/99 

b.  END  Fy 

PERMANENT 

STUOENTS 

SUPPORTED 

Officsn 

WLItTtO 

CIVILIAN 

officm 

RAIITtO 

CIVILIAN 

oft icsr 

■NLIfTtD 

CIVILIAN 

IS 

109 

406 

0 

0 

0 

220 

827 

0 

1279 

1994 

27 

-  —  - 

119 

406 

0 

r; 

-  -  -- 

0 

391 

1 130 

0 

2072 

7.  INVENTORY  DATA  ($000) 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  .  . 

C.  AUTHORIZATION  NOT  yet  IN  INVENTORY . 

a.  authorization  requested  in  this  program  .  . 
a.  authorization  incluoed  in  following  program 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


(  G3.13R) 


32, RAO 
0 

9.050 

O 

36 . 250 
29 . 350 
107,490 


a.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

coot 
121.10 
226 . 70 


PROJECT  t.tu 


SCOPE 


AIRCRFT  DIRECT  FUELING  STA 

ordnance  facility 

TOTAL 


LS 

29.650  SF 


COST 

HOOP. 


1.350 

7 , 7Q0 


9.050 


DESIGN  STATUS 

ST*»T  COMPUTE. 
10/88  09/89 

11/88  01/90 


9.  FljTItfE,  PROMTS  = 

A.  INCLUOED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  next  THREE  YEARS: 


222 . 20 

WEAPONS  HANDLING  FAC 

LS 

12.500 

211.05 

MAI NT  HANGAR 

LS 

9.700 

921.10 

LAND  ACQUISITION 

LS 

14.050 

10.  MISSION  OB  MAJOR  FUNCTIONS: 

Maintain  ana  oparata  facilities  ana  proviae  services  ana  material  to 
support  operations  of  aviation  activities  of  the  Pacific  Fleet.  Divert 
flela  for  San  Diego  area  Naval  Air  Stations.  Training  ana  aeploymant 
site  for  fighter,  attack,  early  warning  Navy  ana  Marine  fleet  anO 
reserve  squaarons . 


11.  OUTSTANDING  POLLUTION  AN O  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(SOOO) 

610 

18,860 

0 


00  FORM  1390 
1DEC7S 
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r> 


i 


1.  COMPONENT 


ML 


FY  19_iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  FACILITY 


4.  PROJECT  TITLE 

AIRCRAFT  DIRECT  FUELING 


i  pr.  pgMTPn.  nr.TgnPMTA _ 

_ STATION _  J 

5.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  ($000) 

_ 02flA£3£M _ 

_ 121 .10 _ 

P- 

2(15 _ 

_ 1*35(1 _ 

*.  COST  ESTIMATES 


ITEM 


UNIT 

COST 


COST 

($0001 


AIRCRAFT  DIRECT  FUELING  STATION . 

STATION . 

FUELING  APRON . . 

STORAGE  TANKS.  . 

DAY  TANKS . 

SUPPORTING  FACILITIES . . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES.  ...  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (51)  . 

TOTAL  CONTRACT  '  ST.  .  . 

SUPERVISION,  INS-ACTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


LS 

LS 

SY 

LS 

LS 

LS 

LS 

LS 


2,230 


90.00 


950 
(  400) 

(  200) 
(  300) 

(  50) 

270 
(  70) 

(  140) 

( _ 60) 


1,220 

60 


-  (|NON-ADq) 


l6.  OtsCPIPTION  A^  Epoposed  construction 

Steel-frame  fueling  station  with  four  outlets;  reinforced  concrete  fueling 
apron;  day  tanks,  storage  tanks,  piping,  pumps,  cathodic  protection, 
grounding,  communications,  fire  protection  system,  utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  an  aircraft  direct  fueling  facility.  (Current  mission) . 
REQUIREMENT:  Adequate  hot  refueling  capability  for  aircraft  engaged  in 
field  carrier  landing  practice  and  target  range  exercises.  Expanded  fuel 
storage  capacity  to  sustain  the  authorized  fuel  storage  requirement. 
CURRENT  SITUATION:  Hot  refueling  is  currently  being  performed  at  two 
locations  on  the  base  using  truck  refuelers  with  hoses  extended.  This 
method  of  hot  refueling  has  become  inadequate  because  of  increased  demand 
for  more  outlets,  safety  problems  with  logistics,  and  aircraft  downtime 
waiting  for  fuel  service. 

IMPACT  IF  NOT  PROVIDED:  Activity  must  rely  on  truck  refuelers  which  are 
not  capable  of  handling  the  demand.  Time  delays,  logistics  and  safety 
problems  will  adversely  impact  mission  performance. 
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1.  COMAONCNT 

NAVY 

FY  19_!i_MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  installation  and  location 

NAVAL  AIR  FACILITY ,  EL  CENTRO,  CALIFORNIA 

14.  PAOJCCTTITLI 

B.  PAOJBCT  NUMBKA  j 

AIRCRAFT  DIRECT  FUELING  STATION 

P-205 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  loo 

(c)  Date  Design  35%  Complete . :. .  3-89 

(d)  Date  Design  Complete .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  75  ) 

(b)  All  Other  Design  Costs . (  is  ) 

(c)  Total . . . .  90 

(d)  Contract . (  15  ) 

(e)  In-house . (  75  ) 


(4)  Construction  start . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PAiVIOUS  COITIONS  MAY  Bt  USKD  INTI AN ALLY 
UNTIL  (XHAUSTBO 


1.  COMPONENT  *■  OAT« 

FY  19  91  MILITARY  CONSTRUCTtON  PROJECT  DATA 

NAVY _ __ _ _ _ 

3.  INSTALLATION  ANO  LOCATION 


NAVAL  AIR  FACILITY,  BL  CENTRO,  CALIFORNIA 
7  PBOJiCTTITLS  — — 


[5.  PROJCCT  NUMSiA 


I  ORDNANCE  FACILITY 


12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 

(1)  Status: 

(a)  Date  Design  Started... . n-68 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . 5-89 

(d)  Date  Design  Complete . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  where  Design  Was  Most  Recently  Used:  _ N^A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications., . (  300  ) 

Co)  All  other  Design  Costs . .  160  ) 

(c)  Total . . .  460 

(d)  Contract . (  360  ) 

(e)  In-house . (  100  ) 


(4)  Construction  start . . . . 11-90 _ 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PRKVIOUS  COITIONS  MAY  CC  USIO  INTBANALLV 
UNTIL  CXHAUCTCO 


»AOS  NO. 


1.  COMPONENT  2.  DATE 

FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY _ [___ _ _ _ _ _ 

3.  INSTALLATION  AND  LOCATION  «.  PROJECT  TITLE 

MARINE  CORPS  AIR  STATION, 

EL  TORO.  CALIFORNIA  _ _  AIRCRAFT  PARKING  APRON 

f.  PROGRAM  ELEMENT  «.  CATEGORY  CODE  I  7.  PROJECT  NUMSIR  I*.  PROJECT  COST  ($0001 

0206496M _  113.20 _  P-594 _  4,900 _ 

I.  COST  ESTIMATES 


U/M  QUANTITY 


AIRCRAFT  PARKING  APRON . 

APRON  AH0  TAXIWAY . 

APRON  AND  TAXIWAY  LIGHTING . .  . 

FIXED  POINT  UTILITY  SYSTEM  . 

BUILDING  ALTERATIONS  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5t)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


45,000 

45,000 


(2,160) 
(  70) 

(  920) 

(  230) 

(  90) 

950 
(  450) 

(  230) 

(  270) 

4,420 
220 
4,640 
260 
4,900 
(  0) 


Concrete  aircraft  parking  apron  and  taxiway  with  lighting;  fixed  point 
utilities  including  electrical,  compressed  air,  and  fuel;  modify  hangar 
shop  and  administrative  spaces;  install  four  bridge  cranes  in  hangar  open 
bay;  utilities;  demolition  of  one  building  and  partial  demolition  of  one 
building. 

IE  REQUIREMENT:  483,550  SyT  ADEQUATE:  438,550  sE  SUBSTANDARD:  0  SY. 
PROJECT:  Constructs  aircraft  parking  apron  and  taxiway  for  consolidation 
of  separated  parking  areas,  installs  fixed  point  utilities,  alters  hangar 
building.  (New  mission.) 

REQUIREMENT:  Adequate  aircraft  parking  and  maintenance  facilities  to 
accommodate  a  new  training  squadron  mission  of  twenty  MV-22  aircraft. 
CURRENT  SITUATION:  El  Toro  has  t'  suitable  hangar  available,  but  the 
adjacent  parking  apron  is  occupied  by  aircraft  overflowing  from  the  parking 
apron  associated  with  another  hangar.  By  expanding  the  parking  area,  the 
available  hengar  can  be  used.  Alternative  sites  aboard  El  Toro  for  the 
MV-22  aircraft  involve  construction  of  similar  or  greater  amounts  of 
parking  apron,  plus  the  erection  of  a  new  hangar, 

IMPACT  IF  NOT  PROVIDED:  El  Toro  cannot  accommodate  the  new  training 
squadron  mission. 


(Continued  on  DD  1391c! 
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PREVIOUS  EDITIONS  MAY  SC  USED  INTERNALLY 
UNTIL  EXHAUSTED 


|t.  COMPONENT 


NAVY 


FY  19.LL.MIUTARY  CONSTRUCTION  PROJECT  DATA 


3.  DAT! 


3.  installation  ano  location 

MARINE  CORPS  AIR  STATION,  EL  TORO,  CALIFORNIA 

a.  rsojicT  tith 

•.  TAOJICT  NUMSin 

aircraft  parking  APRON 

P-594 

12.  SUPPLEMENTAL  DATA: 


1.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . . .  5-89 

(d)  Date  Design  Complete . . .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  Ho  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (0)  -  (a)  +  (b)  or  (d)  +  (e)  :  (SOOO) 

(a)  Production  of  Plans  and  Specifications . (  250  > 

(b)  All  Other  Design  Costs . (  90  ) 

(c)  Total . . .  340 

(d)  Contract . . . . . . (  310  ) 

( e)  In-house . 1  30  ) 

(4)  Construction  start . . . . J.2-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PPUVIOU*  COITIONS  MAY  •«  USKO  INTI  A.  JACLY 
UNTIL  CXHAUtTCO 


PAOC  NCi. 


95 


1.  COMPONINT 

NAVY  KY  19-21 MIUTARY  CONST RUf  ON  PROJECT  DATA 

3.  INSTALLATION  ANO  LOCATION  W.  PAOJtCT  TITLt 

MARINE  CORPS  AIR  STATION, 


IS,  PROGRAM  CLIMSNT  «.  CATIOORV  COOI  7.  r  ROJ1CT  NUMIIH 


S.  PROJiCT  COST  (10001 


•.  COST  HTMATII 


SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%) . . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  S  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


QUANTITY 

UNIT 

COST 

COST 

(SOQOI 

24,200 

131.00 

3,170 

“ 

- 

390 

- 

- 

(  70) 

- 

(  240) 

- 

- 

( _ 80) 

- 

- 

3,560 

- 

- 

180 

- 

- 

3,740 

- 

- 

210 

- 

3,950 

“  < 

NON-ADC 

)  (  0) 

One-story  steel  frame  building,  pile  foundation,  concrete  floor,  masonry 
walls,  built-up  roof,  computer  flooring,  sound  attenuation,  air 
conditioning,  fire  protection  system,  utilities. 

IT!  REQUIREMENT:  24,200  SF~  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  a  building  to  house  a  Regional  Automated  Data 
Processing  Center  (RADPC) .  (Current  mission.) 

REQUIREMENT:  Adequate  facilities  with  space  and  equipment  tailored  for 
computer  equipment  operation,  software  development  and  administrative 
functions  associated  with  a  RADPC.  This  unit  performs  all  computerized 
supply  functions,  documents  maintenance  actions,  processes  civilian 
payroll,  and  stores  personnel  records  for  all  the  Marine  aviation  commands 
in  the  southwest  region  of  the  United  States.  The  RADPC  processes  over 
2,000  separate  job  orders  every  month  and  each  one  is  critical  to  the 
normal  operations  of  the  Third  Marine  Aircraft  Wing  (MAH) . 

CURRENT  SITUATION:  The  existing  RADPC  is  located  in  a  converted, 

|  inadequate  warehouse,  insufficient  in  space,  lacking  the  specialized 
utility  support  of  isolated  electric  power,  fire  protection,  and 
enviromental  controls,  and  does  not  have  adequate  security  safeguards.  In 
an  attempt  to  alleviate  overcrowding,  the  administrative  functions 
|  associated  with  this  unit  have  been  moved  to  an  old  converted  machine  shop 
two  and  a  half  miles  from  the  computer  operations. 


(Continued  cn  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  SE  USKO  INTERNALLY 
UNTIL  SXHAUtTIO 


PAGE  NO. 


|1 .  COMPONENT 


|  NAVY  |  - 

|j.  INSTALLATION  AND  LOCATION 


FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 


MARINE  CORPS  AIR  STATION,  EL  TORO,  CALIFORNIA 
4.  pSojsct  TITLE 


1 1.  PROJECT  NUMBER 


DATA  PROCESSING  CENTER _  P-381 

11.  REQUIREMENT!  (Continued) 

IMPACT  If  NOT  PROVIDED:  The  reliability  and  timeliness  of  all  Third  MAN 
computer  processing  services  Mill  be  degraded.  Existing  facility  will 
remain  at  high  risk  from  fire,  electric  power  surges,  and  unauthorised 
Intrusion.  Loss  of  computer  support  would  drastically  limit  supply  and 
maintenance  to  Third  MAW  Squndrons.  The  existing  overcrowding  will  become 
even  worse  as  upgraded  computer  equipment  is  delivered  and  becomes 
operational. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status. 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(e)  Date  Design  354  Complete...... .  5-89 

(d)  Date  Design  Complete . . .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


Total  coat  (c)  ■  (a)  ♦  (b)  or  (d)  +  (e)  • 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs...... . 

(c)  Total . . . 

(d)  Contract . 

(e)  In-house . . 


(Soon) 


(4)  Construction  start. 


, _ 12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PflfVIOUS  COITIONS  MAY  SI  USIO  INTI  ANALLY 
UNTIL  KXHAUSTIO 


II.  COMPONCNT 


FY  19  J1  MILITARY  CONSTRUCTION  PROJECT  DATA 


*.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION, 

EL  TORO,  CALIFORNIA 

4.  PROJECT  TITLE 

MAINTENANCE  HANGAR  ADDITIONS 

S.  PROGRAM  ELEMENT 

S.  CATEGORY  COOS 

7.  PROJECT  NUMBER 

E.  PROJECT  COST  (SOOO) 

0206496M 

211.06 

P-393 

6,600 

•.  COTT  ISTMATf  I 


BUILDING  ADDITIONS  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES. 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT.  . 

SUBTOTAL . .  .  .  .  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 


U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

sn 

SF 

33, BOO 
33,800 

117.00 

4 , 

(3,950) 

LS 

- 

- 

(  660) 

- 

- 

- 

1, 3S0 

LS 

- 

- 

(  400) 

LS 

- 

- 

(  320) 

LS 

- 

i 

1  340) 

LS 

- 

(  290) 

- 

-  ! 

- 

5,960 

- 

- 

- 

300 

- 

• 

- 

6,260 

- 

-  . 

- 

340 

- 

- 

- 

6,600 

-  ( 

NON-ADD 

)  (  0) 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


16.  ocScnipTTon  PROPOSED  CONSTRUCTION - - - 

Two-atory  steel  frame  addition  to  each  of  four  hangars,  masonry  walls,  pile 
foundations,  concrete  floors,  built-up  roofs,  sound  attenuation  and  air 
conditioning  for  administrative  spaces,  fire  protection  systems,  400  Hz 
electrical  power;  asphalt  target  resolution  pad;  utilities. 

IT!  REQUIREMENT;  184,590  SF.  ADEQUATE;  150,790  SF.  SUBSTANDARD;  ~Ii\  ~ 
PROJECT;  Constructs  four  hangar  additions;  provides  a  target  resolution 
calibration  pad.  (New  mission.) 

REQUIREMENT;  Adequate  hangar  space  to  accommodate  and  support  maintenance 
and  administrative  functions  for  three  tactical  F/A-18  squadrons,  each 
comprised  of  three  aircraft  types,  totaling  16  aircraft. 

CURRENT  SITUATION;  Existing  facilities  were  designed  and  configured  to 
support  12-plane  squadrons,  comprised  of  a  smaller  single  engine  t"pe  of 
aircraft.  Increased  mission  requirements  have  expanded  the  aircraft 
loading  and  types  to  16  planes.  The  transition  from  12  to  16  aircraft  was 
started  in  1987  and  will  be  complete  by  1990.  To  facilitiate  this 
expansion,  some  maintenance  shops  and  all  administrative  functions  were 
relocated  into  inadequate  spaces  removed  from  the  primary  squadron  areas. 

No  target  resolution  calibration  pad  or  any  facility  which  can  be  used  for 
this  purpose  exists  at  this  station.  Operating  aircraft  on  the  flight  line 
and  apron  areas  cause  the  noise  levels  within  existing  shop  areas  to  be 
above  established  guidelines  and  sound  attenuation  is  necessary  to  protect 
personnel  from  hearing  damage. 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


t.  COMPONENT 

NAVY 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  oatc 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR  STATION,  EL  TORO,  CALIFORNIA 

14.  PftOJtCT  TITLC 

11.  ^  ,  'iffiRjf 

MAINTENANCE  HANGAR  ADDITIONS 

Hi 

11.  REQUIREMENT!  (Continued) 

IMPACT  IF  WOT  PROVIDED!  Continued  operation*  in  overcrowded  inadequate 
facilities  will  adversely  effect  the  operational  readiness  of  three 
tactical  fighter  squadrons.  No  facility  to  calibrate  equipment  on  the 
reconnaissance  version  of  the  PA-18  aircraft  will  be  available.  Marines 
will  continue  to  be  exposed  to  high  background  noise  levels  which  can 
permanently  damage  hearing. 


12.  SUPPLEMENTAL  DATA! 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete .  5-39 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Moat  Recently  Used:  n/a 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e):  ($000) 

(a)  Production  of  Plans  and  Specifications . . . . (  340  ) 

(b)  All  Other  Design  Costs........ . (  100  ) 

(c>  Total . . .  440 

(d)  Contract . .  400  ) 

( e)  In-house . (  40  ) 


(4)  Construction  start . .  12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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1 . COMPONSNT 

NAVY 

FY  19  Ji  MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  DATS 

iPJjTT TH-f"  !  P  *  i?  ' 

|4.  PROJtCT  TITL1 

_ OPERATIONAL  TRAINER  FACILITY 

S.  PROGRAM  EUEMENT 


0206496M 


«.  CATEGORY  COOt 


A.7U3S 


1.  PROJECT  NUMBER 


y-595 


t.  PROJECT  COET  (M001 


3.100 


I.  COST  irriMATII 


ITCM 

QUANTITY 

UNIT 

COST 

■rr*M 

KS 

OPERATIONAL  TRAINER  FACILITY  . 

SF 

93,900 

- 

6,  no 

BUILDING  . 

SF 

15,300 

(1,880) 

BUILDING  ALTERATIONS  . 

SF 

(5,030) 

SUPPORTING  FACILITIES . 

- 

- 

- 

400 

UTILITIES . 

LS 

- 

- 

(  330) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

* 

(  70) 

SUBTOTAL  . 

- 

- 

• 

7,310 

CONTINGENCY  (5%)  . 

_ 

_ 

370 

TOTAL  CONTRACT  COST . 

- 

- 

- 

7,680 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5. 5t)  .  . 

- 

- 

420 

TOTAL  REQUEST . 

- 

- 

8,100 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NC 

N-ADD) 

(  0) 

_ 

Two-story  steel  frame  and  masonry  building,  concrete  foundation  and  floors, 
built-up  roof,  two  high-bays  for  simulators?  modify  building  for 
installation  of  maintenance  simulators  and  classrooms?  fire  protection 
system,  air  conditioning,  sound  attenuation,  utilities. 


11.  REQUIREMENT:  121,880  SF.  ADEQUATE:  27,980  SF.  SUBSTANDARD:  (78,600)  SF. 
PROJECT:  Constructs  a  facility  to  house  MV-22  aircraft  operational  and 
maintenance  trainers  and  their  associated  shop,  computer,  classroom  and 
administrative  spaces?  modifies  one  building.  (New  mission.) 

REQUIREMENT:  An  adequate  facility  for  providing  training  to  aircrews  and 
mechanics  in  operating  and  maintaining  the  new  aircraft  in  a  safe, 
efficient,  and  effective  manner,  with  minimum  risk  to  men  and  materiel 
during  the  training  process. 

CURRENT  SITUATION:  Eleven  MV-22  aircraft  squadrons  are  scheduled  to  arrive 
on  the  West  Coast  during  the  early  1990' s.  El  ^oro  has  been  assigned  to 
host  the  training  functions  for  these  squadrons,  with  the  training  devices 
scheduled  to  arrive  in  mid  1993.  There  are  no  facilitie  available  to 
house  these  devices,  nor  is  there  adequate  space  available  to  conduct  the 
associated  classroom  portions  of  the  training. 

IMPACT  IF  NOT  PROVIDED:  Squadrons  will  not  be  able  to  transition  to  the 
new  aircraft  on  the  West  Coast. 


(Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 

FY  1»li_MIL(TARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION,  EL  TORO,  CALIFORNIA 

|4.  PROJECT  TITLE 

S.  PROJECT  NUMEER  j 

OPERATIONAL  TRAINER  FACILITY 

P-595 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Pare  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Statur.: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  V«s  ■  No  X 

(b)  TOiere  Design  Was  Moat  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  <b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . . . (  415  ) 

(b;  All  Other  Design  Costs . (  95  ) 

(c)  Total .  510 

(d)  Contract . (  485  ) 

(e)  In-house . (  25  ) 


(4)  Construction  start . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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1  0-2 

OD  FOAM  1390  PAGE  NO. 

1DEC76 


( 


1.  COMPONENT 


FY  1981  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  ano  location 

LONG  BEACH  NAVAL  SHIPYARD, 
LONG  BEACH,  CALIFORNIA 


4.  COMMAND 


5.  AREA  CONSTR. 
COST  INDEX 


NAVAL  SEA  SYSTEMS 
COMMAND 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 

oa/30/sa 

b.  END  FY 

1994 


PERMANENT 


(NLI81«0  CIVILIAN  OFFICER 


SUPPORTED 


OFFICE* 

ENLISTED 

CIVILIAN 

TOTAL 

133 

1876 

187 

8693 

185 

1804 

270 

8059 

a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  89  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

0.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


7.  INVENTORY  DATA  ($000) 


(  351) 


184,400 

3,630 

500 

1.000 

22,500 

77.850 

289.880 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATEGORY 

COOC  PROJECT  TITLE 

SCOPE 

COST 

ISOOOI 

DESIGN  STATUS 
START  COMPLETE 

213.55  ASBESTOS  REMOVAL  SHOP 

LS 

500 

09/88 

06/89 

TOTAL 

500 

. . . . .  ...■i.'.Lt... | 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

812.40  PERIMETER  SEC  LIGHTING 

20,000  LF 

1,000 

TOTAL 

1.000 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

441.30  HAZ  MTRLS  STORAGE  FAC 

LS 

3.200 

842.10  UTILITIES  IMPROVEMENTS 

LS 

19.300 

Maintenance  ana  ovarnaul  of  aurfaca  anipi  up  to  ana  Including  attack 
carrlara  with  haavy  emphasis  on  unscheduled  rapalr  work.  Loglatlc 
support  provided  Includes  conversion,  reactivation,  overhaul,  rapalr, 
alterations,  and  dry  docking.  Support  is  also  provided  for  air, 
anti-air.  and  anti-submarine  warfare  weapon  systems. 


[■T7»1T.«:f1iAA’8i.lJJf4TTT 


OUTSTA 

A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


w 


1.  COMPONENT 
NAVY 


3.  DATE 


FY  Iasi  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION, 

LONS  BEACH,  CALIFORNIA 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/80 

b.  END  FY 
1994 


4.  COMMAND 

COMMANDER  IN  CHIEF. 
PACIFIC  FLEET 


AREA  CONSTR. 
COST  INDEX 


1  .21 


PERMANENT 

STUDENTS 

SUPPORTED 

owicm 

CMLISTtt) 

CIVILIAN 

omen 

inlistkd 

CIVILIAN 

OFFICER 

SNLISTED 

CIVILIAN 

924 

12155 

3258 

0 

0 

0 

1 16 

789 

0 

17240 

795 

12917 

3256 

0 

0 

0 

116 

789 

0 

17873 

7.  INVENTORY  DATA  ISOOOI 


a.  TOTAL  ACREAuE  (  1.351) 

B.  INVENTORY  TOTAL  AS  OF  30  SEP  08  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

B.  REMAINING  DEFICIENCY.  . 

n.  GRAND  TOTAL 


107.770 
26,550 
9.300 
9.180 
29.920 
95 . 440 
278  160 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COM 


740 . 50 
842.10 


PROJECT  TITLE 


•  SCOPE 


COST 

HOOOl 


PHYSICAL  FITNESS  FACS 
WHARF  UTILITIES  UPGRADE 
TOTAL 


LS 

LS 


5.800 

3.500 


DESIGN  STATUS 
START  COMPLETE 

03/87  05/88 

12/83  12/88 


9.300 


PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
151.20  BERTHING  PIER  EXTENSION 
730.15  WATERFRONT  BRIG 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

151.20  BERTHING  PIER  IMPROVEMENT 

724.12  BACHELOR  OFFICER  QUARTERS 

721.40  DISCIPLINARY  BARRACKS 


LS 

LS 


LS 

34.000  SF 
10.530  SF 


3.450 

5.730 


9. 180 


24.000 

4.520 

1.400 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provides  logistic  support  for  tha  operating  forcea  of  the  Navy  and  for 
dapandant  aetlvitla*  and  other  command!  aa  aaalgnad.  Sarvieas  ranga  from 
providing  ahlpt  with  partHa.  fuat  and  watar,  to  providing  racraation 
facilities  for  military  paraonnal  .  Tha  Pay  and  Paraonnal  Admlnlatratlva 
Support  Syatam  Datacnmant  raealvaa.  procaaaaa,  and  transfara  paraonnal , 
both  flaat  ar.d  ahora  baaad. 


11  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(SOOO) 

70 

290 

700 


DO  FORM  1390 
1DEC7C 


PAGE  NO. 


104 


I 


1 .  COMPONKNT 


FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DAT?. 


NAVY 


3.  INSTALLATION  AND  LOCATION 
NAVAL  STATION, 


5.  PROGRAM  ILSMCNT 


«.  PROJECT  TITLE 


PHYSICAL  FITNESS  FACILITIES . 

BUILDING  .....  . 

OUTDOOR  RECREATION  FACILITIES . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5. 5% >  .  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


(2 

,820) 

( 

730) 

1,690 

( 

180) 

( 

350) 

( 

280) 

( 

880) 

5,24 

26 


5,500 

300 


5,800 
(  0) 


Reinforced  concrete  and  masonry  building,  pile  foundation,  concrete  floor, 
built-up  roof,  fire  protection  system,  ventilation,  utilities)  pool, 
outdoor" track  and  fields,  tennis  courts;  hazardous  waste  cleanup. 


11.  REQUIREMENT)  As  Required. 

PROJECT)  Provides  indoor  and  outdoor  physical  fitness  and  recreation 
facilities  including  a  fieldhouse  with  gymnasium,  handball  courts,  indoor 
swimming  pool,  weight  room,  and  related  indoor  support  facilities. 

Outdoor  facilities  Include  football  and  soccer  fields,  a  quarter-mile 
track,  and  eight  tennis  courts.  Lighting  will  be  provided  for  outdoor 
fields  and  courts.  (New  mission.) 

REQUIREMENT)  Adequate  physical  conditioning  and  recreational  facilities 
to  accommodate  over  11,000  military  personnel  and  their  dependents.  This 
activity  provides  hosieporting  support  for  6ne  Battleship  Surface  Action 
Group  and  one  amphibious  squadron.  In  addition,  30  combatants  and  support 
ships  are  homeported. 

CURRENT  SITUATION)  One  small  inadequate  gymnasium,  eight  softball  fields, 
a  16-lane  bowling  alley,  and  two  outdoor  pools  are  the  only  recreation 
facilities  presently  available. 

IMPACT  IF  NOT  PROVIDED)  Adequate  physical  fitness  and  recreational 
facilities  will  not  be  available  to  support  assigned  personnel. 


(Continued  on  DD  1391c) 
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EAEVIdUS  C  DlTlONf  MAY  98  USED  INTI  ANALLY 
UNTIL  EXHAUSTED 


I.COMPONtNT 

NAVY 

FY  19  Ijr  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATK 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  LONS  BEACH,  CALIFORNIA 

|4.  PROJSCT  TlTLt 

9.  PROJICT  NUMBCR 

PHYSICAL  FITNESS  FACILITIES 

P-203 

12.  SUPPLEMENTAL  DATA: 

a.  Zatimatad  dasign  status:  (Project  design  conforms  to  Part  II  of  j 

Military  Handbook  1190 ,  "Pacility  Planning  and  Design  Guide. ") 

a) 

Status: 

(a>  Date  Design  Started..... . . 

.  3-87 

(b)  Percent  Complete  as  of  January  1990... 

.  100 

(c)  Date  Design  35%  Complete . 

1-88 

(d)  Date  Design  Complete . 

.  5-88 

(2) 

Basis: 

(a)  Standard  or  Definitive  Design: 

Yes 

No  X 

(b)  Where  Design  Was  Most  Recently  Used: 

N/A  j 

(3) 

Total  coat  (c)  ■  (a)  ♦  <b)  or  (d)  +  (e) : 

(Sooo) 

(a)  Production  of  Plans  and  Specifications 

.(  290  ) 

(b)  All  Other  Design  Costs . 

.(  270  ) 

(c)  Total . 

.  560 

(d)  Contract . 

.  (  520  ) 

(e)  In-house.. . 

.  <  40  1 

(4) 

Construction  start . 

12-90 

(month  and  year) 

b.  Equipment  associated  with  this  project  'fhich  will  be  provided 
from  other  appropriations:  None. 
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PfttVIOUi  BDITIONS  MAY  BC  USBD  1NTS ANALLY 
UNTIL  SXHAUtTID 


AAQC  NO. 


1 .  COMPONINT 


navy 


FY  19-iL  MILITARY  CONSTRUCTION  PROJECT  OATA 


2.  DAT. 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION, 

f-nwr.  bBSCBa  California 


4.  PROJCCT  TITLf 


WHARF  UTILITIES  UPCRAnB 


S.  PAOOAAM  CLKMINT 


«.  CATCOOAY  COOS 


7.  PNOJiCT  NUMISM 


S.  PPOJtCT  COST  (SOOOI 


02Q4796N 


M2. 


ia 


I  P-201 

S.  COST  ISTMATM 


j.500 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

<SOOO) 

WHARF  UTILITIES  UPGRADE . 

LS 

- 

- 

3,160 

STEAM  LINE  UPGRADE  . 

LS 

- 

- 

(  600) 

POTABLE  HATER  SYSTEM  UPGRADE  . 

LS 

“ 

- 

(2,7.2?) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  440) 

SUBTO'-'L . 

- 

- 

3,160 

CONTINl.  NCY  (5%) . 

- 

- 

“ 

160 

TOTAL  CONTRACT  COST.  ...  . 

- 

- 

3,320 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5*).  . 

180 

TOTAL  REQUEST.  .  . 

3,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

(ON-ADD 

'  (  0) 

16.  BUENiFTiBH  5F  nra#a*«&  zsmTNuEmnr 


Replace  10-inch  steam  conduits,  manholes  and  valves;  16-inch  potable  water 
line,  upgrade  distribution  laterals,  750,000-gallon  watet  storage  tank, 
booster  pump  station. 


11.  REQUIREMENT;  As  Required. 

PROJECT:  Upgrades  utilities  on .the  west  side  of  Pier  E.  (New  mission.) 
REQUIREMENT;  Adequate  utility  systems  with  sufficient  capacity  to  fully 
support  all  ships  berthed  at  Pier  E.  Pier  E  has  recently  been  transferred 
from  a  shipyard  repair  pier  to  a  naval  station  homeporting  pier  for  four 
frigates  in  support  of  a  Battleship  Surface  Action  Group  to  be  homeported 
in  San  Francisco,  California. 

CURRENT  SITUATION:  Existing  utilities  on  the  pier  were  installed  for 
outfitting  of  ships  that  had  completed  overhaul.  The  steam  distribution 
system  has  insufficient  capacity  to  meet  the  requirement.  Hater  supply  is 
dependent  upon  the  water  supply  from  the  City  of  Long  Beach.  Inadequate 
water  storage  capacity  exists  in  the  shipyard  to  provide  adequate  water 
pressure  should  the  loss  of  city  water  occur. 

IMPACT  IF  NOT  PROVIDED;  Failure  of  any  of  the  utilities  services  would 
result  in  disruption  of  activities,  delay  of  repairs,  and  have  a 
detrimental  impact  on  the  readiness  of  ships. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  01  USKO  INTERNALLY 
UNTIL  EXHAUSTED 


FAOE  NO. 


10 


I.  COMFONINT 


fy  isJLmilitary  construction  project  data 


NAVY _ 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  LONG  BEACH,  CALIFORNIA 

4.  PSOJtCT  TITLC 

WHARF  UTILITIES  UPGRADE 


12.  SUPPLEMENTAL  DATAt 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.”) 


(1)  Status: 

(a)  Date  Design  Started .  12-83 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  11-86 

(d)  Date  Design  Complete .  12-88 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 

(3)  Total  cost  (c)  «  (a)  ♦  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  200  ) 

(b)  All  Other  Design  Costs . (  170  ) 

<c)  Total .  370 

<d)  Contract . . . (  330  ) 

(e)  In-house . (  40  ) 


(4)  Construction  start . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


S.  MOJSCT  NJMSCR 

P-201 


DD 


FORM 


1391c 


PRKVIOUS  COITIONS  MAY  SC  USI D  INTCANALLV 
UNTIL  IXHAUSTCO 


PAQ8  NO. 


S/ft  SIM  kF-MI  Mil 


1  08 


f 


1.  COMPONENT 

NAVY 

FY  imi  MILITARY  CONSTRUCTION  PROGRAM 

2.  DATE 

3.  INSTALLATION  AFO  LOCATION 

4.  COMMAND 

S.  AREA  CONSTR. 

COST  INOEX 

NAVAL  AIR  STATION, 

COMMANOER  IN  CHIEF, 

MIRAMAR.  CALIFORNIA 

PACIFIC  FLEET 

1.21 

«.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/M 

b.  END  FY 
1994 


owes* 

■NLISttD 

990 

903 

9971 

C79S 

Office* 

U5S3I 

122 

3B7 

139 

387 

SUPPORTED 


CIVILIAN  I  OFFICER  I  INLIETtO  I  CIVILIAN 


1.  COMPONENT 


2.  OAT! 


FY  19  JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION, 

MIRAMAR,  CALIFORNIA 

4.  PROJECT  TITLE 

TOFGUW  ACADEMIC  FACILITY 

S.  PROGRAM  ELEMENT 

•  .CATEGORY  COOK 

7.  PROJECT  NUMBER 

9.  PROJECT  COST  (S000) 

0204696N 

171.20 

P  34< 

» 

4,600 

S.  COST  CSTIMATI1 

TOPGUN  ACADEMIC  FACILITY  . 

SUPPORTING  FACILITIES . 

UTILITIES.  . . . . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.S») .  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Two-story  reinforced  concrete  frame  and  masonry  building,  concrete  floors, 
pile  foundation,  built-up  roof,  security  system,  fire  protection  system, 
air  conditioning,  utilities. 


11.  REQUIREMENT:  30,200  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  a  weapons  school.  (Current  mission.) 

REQUIREMENT:  Adequate  academic  training  facilities  in  a  secure  environment 
to  accommodate  the  Navy  Fighter  Weapons  School  (NFWS) ,  including  spaces  for 
administrative  support.  NFWS  is  the  primary  Navy  and  Marine  Corps 
auth<  city  for  tactical  development  in  maritime  air  superiority  and  fighter 
employment  in  the  power  projection  role. 

CURRENT  SITUATION:  The  NFWS  is  currently  training  in  space  designed  and 
utilized  as  a  hangar.  Noise  abatement,  security  for  maintenance  of 
sensitive  information,  and  an  environment  conducive  to  academic  training 
and  study  are  not  available.  NFWS  is  a  school  without  proper  training 
facilities. 

IMPACT  IF  NOT  PROVIDED:  NFWS  will  continue  to  curtail  the  number  of 


student  candidates,  and  limit  the  scope  of  education  offered  in  the 
missions  assigned,  and  the  nature  and  scope  of  classified  meterial 
necessary  for  research  and  tactics  development  in  primary  mission  areas. 
This  would  adversely  affect  the  Navy's  mission  in  support  of  maritime  air 
superiority  and  fighter  employment  in  the  power  projection  role.  The 

(Continued  on  DD  1391c) 
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S/N  0109  LF  Q01  Ml  Q 


PREVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO.  ] 


1.  C0MP0N8NT 
NAVY 


FY  19.!LmIUTARY  CONSTRUCTION  PROJECT  DATA 


a.  DAT* 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION,  MIRAMAR,  CALIFORNIA 


4.  r  aoj-'CT  TITLS 
TOPGUN  ACADEMIC  FACILITY 


I.  PHOJCCT  HUMIC R 

P-346 


11.  REQUIREMENT!  (Continued) 

IMPACT  IF  NOT  PROVIDED t  (Continued) 

inpact  could  ultimately  be  evidenced  in  defense  of  the  carrier  battle 
group  whether  in  open-ocean  operations  or  in  projecting  naval  power 
ashore. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started...... . . . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  3S*  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications. .......  (___240_) 

(b)  All  Other  Design  Costs . (  170  ) 

(c)  Total .  410 

(d)  Contract . . . (  340  ) 

(e)  In-house . (  70  ) 


(4)  Construction  start . . . . 10-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


OD  i  osc  >i  1391c 


PMVIOU*  (Oi  l IONS  MAT  SI  USIC  INT* anally 
UNTIL  SXHAUSTIO 


PASS  NO. 


1.  COMPONENT 


FV  1M1  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  ano  location 

NAVAL  POSTGRADUATE  SCHOOL, 
MONTEREY.  CALIFORNIA 


«.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/99 

b.  END  FY 

1114 


4.  COMMAND 


CHIEF  OF  NAVAL 
OPERATIONS 


S.  AREA  CONSTR. 
COST  INDEX 


T  INVENTORY  DATA  #000) 


a.  TOTAL  ACREAGE  < 

D.  INVENTORY  TOTAL  AS  OF  30  SEP  99 . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 
0.  REMAINING  DEFICIENCY . 


h.  GUANO  TOTAL 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


LECT  HALL  AODtSEISMIC  UPGR 
PUBLIC  WORKS  COMPLEX 
BLDG  CONVER  A  SEISMIC  UPGR 
GYMNASIUM 
CHILD  CARE  CENTER 
TOTAL 


171.38 

219.10 

734.11 
740.43 
740.74 


LS 

38.980  SF 
LS 

39.200  SF 
14.000  SF 


87,400 
3.140 
18,080 
14.000 
34 , 030 
16.840 
141.260 


COST 

<S000> 

OS  SIGN  STATUS 
STAAT  C0MPLK1 

2.180 

10/88 

09/89 

4.600 

n/88 

01/90 

3,200 

11/88 

01/90 

3,970 

11/88 

01/90 

2.100 

16.080 

02/87 

01/88 

■WWHWMBK..  .tfi.  -.-r  , ■  ,, . 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

171.20  ENGINEERING  BLOG 

724.12  SEISMIC  UPGRADE 

LS 

67,800  SF 

12,000 

2.000 

TOTAL 

14,000 

a.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

441.10  SUPPLY  COMPLEX 

610-10  SPANAGEL  LEVEL  2 

724.12  BACHELOR  OFFICER  OTRS  AODN 

LS 

LS 

93,000  SF 

1.900 

3.  TOO 

10.200 

10.  MISSION  OR  MAJOR  FUNCTIONS: 

Conduct  ana  diract  tha  advancad  aducatlon  of  Nava)  off  lean 
auch  othar  tachnical  and  profaaalona)  Inatructlon  aa  nay  ba 
matt  tha  naada  of  tha  Nava)  aarvlea;  foatar  and  ancouraoa  a 
raaaarch  in  ordar  to  auataln  acaoamtc  axcallanca. 

and  provida 
prater  1  bad  to 
program  of 

r.m  a/  i :  .7  r  ’HB  j-inTTrAM,1  g  i.v  .»-t  i  j  4  a'je  .tij  Mjr 


A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


OD  FORM  1390 
10CC78 


PAGE  NO. 


112 


1,  COMPONtNT 


NAVY 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  DAT* 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL, 
MONTEREY,  CALIFORNIA _ 


«.a*OJ*CT  titli 

BUILDING  CONVERSION  AND 
SEISMIC  UPGRADE 


S.  PROGRAM  CLIMCNT 

S.  CaTIQORY  cook 

7.  PROJICT  NUMBER 

a.  PROJECT  COST  (1000) 

0805796N 

724.11 

P-129 

3,200 

S.  COST  imMATBI 


ITSM 

BUILDING  (Jotfl/ERSiON  I  SEISMIC  tfWftXDE.  .  .  . 

BUILDING  CONVERSION  t  RENOVATION  . 

SEISMIC  UPGRADE-BUILDING  . 

UTILITIES . 

SUBTOTAL  . 

CONTINGENCY  ($%)  .............. 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 


T3T 

SF 

L3 

LS 


QUANTITY 


UNIT 

COST 


13,950 


sd.oo 


-  (NON-ADD) 


COST 

ISOOOI 

TTW 

(  700) 

(1,620) 
(  570) 

2,390 
HO 
3,030 
170 
3,200 
(  0) 


'16.  BIRR'IFTIflh  6F  FA6FMI6  etSNSTFufTldh - - - - 1 ' - - 1 1 - 1 - 

Convert  offices  and  classroom  space  on  the  second  floor  of  a  five-story 
building  to  bachelor  officer  quarters;  27  suites  Including  combination 
living-bedroom,  bathroom,  pullman  type  kitchen,  lounges,  laundry,  storage, 
vending,  mechanical  equipment;  fire  protection  system,  ventilation, 
utilities;  seismic  upgrade  of  this  five-story  building,  including 
structural  reinforcement  of  both  the  wooden  building  and  the  concrete 
footings.  Grade  mix;  27  Wl-02.  Total;  27. 


11.  REQUIREMENT:  As  Required. 

PROJECT;  Provides  additional  bachelor  officer  quarters  and  seismic  upgrade 
of  a  five-story  building.  (Current  mission.) 

REQUIREMENT;  Adequate  on-campua  housing  to  accommodate  increased  student 
enrollment.  Restoring  the  original  Victorian  character  and  providing 
seismic  upgrade  for  Building  221. 

CURRENT  SITUATION:  Bachelor  officers  are  either  housed  inadequately  in  the 
bachelor  officer  quarters  or  are  living  in  civilian  housing  that  is  either 
inadequate  or  too  costly.  The  lack  of  sufficient  bachelor  officer  quarters 
for  transients  is  resulting  in  exhorbitant  per  diem  costs  because  of 
personnel  using  hotels. 

IMPACT  IF  NOT  PROVIDED;  Housing  per  diem  cost  will  continue  to  rise.  The 
Naval  Postgraduate  School  academic  programs  will  be  limited  in  their 
ability  to  perform  their  mission. 


FORM 


1391 


(Continued  on  DO  1391c) 


PREVIOUS  COITIONS  MAY  SC  US10  INTERNALLY 
UNTIL  CXHAUSTCO 


PAGE  NO. 


I  1 


S/N  0t«  1* 


f 


1.  COMPONINT 

NAVY 

fy  i#2Lmilitary  construction  project  data 

r  OAT* 

3.  INSTALLATION  AND  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL,  MONTEREY,  CALIFORNIA 

|4,  PROJECT  TITLt 

■.  PROJtCT  NUMIIR  I 

BUILDING  CONVERSION  AND  SEISMIC  UPGRADE 

P-129 

11.  REQUIREMENTS  (Continued) 

ADDITIONAL i  The  local  vacancy  factor  Is  under  one  percent,  thus  driving 
civilian  housing  costs  beyond  the  Means  of  most  military  personnel. 


12.  SUPPLEMENTAL  DATAs 

a.  Estimated  design  statuss  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete. .  5-89 

(d)  Date  Design  Complete..... . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 


(3)  Total  coat  (c)  ■  (a)  ♦  (b)  or  (d)  ♦  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  160  ) 

(b)  All  Other  Lesign  Costs . (  150  ) 

(c)  Total . . .  310 

(d)  Contract...., . . . (  270  ) 

(e)  In-house . . . (  40  ) 


(<)  Construction  start..,.. . . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


nn  *°!M  *ntvious*oiTiON«MAv  ■«  u$«o  intssnallv  .  , 

DU :  o*c  :•  W91C  until  ixmaustko  aaoc  no.  i  / 

WNMt 


I 


1.  COMPONENT 


FY  194^  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  DATS 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL, 


6.  PROGRAM  ELCMtNT 


4.  PROJECT  TITLE 


S.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

CHILD  CARE  CENTER  . 

m 

14,000 

93.00 

SUPPORTING  FACILITIES . 

- 

- 

- 

UTILITIES . 

LS 

- 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

SUBTOTAL  . 

- 

- 

- 

CONTINGENCY  (5*)  . 

- 

- 

- 

TOTAL  CONTRACT  COST . 

- 

- 

- 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5*).  . 

- 

- 

TOTAL  REQUEST . 

- 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

9- ADD) 

(  420) 

(  180) 
1,900 

_ 90 

1,990 
110 
2,100 
(  0) 


One-story  steel  frame  building,  concrete  foundation  and  floor,  masonry 
walls,  built-up  roof  over  metal  decking,  fire  protection  system, 
ventilation,  utilities;  outdoor  playground  area. 


11.  REQUIREMENT;  20,200  SP.  ADEQUATE;  6,200  SF.  SUBSTANDARD-  0  SF. 
PROJEtfr:  Construct.]  a  child  care  center  with  classrooms,  crib  r  oms, 
office  space,  storage,  and  playgrounds  to  accommodate  school  and  pre-school 
age  children  and  infants.  (Current  mission.) 

REQUIREMENT;  An  adequate  child  care  center  for  the  school's  military 
students'  dependents,  to  include  pre-school  teaching  facilities  and  the 
necessary  accommodations  for  infant  care. 

CURRENT  SITUATION;  The  existing  facility  is  of  semi-permanent  construction 
and  inadequate  in  size  for  the  military  population.  It  is  not  feasible  to 
modernise  and  expand  the  existing  facility  because  of  its  age  and  sheet 
metal  construction,  its  industrialized  location,  and  it  is  on  the  site  for 
proposed  future  academic  expansion.  There  is  a  need  for  more  space  to 
accommodate  200  additional  children  already  on  a  waiting  list. 

IMPACT  IF  NOT  PROVIDED;  Only  60*  of  the  families  at  the  NAVPGSCOL  will  be 
able  to  utilise  the  existing  child  care  center.  Using  the  facilities  in 
the  local  community  is  expensive  and  inconvenient.  Continued  use  of  the 
existing  facility  will  unnecessarily  pubject  children  to  the  hazards  of  an 
industrialised  area,  and  will  cause  hardship  for  the  families  not 
accommodated. 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  tE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMJONINT 

NAVY 

FY  19_!i.MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  OATC 

3.  INSTALLATION  AND  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL,  MONTEPJSY,  CALIFORNIA 

|4.  PAOJf CT  TITLI 

9.  PROJfCT  NUMBS*  j 

CHILD  CARE  CENTER 

P-137 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status!  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  “Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started.... .  2-87 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete........... .  7-87 

(d)  Date  Design  Complete . . . . . . .  1-88 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  100  ) 

(b)  All  Other  Design  Costs . (  110  ) 

(c)  Total . . .  210 

(d)  Contract . . . . . .  (  180  ) 

(e)  In-house . (  30  ) 


(4)  Construction  start. . . . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD :  dic  ?« 1391c 


FSIVIOUS  SOITIONI  MAY  SI  UtID  INTIBNALLY 
UNTIL  IXHAUSTSO 


PAG!  NO. 


a.  INSTALLATION  AND  LOCATION  «.  PROJECT  title 

NAVAL  POSTGRADUATE  SCHOOL, 

MONTEREY,  CALIFORNIA  _  GYMNASI 


t.  COMPONENT 

NAVY  FY  19ii-  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  PROGRAM  ELEMENT 

0805796N 


«.  COST  irriMATEt 


IT8M 

U/M 

1 

QUANTITY  | 

GYMNASIUM . 

SUPPORTING  FACILITIES . 

m 

28,200 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

UTILITIES . 

LS 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

SUBTOTAL  . 

- 

- 

CONTINGENCY  (SI)  . 

- 

- 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.51).  . 

- 

- 

TOTAL  REQUEST . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

1 

-  (NO 

One-story  steel  frame  building,  masonry  walls,  concrete  foundation  and 
floor,  clay  tile  roof  over  membrane  on  insulated  metal  decking  and  steel 
trusses,  fire  protection  system,  utilities,  mechanical  ventilation. 


11.  REQUIREMENT:  41,860  SF.  ADEQUATE:  13,660  SF.  SUBSTANDARD:  0  SF. 

PROTECT;  Constructs  a  gymnasium  with  space  for  basketball,  handball,  and 
squash  courts,  weight  and  exercise  rooms,  sauna,  multi-purpose  room, 
showers,  dressing  and  locker  rooms,  and  issue  room.  (Current  mission.) 
REQUIREMENT:  An  adequate  gymnasium  facility  for  military  students  and 
staff  personnel,  dependents,  civilian  employees,  and  retired  personnel. 
CURRENT  SITUATION:  The  existing  facility  is  a  converted  sheet  metal 
building,  inadequate  in  size  for  the  school's  present  and  future  population 
needs.  The  facility  is  isolated  in  an  industrialized  area  used  for  public 
works  shop  facilities.  This  location  has  created  incompatible  land  use 
patterns.  Many  authorized  personnel  are  discouraged  from  using  the 
facility. 

IMPACT  IF  NOT  PROVIDED:  Continued  inability  to  provide  an  adequate 
exercise  program  for  students,  dependents,  and  support  personnel.  The 
retention  of  academic  excellence,  essential  to  the  school’s  mission, 
requires  a  viable  physical  fitness  program. 


(Continu)d  on  DD  1391c) 


PREVIOUS  EDITIONS  MAT  SE  USSO  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1.  COMPONENT 

NAVY 

FY  19.!LmIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL,  MONTEREY,  CALIFORNIA 

4.  PROJECT  TITLC 

GYMNASIUM 

9.  PROJECT  NUMBER 

P-151 

1  12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Statusi 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Moat  Recently  Used:  _ n/a _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +■  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  180  ) 

(b)  All  Other  Design  Costa . (  120  ) 

(c  Total.... .  300 

(d)  Contract . . . . . . . .  (__ _ 0_) 

(e)  In-house . (  300  ) 


(4)  Construction  start . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  n«c  ?!  1391c 


PREVIOUS  COITIONS  MAY  US80  INTI  ANALLY 
UNTIL  CXHAUSTCO 


FAQ!  NO. 


1 


1.  COMPONENT 


FY  19^1.  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL, 


4.  PROJECT  TITLE 

LECTURE  HALL  ADDITION 


S.  PROGRAM  ELEMENT 


f.VI  4  TO**  (41)  V*i •]  > 
mjrr 


S.  corr  ISTMATKS 


U/M  QUANTITY 


LECTORS  HALL  ADDITION  AND  SEISMIC  UPGRADE.  . 

BUILDING  ADDITION . 

SEISMIC  UPGRADE . .  . 

PAVING  AND  SITE  IMPROVEMENT . . 

SUBTOTAL  . 

CONTINGENCY  (5t) . . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


6,000  145.00 


(NON-ADD 


1,970 
(  870) 

(  960) 

(  140) 


2,180 

(  0) 


I H .  T* -T  *  M .  TT  i  J  TV!  71 


One-story  reinforced  concrete  and  masonry  building  addition,  concrete 
foundation  and  floor,  built-up  roof,  seismic  upgrade,  fire  protection 
system,  ventilation  system,  utilities. 


11.  REQUIREMENT:  As  Requited. 

PROJECT:  Provides  additional  600  seating  capacity  in  the  lecture  hall,  and 
increases  the  buildings  resistance  to  seismic  forces.  (Current  mission.) 
REQUIREMENT:  Adequate  facility  to  accommodate  seating  the  student 
population  in  the  lecture  hall.  Increase  the  strength  of  the  building  to 
resist  seismic  forces. 

CURRENT  SITUATION:  A  seismic  investigation  by  a  structural  engineering 
firm  determined  KING  HALL  was  seisraically  unsafe.  Additionally,  the 
increased  student  body  has  exceeded  the  originally  designed  capacity  of 
1,170  students.  These  conditions  allow  less  than  .two  thirds  of  the 
students  to  attend  a  lecture  at  one  time. 

IMPACT  IF  NOT  PROVIDED:  The  building  will  remain  deficient  in  its  ability 
to  resist  seismic  forces.  If  sn  earthquake  above  medium  magnitude  should 
occur  near  this  installation  the  damage  to  the  structure  and  injuries  to 
the  occupants  would  potentially  be  extensive.  Attendance  will  continue  to 
be  limited  in  the  lecture  hall  with  at  least  one-third  of  the  students 
unable  to  participate  during  important  functions.  Conducting  the  necessary 
academic  chain  of  informational  programs  will  continus  to  meet  with  serious 
instructional  problems  because  of  limited  seating. 

(Continued  on  DD  1391c) 
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PREVIOUS  IOITIONS  MAY  SI  USED  INTERNALLY 
UNTIL  EXHAUSTED 


x  1  !  9 


1.  COMMON  *NT 

NAVY 

FY  19li_MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL,  MONTEREY,  CALIFORNIA 

4.  PROJECT  TITLI 

LECTURE  HALL  ADDITION  AND  SEISMIC  UPGRADE 

1 

11.  REQUIREMENTS  (Continued) 

ADDITIONAL s  Campus  space  studies  on  prsssnt  and  future  facilities 


requirements  conclude  a  lecture  hall  auditorium  space  deficiency  exists. 

A  seismic  vulnerability  study  of  the  building  has  been  prepared  with 
remedial  schemes  to  satisfy  the  deficiencies.  Construction  costs  will  be 
higher  than  the  standard  building  design  because  of  the  seismic  criteria 
requirement  of  sons  4,  and  adapting  an  existing  building  to  new 
requirements. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete .  3-89 

(d)  Date  Design  Complete.... .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  *  (b)  or  (d)  +  (e)  :  (SOOO) 

(a)  Production  of  Plana  and  Specifications . (  110  ) 

(b)  All  Other  Design  Costs . (  100  ) 

(c)  Total .  210 

(d)  Contract . . . (  180  ) 

(e)  In-house . (  30  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


nn  ,  SMVIOUSSOITIOWSMAV  MUSICWNTSSNAI.lv  1  >(', 

Ml#  1  DEC  I V  UNTIL  EXHAUSTED  PAOt  NO.  f  L  Vj 


( 


t.  COMPONfNT 


2.  DATE 


MtfW  FY  19.2L  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  AND  LOCATION  4.  PROJECT  TITLE 

NAVAL  POSTGRADUATE  SCHOOL, 

MONTEREY,  CALIFORNIA  PUBLIC  WORKS  COMPLEX 


•.  PROJ1CT  COST  ($000) 


PUBLIC  WORKS  COMPLEX  . 

SHOPS . . 

ADMINISTRATIVE  AREA . 

AUTOMOTIVE  VEHICLE  SHOP . . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


COST 

(SOOO) 

IK 

.830 

(2 

020) 

( 

350) 

( 

460) 

1 

,320 

< 

100) 

( 

600) 

( 

550) 

( 

70) 

4,360 

240 


4,600 
(  0) 


Six  one-story  reinforced  concrete  and  masonry  buildings,  concrete  floors, 
concrete  spread  foundations,  engineered  fill,  concrete  roof  over  metal 
decking,  fire  protection  systems,  air  conditioning,  utilities,  security 
fencing;  demolition  of  two  buildings. 


11.  REQUIREMENT;  45,550  SF.  ADEQUATE;  9,600  SF.  SUBSTANDARD;  0  SF. 
PROJECT;  Provides  a  centrally  located  public  works  complex.  (Current 
mission.) 

REQUIREMENT;  Adequate  and  properly-configured  facilities  to  accommodate 
collocating  all  public  works  functions  in  a  central  complex.  An 
integration  of  the  electrical,  plumbing,  carpentry,  painting,  and  gardening 
shops,  with  the  administration  office,  maintenance  storage,  and  operational 
spaces  in  the  same  complex  would  provide  a  more  effective  and  efficient 
public  works  operation. 

CURRENT  SITUATION;  Many  Public  Works  shops  are  located  on  the  sites  of 
planned  academic  expansion.  Existing  shops  are  of  temporary  construction 
and  in  need  of  replacement. 

IMPACT  IF  NOT  PROVIDED;  The  Public  Works  facilities  will  not  be  available 
to  support  maintenance  of  the  schools  academic  buildings  and  other 
functions. 


(Continued  on  DD  1391c) 
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PMVIOUS  COITIONS  MAY  SI  USIO  INTI  ANALLY 
UNTIL  CXHAUSTKD 


1.  COMMONS  NT 

NAVY 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  POSTGRADUATE  SCHOOL,  MONTEREY,  CALIFORNIA 

|4.  PROJECT  TITL1 

8.  PROJECT  NUMIER  1 

|  PUBLIC  WORKS  COMPLEX 

P-146 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started..... . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete... .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  *  (e)  :  (*000) 

(a)  Production  of  Plans  and  Specifications . (  230  ) 

(b)  All  Other  Design  Costs . (  200  ) 

(c)  Total . . .  430 

(d)  Contract . (  390  ) 

(e)  In-house . (  40  ) 

(4)  Construction  start . . 11-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  SS  UllD  INTS ANALLY 
UNTIL  8XHAUST80 


PAOt  NO.  ]  2  w 


1.  COMPONENT 
NAVY 


FY  ,981  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION. 

NORTH  ISLAND,  CALIFORNIA 


4.  COMMAND 

COMMANDER  IN  CHIEF. 
PACIFIC  FLEET 


5.  AREA  CONSTR. 
COST  INDEX 

1.21 


6.  PERSONNEL 
STRENQTH 

a.  AS  OF 
09/30/R8 

b.  ENO  FV 

1994 


PERMANENT 

STUDENTS 

SUPPORTED 

OPfICER 

ENLISTED 

CIVILIAN 

Of* ICS* 

ENLISTED 

CIVILIAN 

Off  1  CEP 

ENLISTED 

CIVILIAN 

1927 

13943 

3414 

334 

401 

0 

49 

670 

0 

1939 

13331 

3414 

Ifcl 

403 

0 

31 

693 

0 

total 


20334 

20014 


7.  INVENTORY  DATA  (*(>001 


a.  TOTAL  ACREAGE  (  49,096) 


b.  INVENTORY  TOTAL  AS  OF  30  SEP  99  .  336.540 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  29.700 

d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM .  1.300 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  0 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  3.630 

Q.  REMAINING  DEFICIENCY .  .  206.950 

h.  GRAND  TOTAL .  590.240 


9.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY 

COST 

DESIGN  STATUS 

CODE 

PROJECT  TITLE 

. .  SCOPE 

($0001 

start  COMPLETE 

421.22 

HIGH  EXPLOSIVE  MAGAZINES 

TOTAL 

9.000  SF  _ 

1 . 500 
1.500 

10/88  09/89 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

'  B.  MAJOR  PLANNED  NEXT  THREE  YEARS; 

134.70  RATCF  LS  3.150 

421.72  SEALANCE  MAGAZINE  LS  2.500 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Maintain  and  oparata  facilities  and  provide  services  and  material  to 
support  operations  of  aviation  activities  and  units  of  tne  Pacific  Fleet. 


n.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  ( SOOO ) 

A;  POLLUTION  ABATEMENT  1,620 

B:  INSTALLATION  RESTORATION  8,170 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  O 
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DO  FORM  1390 
1DEC76 


PAGE  NO. 


1.  COMRONINT 

FY  19  91_  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


*.  INSTALLATION  AND  LOCATION  4.  PROJiCT  TITLS 

NAVAL  AIR  STATION, 

NORTH  ISLAND.  CALIFORNIA  _ HIGH  EXPLOSIVE  MAGAZINES 


S.  PROGRAM  IL1M6NT  «.  CATIOORY  CODE  I  7.  PROJECT  NUMBER  It.  PROJECT  COST  (EOOOI 


0204696N 


421.22 


t.  COST  ISTMATIS 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

HIGH  EXPLOSIVE  MAGAZINES  . 

SF 

8,000 

154.00 

SUPPORTING  FACILITIES . 

- 

- 

- 

UTILITIES . 

LS 

- 

- 

PAVING  AND  SITE  IMPROVEMENT . .  . 

LS 

- 

- 

SUBTOTAL  ....  . 

- 

- 

- 

CONTINGENCY  (5t)  . 

- 

- 

TOTAL  CONTRACT  COST . . 

- 

- 

- 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5t).  . 

- 

- 

- 

TOTAL  REQUEST.  .  . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

1-ADD) 

1,500 

0) 


Four  cast-in-place  reinforced  concrete-arch  storage  magazines,  concrete 
floors  and  working  aprons,  utilities. 


11.  REQUIREMENT:  8,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  weapons  storage  magazines,  (Current  mission.) 
REQUIREMENT:  Adequate  and  properly-configured  weapons  storage  magazines, 
concrete  working  apron,  and  supporting  facilities  to  accomplish  this 
station's  mission  to  support  fleet  units. 

CURRENT  SITUATION:  Weapons  storage  space  does  not  exist. 

IMPACT  IF  NOT  PROVIDED:  Impaired  ability  of  the  weapons  department  to 
perform  its  mission. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.”) 

(1)  Status: 

(a)  Date  Design  Started... .  10-88 

(b)  Percent  Complete  as  of  January  1990.... . 100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete .  9-89 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  8E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


DD  ’  dic  n  1391c 


AMVIOUI  IDITIONt  MAY  ■(  1*10  INTI  ANALLY 
UNTIL  IXNAUITID 


AAOI  NO. 


'1 


1.  COMPONENT 
NAVY 


12.  DATE 


FY  toot  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION 

PACIFIC  MISSILE  TEST  CENTER. 
POINT  MUOU,  CALIFORNIA 


C.  PERSONNEL 
strength 

k.  AS  OF 
08/30/88 
b.  END  FY 
1M4 


COMMAND 

NAVAL  AIR  SYSTEMS 
COMMAND 


3.  AREA  CONSTR. 
COST  INDEX 

1.23 


PERMANENT 

STUOENTS 

SUPPORTED 

Offictu 

INUSTtO 

CIVILIAN 

OfflCCR 

■MLlfTtD 

CIVILIAN 

OF?  ICS* 

SNLISTSD 

CIVILIAN 

348 

2228 

4338 

0 

0 

0 

128 

341 

0 

338 

2188 

4340 

0 

0 

0 

103 

2§1 

————-.I 

0 

TOTAL 


7388 

7232 


7.  INVENTORY  DATA  ItOOOl 


t 


k.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  It  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

0.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
k.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


27,033) 


201. CIO 
33. SCO 
2.0C0 
300 
11.  COO 
27.410 
277.440 


3.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COPE 

372.10 


-M«T..T|.TH 


SCOPE 


COST 

ISOOOI 


SECURTY  IMPROVEMENTS 
TOTAL 


LS 


2..  060 


DESIGN  STATUS 
START  COMPLETE 

11/38  01/80 


2.OC0 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
421.72  MISSILE  MAGAZINE 
total 

b .  MAJOR  PLANNED  NEXT  THREE  YEARS: 
319.40  RANGE  OPERATIONS  CENTER 


3.050  SF 


LS 


-S22 


300 

11.600 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Perform  ORVRlopmknt,  tkRt  pna  pvaluktion,  follow-on  kngtnapring.  logistics 
anO  training  for  Naval  waapons  systems.  Provide  major  range  technical  ana 
base  support  for  fleet  users  and  other  000  and  government  agencies 
Provide  range,  target  ana  other  support  services  for  fleet  training  and 
fleet  operational  test  and  evaluation  programs  and  projects. 


VX-4  with  13  aircraft 
NAS  Point  Mugu  with  32  aircraft 
VXE-6  with  13  aircraft 
VFA-30  with  8  aircraft 


Naval  Air  Reserve  Unit  with  8  aircraft 
VAO-34  with  10  aircraft 
Range  tracking  facilities  -  San 
Nicholas  Island 


QyiSTWtwa-PgmjTW  anq  safety  pefi»eni;»S: 

A:  POLLUTION  ABATEMENT  J  110 
B:  INSTALLATION  RESTORATION  4.470 
C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  0 


00  FORM  1390 
10EC76 


PAGE  NO. 
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f 


1.CO**ON«NT 

.  FY  19.21  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAV* 


3.  installation  ano  location 
PACIFIC  MISSILE  TEST  CENTER, 
NT 


*.  PNOOMAM  ilimint 


4.  PROJECT  TITL* 


SECURITY  IMPROVEMENTS . 

ALARM  CONTROL  CENTER  .  .  .  .  .  . 

FENCING . 

LIGHTING  . 

ACCESS  PAVILIONS  ANO  GUARD  HOUSE  . 

UTILITIES.  . . . 

SUBTOTAL . . . 

CONTINGENCY  (5*) . . . 

TOTAL  CONTRACT  COST.  . 

SUPERVISION,  INSPECTION  fc  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST.  .  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


<  70) 

(  470) 

(  370) 

(  100) 
(  850) 


1,860 

90 


1,950 

110 


2,060 

(6,000) 


Iit.w.-i  )  W 


Security  lighting,  controlled  access  pavilions,  chain  link  fencing, 
building  modifications  for  alarm  control  center,  50  KW  emergency  generator, 
aite  preparation  for  IDS  system,  utilities. 


11.  REQUIREMENT!  As  Required. 

PROJECT:  Provides  upgraded  security  at  this  aircraft  and  missile  test  and 
development  activity  with  an  "enclave*  concept  of  protection  around 
critical  assets  by  restricting  and  controlling  access.  The  concept  is 
comprised  of  a  sensor ed  fence  and  buried  line  sensors  to  detect  an 
attempted  or  actual  intrusion.  Lighted  clear-iones  will  be  watched  using 
closed  circuit  television.  Features  to  limit  vehicle  penetration  will  also 
be  provided.  (Current  mission.) 

REQUIREMENT!  Adequate  physical  security  for  critical  teat  and  development 
aircraft,  missiles,  equipment,  facilities  end  personnel.  Surveillance  of 
theae  assets  will  provide  protection  and  reduce  pilferage  at  the  activity 
and  help  promote  the  loaa  prevention  program.  Terrorism  around  the  world 
is  on  the  increase.  Targets  include  US  military  installations,  equipment 
and  personnel.  Experiences,  such  as  destruction  of  Navy  aircraft  in  San 
Juan  several  years  ago,  highlight  the  need  to  improve  security  around 
military  installations  and  airfields.  Monitoring  devices,  alarms,  lighting 
and  a  surveillance  control  center  will  greatly  improve  effectiveness  of 
fencing  and  will  protect  valuable  assets.  Less  visible  but  just  as 

(Continuad  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  BK  USKO  INTKRNAU.V 
UNTIL  CXHAUtTKD 


PAOK  NO. 


1.  COMSONINT 

NAVY 

FY  19_!LmILITA«Y  CONSTRUCTION  PROJECT  DATA 

a.  oat* 

3.  INSTALLATION  ANO  LOCATION 

PACIFIC  MISSILE  TEST  CENTER,  POINT  MUOU,  CALIFORNIA 

1 4,  PAOJtCT  TlTLt 

S.  PftOJtCT  NUMAtR  | 

SECURITY  IMPROVEMENTS 

P-083 

11.  REQUIREMENT!  (Continued) 

damaging  la  the  threat  of  aspionag*  of  technologies  and  weapons 
development.  Aftar  cacant  loaa  of  aubatarlna  technologies  through  apiaa 
and  tachnoXogy  transfers,  tha  Navy  haa  atappad-up  ita  affort  to  protact 
important  military  devalopmants.  PMTC  Point  Nugu  ia  tha  Navy 'a  primary 
air-to-air  miaaila  taat  and  davalopmant  eantar.  It  alao  providaa 
lifa-cycla  software  and  updata  aupport  to  Navy  and  Air  Porca  miaallaa  in 
tha  invantory.  PMTC  projacta  lnvolva  miaaila  testing,  fira  control, 
alactronic  warfare  and  countarraaaauraa,  electromagnetic  raconnaiaaance  and 
search,  apecial  sensor  studies,  ocean  surveillance,  command  and  control 
and  Naval  Air  Station  operations  with  138  aircraft  attached.  It  is  a  vary 
large  Installation  encompassing  27,000  acres  including  ocean  front  and 
wetlands.  It  ia  an  installation  ideally  suited  to  tha  "enclave*  security 
concept  because  facilities  are  clustered  in  dry  areas  throughout  the 
base.  New  missiles  or  existing  missiles  scheduled  for  extensive 
modifications  are  throughly  tested  prior  to  full  scale  production.  Loss 
of  hardware  and  computer  software  or  the  "eavesdrop*  monitoring  of  tests 
through  espionage  would  compromise  the  combat  effectiveness  of  the 
aircraft,  missiles  and  the  subsystems.  It  would  also  make  develoment  of 
countermeasures  by  potential  enemies  much  easier.  Improved  physical 
security  measures  is  a  proven  method  of  greatly  reducing  the  terrorist 
threat  and  the  loss  of  technology  and  military  secrets  through  espionage. 
CURRENT  SITUATION;  Like  most  military  installations.  Point  Nugu's  primary 
means  of  security  protection  is  a  perimeter  fence  and  security  patrols. 

In  general,  once  inside  the  installation,  a  person  haa  unchallenged  access 
to  most  assets.  Assets  are  left  unattended  in  dark  or  in  poorly-lit 
areas.  With  these  conditions,  intruders  could  do  considerable  damage  to 
Navy  assets  with  a  low  risk  of  being  apprehended.  Persons  could  enter 
unoccuppied  buildings  and  steal  hardware  or  information.  "Eavesdroppers" 
could  set  up  monitoring  stations  on-base  and  receive  test  data  through 
visual  and  electronic  naans.  The  proposed  physical  security  improvements 
will  provide  an  integrated  security  system  completely  encompassing 
critical  assets,  with  the  capability  to  deter  or  detect  unauthorised 
intruders  seeking  entry  into  sensitive  areas. 

IMPACT  IF  NOT  PROVIDED i  Access  to  the  base  is  de  facto  access  to 
sensitive  and  classified  mission  assets  and  information.  Weapons  systems, 
classified  test  and  evaluation  data  and  aviation  assets  will  continue  to 
be  vulnerable  to  compromise  or  destruction.  Loss  of  this  data  would 
enable  hostile  forces  to  nullify  weapons  designs  prior  to  their  initial 
operational  capability  and  devise  similar  advanced  weapons  at  a  greatly 
reduced  coat. 


(Continued  on  DO  1391c) 
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f  niVIOUS  I0IT1ONS  MAY  «|  UtID  INTI  ANALLY 
UNTIL  IXHAUtTIO 


PAQ«  NO. 


1.  COMPONENT 

NAVY 

FY  19_!LmILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

PACIFIC  MISSILE  TEST  CENTER,  POINT  KUGU,  CALIFORNIA 

|4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  1 

SECURITY  IMPROVEMENTS 

P-063 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990. .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  100  ) 


(b)  All  Other  Design  Costs . (  90  ) 

(C)  Total .  190 

(d)  Contract . .......  (__70_) 

(e)  In-house . (  120  ) 


(4)  Construction  start . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 

Fiscal  Year 

Equipment  Procuring  Appropriated  Cost 

Nomenclature  Appropriation  or  Requested  ($000) 

Intrusion  detection  RDT4E  1990  6,000 

system,  monitoring 
equipment,  gates, 
turnstiles,  electrical 
cables,  alarm  control 
center 


DD  i  o«c 1391c 
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PREVIOUS  IOITION-2  MAY  BE  USED  INTERNALLY 
UNTIL  CXHAUBTBO 


PAGE  NO. 


1.  COMPONENT 

2.  DATE 

FY  1891  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

INSTALLATION  A  NO  LOCATION 

NAVAL  SHIP  WEAPON  SYSTEMS  ENGINEERING 
STATION,  PORT  HUENEME ,  CALIFORNIA 


4.  COMMAND 


5.  AREA  CONSTR. 
COST  INDEX 


NAVAL  SEA  SYSTEMS 
COMMAND 


PERSONNEL 

STRENGTH 

.  AS  OF 
09/30/88 
.  END  FY 

1994 


PERMANENT 


SUPPORTED 


OfFICI*  CNLISTfO  CIVILIAN  OFFICE*  ENLISTED  CIVILIAN  OFFICE*  ENLISTED  CIVILIAN 


I.  TOTAL  ACREAGE  TENAI 

5.  INVENTORY  TOTAL  AS  OF  30  SEP.  SB  . 

AUTHORIZATION  NOT  YET  IN  INVENTORY . 

j.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
I.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
F.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

3.  REMAINING  DEFICIENCY . 

v  GRAND  TOTAL . 


7.  INVENTORY  DATA  ($000) 


TENANT  OF  NC8C 


20. 130 
0 

10. 100 
0 
0 

14.690 

44.920 


S.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

category 

CODE  PROJECT  TITLE 

SCOPE 

COST 

ISOOOI 

DESIGN 

START 

STATUS 

COMPLETE 

319.30  WPNS  SYS  INTEGRATION  LAB 

107,370  SF 

10. 100 

11/88 

01/90 

TOTAL 

10. 100 

mmrrarj.T.iroiE 


A .  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


pfcHPi«.iag!aiH:Miiia«gPr 


Provides  in-strvic*  •nglnaarlng,  taat ,  •valuation,  and  program  managamsnt 
for  tha  following  waapon  systems  and  components:  HARPOON.  STANDARD 
miaalla,  tomahawk.  Basic  Point  Defense,  AEGIS.  NATO  SEASPARROW.  Targat 
Acquisition  System,  AN/SPS-65  Radar.  MK  92  Fir#  Control,  and  MK  86  Gun 
Fir#  Control  System. 


OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCY 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


1.  COMPONCNT  I  2.  OATG 

FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY  I _ 


a.  INSTALLATION  ANO  LOCATION  4.  PAOJfCT  TITLS 

NAVAL  SHIP  WEAPON  SYSTEMS  ENGINEERING  WEAPON  SYSTEMS  INTEGRATION 


I  i-*w. 


8.  P  ROORAM  KL8M8NT 


Kvi'MvLlCl 


•.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

WEAPON  SYSTEMS  INTEGRATION  LABORATORY.  .  .  . 

SF 

107,370 

- 

BUILDING  . 

SF 

107,370 

64.00 

BUILT-IN  EQUIPMENT  .  . 

LS 

- 

“ 

SUPPORTING  FACILITIES . 

“ 

- 

- 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

ELECTRICAL  UTILITIES  . 

LS 

MECHANICAL  UTILITIES  . 

LS 

“ 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

DEMOLITION  . 

LS 

- 

- 

SUBTOTAL  . 

- 

- 

CONTINGENCY  (5%)  . 

_ 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.51).  . 

- 

“ 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NC 

N-ADD) 

10,100 

(  0) 


Two-story  steel  frame  and  masonry  building,  concrete  foundation  and  floors, 
built-up  roof,  engineered  fill,  elevators,  computer  flooring,  ventilation, 
air  conditioning,  fire  protection  system,  utilities;  demolition  of  six 
buildings.  _  .  _ 


11.  REQUIREMENT;  282,370  SF.  ADEQUATE:  175,000  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Constructs  laboratory  space  and  ancillary  facilities  for  weapon 
systems  in-service  engineering,  autoautic  data  processing,  logistics, 
personnel  and  equipment.  (Current  mission.) 

REQUIREMENT:  Adequate  specially-configured  facility  for  performance  of 
reliability,  maintainability  and  accountability,  computer  program  support, 
maintenance  engineering,  and  integrated  logistics  support  for  such  weapon 
systems  as  MX-86  gun  fire  control  system,  TERRIER,  BASIC  POINT  DEFENSE,  and 
NATO  SEASPARRCW.  Space  is  necessary  foi:  total  in-service  engineering  for 
the  MK-86  and  TERRIER  weapon  systems,  including  redesign  and  laboratory 
functions.  The  need  for  in-service  engineering  and  other  logistics  support 
for  these  operational  weapons  systems  is  increasing  in  direct  proportion  to 
the  growing  number  of  ships  employing  them.  While  comprehensive  R4D 
facilities  are  not  necessary,  adequate  laboratory  space  is  required  to 
correct  and  resolve  performance  and  reliability  deficiencies.  As  changes 
are  proposed,  testing  and  check-out  of  the  weapon  system  and  combat  system 
interfaces  must  be  preformed.  These  functions  require  spaces  for  engineers 
and  technicians  to  perform  test  and  check-out  functions,  fault  analysis 
functions,  bread-board  development  efforts  and  instrumentation  design. 

(Continued  on  DD  1391c) 
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S/N  010M.F491-3910 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTEO 


t 


1.  COM*ON«NT 

NAVY 

FY  19_!LMIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  OATS 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  SHIP  WEAPON  SYSTEMS  ENGINEERING  STATION,  PORT  HUENEME,  CALIFORNIA 

4.  PROJtCT  TITUI 

WEAPON  SYSTEMS  INTEGRATION  LABORATORY 

S.  PR04KCT  NUMIIN 

P-012 

11.  REQUIREMENT:  (Continued) 

CURRENT  3ITOATI0N:  Moat  facilities  at  the  activity  are  inadequate,  having 
reached  a  atate  of  deterioration  beyond  economical  repair.  Many  of  the 
on-station  facilitiea  are  trailer-like  temporary  atructure8  and  many  are 
aemi-permanent  structures.  Nineteen  percent  of  the  workforce  occupies 
leased  space  off  base  because  of  the  space  shortage.  Retention  of  the 
mostly  young  staff  of  highly  trained  engineers  and  technicians  is 
impossible  because  they  must  work  in  inadequate  semi-permanent  buildings, 
trailers  and  leased  commercial  facilities  miles  away.  Day-to-day 
maintenance  is  consuming  an  increasingly  larger  part  of  the  operating 
budget.  Security  is  a  critical  problem  in  that  most  sensitive  weapon 
systems'  materials  must  be  transported  off-base  through  the  surrounding 
community.  A  Navy  Environmental  and  Preventive  Medicine  Unit  report  on 
these  facilities  was  highly  critical  of  sanitation,  ventilation,  and  the 
crowded  conditions. 

IMPACT  IF  NOT  PROVIDED:  Inadequate  assets  will  be  physically  incapable  of 
supporting  an  increasing  workload.  The  continued  dispersion  of  facilities 
will  dissipate  in-service  engineering  and  logistics  support  productivity. 
Retention  of  trained  and  qualified  staff  will  be  a  continuing  problem. 

12.  SUPPLEMENTAL  DATAi 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  500  ) 

(b)  All  Other  Design  Costs . (  460  ) 

(c)  Total . . . .  960 

(d)  Contract . . ....♦(  900  ) 

(e)  In-house . . . (  60  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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AftCVIOUS  IOITIONS  MAV  8(  USID  INTiANALLY 
UNTIL  SKHAUSTIO 


PAOS  NO. 


•/n nk 


1  3 


1.  COMPONENT 
NAVY 


PY  MILITARY  CONSTRUCTION  PROGRAM 


I  2.  DATE 


3.  INSTALLATION  AND  LOCATION 

NAVAL  CONSTRUCTION  BATTALION  CENTER, 
PORT  HUENEME.  CALIFORNIA 


4.  COMMANO 


NAVAL  FACILITIES 
ENGINEERING  COMMANO 


iS.  AREA  CONSTR. 
COST  INDEX 

j 

1  .  18 


6,  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

1 _ 

SUPPORTED 

A.  AS  OF 

OFFICER 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

09/30/88 
b.  END  FY 

210 

3207 

2262 

BO 

511 

MB 

27S 

■1 

6522 

1094 

222 

3143 

2262 

111 

728 

IB 

305. 

1 

6776 

7.  INVENTORY  DATA  IS000I 


a.  TOTAL  ACREAGE  <  2.408) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  .  96.660 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  38.120 

d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM .  2.000 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  36. BOO 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  16.520 

g.  REMAINING  DEFICIENCY .  22.560 

h.  GRAND  TOTAL .  212.660 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COST 

DESIGN 

STATUS 

CODE 

M  1 1  FI  II  ■  II  H 

(SOOOl 

start 

complete 

612.12 

ELECTRICAL 

TOTAL 

DIST  SYS  IMPR 

LS 

2.000 

2.000 

02/89 

06/90 

9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 


143 . 4 1 

UC2-2  OPS  FACILITY 

'  LS 

6.000 

219.10 

PUBLIC  WORKS  SHOPS  COMPLEX 

LS 

5.000 

441 . 10 

PWRMS  WARHOUSE 

LS 

14.900 

610. 10 

PERSONNEL  SUPPORT  COMPLEX 

37.000  SF 

4.900 

740.43 

GYMNASIUM 

LS 

4. 100 

740.74 

CHILD  DEV  CTR  ADDITION 

5.500  SF 

1.900 

TOTAL 

36.800 

10.  MISSION  OR  MAJOR  FUNCTIONS: 

Support  tna  Naval  Construction  Forca.  flaat  units  and  astignod 
organizational  units  daployad  from,  or  homaportad  at  tha  cantar; 
support  mobilization  raqulramants  of  tna  Naval  Construction  Forca: 
stora.  prasarva,  and  snip  ndvancad  bass  and  mobilization  stocks. 

Naval  construction  Raglmant  Naval  Construction  Training  Cantar 

Four  Naval  Moblla  Construction  Naval  Civil  Engineering  Laboratory 
Battal Ions 

Naval  Snip  Vaapon  Systems  Engineer  In*)  Station 


11.  OUTSTANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES: (jQgOl 
A:  POLLUTION  ABATEMENT  920 

B:  INSTALLATION  RESTORATION  46.170 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  5.620 


OD  FORM  1390 
1DEC76 


PAGE  NO. 


1  33 


f 


1.  COMPONCNT 


2.  DAT* 


FY  19_I±  MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY 


2.  INSTALLATION  ANO  LOCATION 

NAVAL  CONSTRUCTION  BATTALION  CENTER, 
PORT  HUBNEME.  CALIFORNIA 


I.  PHOONAM  ILIMCNT  IS.  CATIOONV  COOK  7.  PROJICT  NUMMN 


4.  PAOJKCT  TITLi 

ELECTRICAL  DISTRIBUTION  SYSTEM 
IMPROVEMENT 


».  PROJICT  COST  1*0001 


0702896N 


812.12 


P-474 


S.  COST  tSTHWATIt 


U/M  QUANTITY 


ELECTRICAL  DISTRIBUTION  SYSTEM  IMPROVEMENT  .  LS 

SUBSTATIONS .  LS 

SUBSTATION  MODIFICATIONS  .  LS 

12  KV  FEEDER  LINE .  LS 

SOUTHERN  CALIFORNIA  EDISON  EQUIP  fc  LINES.  LS 

SUBTOTAL  . . . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (S.5I).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


(  940) 

(  440) 

(  170) 

(  260) 
1,810 

_ 90 

1,900 

100 

2,000 

NON-ADI  )  (  0) 


Provide  66  KV/12  KV  20,000  KVA  electrical  service  from  Southern  California 
Edison;  two  substations,  switchgear,  modify  substation,  connecting  and 
feeder  lines  between  transformers  and  switchgear  equipment. 


11.  REQUIREMENTS  As  Required. 

PROJECTS  Provides  electrical  service  from  Southern  California  Edison  to 
serve  current  and  future  electric  power  demand.  (Current  mission.) 
REQUIREMENTS  Adequate  electric  power  service  to  accommodate  demands  of 
users  including  Naval  Construction  Battalion  Center  (NCBC)  activities, 
family  housing,  tenant  activities,  and  leasing  facilities.  A  20,000  KVA 
electric  power  service  is  vital  to  meet  the  NCBC  base  mission.  The 
increase  in  electric  power  results  from  an  increase  in  operations,  and 
completion  of  construction  projects  to  come  on  line  at  NCBC. 

CURRENT  SITUATIONS  The  existing  electric  power  service  capacity  is  limited 
to  7,500  KVA  continuous  and  10,000  KVA  peak.  The  continuous  electrical 
load  during  office  hours  in  X986  was  8,000  KVA  with  peak'^A.  8,700  KVA, 
which  are  very  close  to  the  NCBC  capacity.  It  is  anticipated  the  existing 
substation  will  reach  its  maximum  service  capability  in  1990. 

IMPACT  IF  NOT  PROVIDED s  NCBC  mission  accomplishment  will  severely 
deteriorate.  Limited  to  no  operations  growth  potential,  administrative  and 
data  processing  will  be  hampered  because  of  brown-outs,  and  an  adverse 
effect  on  morale  and  productivity. 


(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  0E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


t/M  otoa  LB  0019*10 


I 


I.COMAONlNT 

NAVY 

FY  19_!iMILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DAT! 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  CONSTRUCTION  BATTALION  CENTER#  PORT  HUBNEME#  CALIFORNIA 

|4.  PAOJSCT  TITLI 

S.  PAOJlCT  NUMIf  A  J 

ELECTRICAL  DISTRIBUTION  SYSTEM  IMPROVEMENT 

P-474 

12.  SUPPLEMENTAL  DATA* 

a.  EatiMtad  design  status*  (Project  design  contains  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  started.... .  2-89 

(b)  Percent  Complete  as  of  January  1990. .  50 

(c)  Date  Design  35%  Conplete .  9-89 

<d)  Date  Design  Complete..... .  6-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used*  N/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  *  (8000) 

(a)  Production  of  Plans  and  Specifications . (  95  ) 

(b)  All  Other  Design  Costs . (  50  ) 

(c)  Total . . . .  165 

(d)  Contract . (  130,  ) 

( e)  In-house . . . <  15  ) 

(4)  Construction  start . . . . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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AAlVIOU*  IOITIONS  MAY  M  UtID  INTI  ANALLY 
UNTIL  IXHAUITIO 


PAQI  NO. 


135 


f 


1 .  COMPONENT 
NAVY 


12.  DATE 


FY  ,991  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  ano  location 

FLEET  ANTISUB  WARFARE  TRAINING  CENTER 
PACIFIC.  SAN  DIEGO.  CALIFORNIA 


4.  COMMAND 


CHIEF  OF  NAVAL 
EDUCATION  ANO  TRAINING 


15. 


AREA  CONSTR. 
COST  INDEX 


1.21 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/89 
t>.  END  FY 
1994 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICM 

INLItTCO 

CIVILIAN 

OFFICW 

tNLISTKO 

CIVILIAN 

OFF  1  CM 

INLISTKO 

CIVILIAN 

128 

949 

96 

48 

2126 

0 

0 

0 

0 

3345 

126 

1060 

9B 

83  ; 

2846 

0 

0 

0 

0 

4210 

7.  INVENTORY  DATA  (BOOOI 


a.  TOTAL  ACREAGE  (  37) 

B.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . .  38 , 360 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  5,020 

d.  AUTHORIZATION  REOUESTEU  111  THIS  PROGRAM .  2.100 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  0 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  1,450 

0.  REMAINING  DEFICIENCY .  19.540 

h.  GRANO  TOTAL .  66.470 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT.  TITLE 


COST 

SCOPE  ISOOOI 


DESIGN  STATUS 
START  COMPLETE 


171.20  APPLIED  INSTR  SLDG  ADON 
TOTAL 


19.680  SF  _ 2.  100 

2.100 


11/88  01/90 


9.  FUTURE  PROJECTS : 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

155.20  SMALL  CRAFT  BERTHING  1 . 590  FB  1.450 


10.  MISSION  DR  MAJOR  FUNCTIONS: 

Train  paraonnal  in  tne  technical  aspects  of  ant i -suOmar ina  warfara.  tna 
operational  ana  tactical  uaa  of  aonar  and  ant  i -submar  me  warfara  waapona 
and  tnelr  applied  equipments,  and  in  the  operations  and  maintenance  of 
equipment  and  weapons. 


'  1  ^STANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES:  HOOP) 

A:  POLLUTION  ABATEMENT  140 

B:  INSTALLATION  RESTORATION  30 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


00  FORM  1390 
10EC7B 


PAGE  NO. 


136 


1.  COMPONENT 


FY  19.iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


.1391 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


*fH  0*08  L’ 001  M10 


1.  COMPONENT 

NAVY 


fy  wILmilitary  construction  project  data 


3.  INSTALLATION  ANO  LOCATION 

FLEET  ANTI-SUBMARINE  WARFARE  TRAINING  CENTER  PACIFIC,  SAN  DIEGO,  CALIFORNIA 


A.  MOJiCT  TITLS 

APPLIED  INSTRUCTION  BUILDING  ADDITION 


S.  M»OJ»CT  NUMISR 

P-228 


12.  SUPPLEMENTAL  DATA) 

a.  Estimated  design  status:  {Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started. .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . 5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  where  Design  Was  Moat  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  <e)  :  (SOOO) 

(a)  Production  of  Plans  and  Specifications . (  95  ) 

(b)  All  Other  Design  Costs . ( _ 6'  J 

(c)  Total .  155 

<d)  Contract . . . . . .  (  120  ) 

(e)  In-house . . . . . (  35  ) 

(4)  Construction  start . . 11-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PfttVIOUt  KDITIONS  MAY  It  UtID  INTI  ANALLY 
UNTIL  IXHAUSTKO 


>AO*  NO. 


1.  COMPONENT 

NAVY 

2.  DATE 

FY  1981  MILITARY  CONSTRUCTION  PROGRAM 

3.  INSTALLATION  AND  LOCATION 

4.  COMMAND  1 5.  AREA  CONSTR. 

COST  INDEX 

FLEET  COMSAT 

TRAINING  CENTER  PACIFIC. 

CHIEF  OF  NAVAL 

SAN  OXEGO.  CALIFORNIA 

EDUCATION  AND  TRAINING  |  1.21 

- - - - - - - 1 _ _ _ 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/98 

b.  END  FY 
1994 


PERMANENT 


OPFICKR  KNLISTtO  CIVILIAN 


947 

G77 


SUPPORTED 


CIVILIAN  OFFICER  ENLISTED  CIVILIAN 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  TOLLOWING  PROGRAM 
f,  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

8.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


fl.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


7.  INVENTORY  OATA  ($000) 


(  91) 


29 , 250 
300 
15.260 
0 
0 

€.250 
5  1 . 060 


171.20  APPLIED  INSTR  BLDG  ADDN 

71.11  BEQ  AND  MESS  HALL 

TOTAL 


LS 

94 , F  40  SF 


DESIGN  STATUS 
TART  COMPLETE 


620 

14.64Q 

15.260 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


Provida  training  in  tha  oparatlon  and  amploymant  of  apacifiad  tactical 
combat  direction  and  control  systems  in  naval  warfare;  support 
oparat tonal  commandant  in  the  evaluation,  development,  and  analysis 
of  naval  warfara  ooetrinas  and  tactics. 


1  1  .  OUTSTANDING  POLLUTION  AND 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


1.  COMPONENT  S.  DATE 

FY  19.iL  MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY _ ^ 

9.  INSTALLATION  ANO  LOCATION  «.  eSOJlCT  TITLI  ~ 

FLEET  COMBAT  TRAINING  CENTER  PACIFIC,  BACHELOR  ENLISTED  QUARTERS 

SAN  DIEGO.  CALIFORNIA _  I  AND  MESS  HALL _ 

S?»*Oa*AM  (LCMINT  |«.  CATtOORY  COOI  1 7.  »AOJ«CT  NUMSIR  U.  TROJICT  COST  ItOOOl 


0805796N 


721.11 


I  P-033 

•.  COST  (STIMATIt 


14.610 


BACHELOR  ENLISTED  QUARTERS  AND  MESS  HALL  .  . 
BACHELOR  ENLISTED  QUARTERS  ........ 

MESS  HALL.  .......  . 

CORE  ADMINISTRATION  BUILDING  .  .  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5. St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

SF 

94,840 

- 

10,110 

SF 

73,500 

90.00 

(  6,620) 

SF 

10,920 

170.00 

(  3,220) 

SF 

2,420 

111. 00 

(  270) 

- 

- 

- 

3,110 

LS 

- 

- 

(  250) 

LS 

- 

- 

(  680) 

LS 

- 

- 

(  500) 

LS 

- 

- 

(  1,680) 

- 

- 

- 

13,220 

- 

- 

- 

660 

- 

- 

- 

13,880 

_ 

- 

760 

— 

- 

- 

14,640 

-  (NO 

1-ADD) 

(  0) 

> _ 

Three  three-story  and  two  one-story  reinforced  concrete  and  masonry 
buildings,  pile  foundations,  engineered  fill,  concrete  floors  and  roof 
panels,  built-up  roofs,  fire  protection  and  alarm  systems,  ventilation, 
utilities!  95  two-bedroom  modules  with  private  bathrooms,  lounges, 
laundry,  storage,  vending,  mechanical  equipment)  kitchen  equipment. 

Grade  mixs  197  E1-E4,  61  E5-E6,  15  E7-E9.  Total)  273. 

IT!  REQUIREMENT;  273  PN.  ADEQUATE:  0  PN.  SUBSTANDARD:  0  PN.  ' 
PROJECT:  Provides  adequate  billeting  for  273  enlisted  students  and  dining 
facilities  for  685  personnel  aboard  the  base.  (Current  mission.) 
REQUIREMENT:  Adequate  housing  and  messing  facilities  for  21,000  students, 
whose  number  is  projected  to  increase  to  22,600.  This  activity  and  its 
tenant  commands  conduct  operational,  technical,  and  tactical  training. 
CURRENT  SITUATION:  No  berthing  or  messing  facilities  exist  at  this 
activity.  Students  are  currently  transported  from  other  activities  or 
from  shipboard  locations  to  attend  training.  These  other-base  bachelor 
enlisted  quarters  will  no  longer  be  available  to  the  students  after  1989. 
This  loss  of  housing  will  require  the  use  of  public  housing  and  messing. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLV 
UNTIL  EXHAUSTED 


1.  COM’ONtNT 

NAVY 

FY  19_!i_MILITARY  CONSTRUCTION  PROJECT  DATA 

r  oat* 

3.  INSTALLATION  ano  location 

FLEET  COMBAT  TRAINING  CENTER  PACIFIC,  SAN  DIEGO,  CALIFORNIA 

U.  aaojsct  titlc 

UdiiUilijiUiHK 

BACHELOR  ENLISTED  QUARTERS  AND  MESS  HALL 

1 

11.  REQUIREMENT:  (Continued) 

IMPACT  If  HOT  PROVIDED >  Because  of  tha  increasing  student  load  and  the 
future  need  to  uaa  public  housing,  tha  inaffieiant  utilisation  of  tima, 
limited  staff,  and  housing  and  massing  funds  will  impair  efficiency  and 
mission  fulfillment. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  12-88 

(b)  Percent  Complete  as  of  January  1990 .  75 

(c)  Date  Design  35*  Complete . . .  7-89 

(d)  Date  Design  Complete . 6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ _No _ X 

(b)  where  Design  Was  Most  Recently  Used:  _ N^A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  <d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  765  ) 

(b)  All  Other  Design  Coats . (  355  ) 

(c)  Total . . . . .  1120 

(d)  Contract . (  1065  ) 

(e)  In-house . (  55  ) 

(4)  Construction  start . . . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD<  otc 1391c 


PAOS  NO. 


1  4 


PMVIOU*  COITIONS  MAY  SC  USKO  INTI  ANALLY 
UNTIL  SXHAUSTKd 


1.  COMPONENT 


FY  1M1  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  and  location 

NAVAL  HOSPITAL. 

SAN  DIEGO,  CALIFORNIA 


4.  COMMAND 

is,  AREA  CONSTR. 

COST  INDEX 

NAVAL  MEDICAL 

1 

COMM A NO 

1  1 .21 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 

oa/io/u 

b.  END  FY 

18*4 


PERMANENT  STUDENTS  SUPPORTED 


OFFICE*  ENLISTED  CIVILIAN  OFFICE*  ENLISTED  CIVILIAN  OFFICE*  R.'.iSTEO  CIVILIAN 


OtPICfft 

KNLISTtO 

1030 

1123 

1708 

1833 

7.  INVENTORY  DATA  1*0001 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  SS  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  authorization  requested  in  this  program  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  planned  in  ncxt  three  program  years  .... 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


158,030 
33, ISO 
1,500 
0 
0 
0 

179.880 


S.  PROJECTS  REQUESTED  IN  THIS 

PROGRAM: 

category 

CODE  PROJECT 

TITLE 

SCOPE 

COST 

(SOOOl 

OCSlCN  status 

START  COMPUTE 

853.10  PARKING  STRUCTURE 

LS 

1.500 

08/89  05/90 

TOTAL 

1.500 

1  9.  FyTURf  PRp^CTS:  I 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

b.  major  planned  next  three  years: 

NONE 


Provia*  a  comprehensive  ranga  of  emergency.  outpatient.  ana  inpatiant 
health  cara  aarvicaa  to  estiva  auty  Navy  ana  Marina  Corps  paraonnal .  ana 
activa  huty  mambara  of  otnar  Faaaral  Unlforniaa  Services  Enaura  that  al'. 
aaslgnaa  military  paraonnal  ara  proparly  trainao  for  tna  parformanca  of 
tnair  aaslgnaa.  contingancy,  ana  vartima  auties  Conauct  appropriate 
education  programs  for  Naval  Maaical  atuoanta  ana  Medical  Department 
officers. 


POLLUTION  ABATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


OD  FORM  1390 
1DEC76 


PAGE  NO 


M2 


I.COM^ONtNT 

NAV?  FY  19  J1  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION  4.  PROJECT  TITLE 

NAVAL  HOSPITAL, 

DIEGO.  CALIFORNIA  PARKING  STRUCTURE 


S.  PROGRAM  ELEMENT  S.  CATEGORY  CODE  I  7.  PROJECT  NUMBER  l».  PROJECT  COST  l$OOOI 


852.10 


PARKING  STRUCTURE . 

STRUCTURE . 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENT  .  . 

SUBTOTAL  . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


(1,300) 

( _ 50) 

1,350 

_ 70 

1,420 

_ 80 

1,500 

NON-ADI  i)  (  0) 


Pre-cast  and  poured- In-place  reinforced  concrete  parking  structure,  connect 
to  existing  structure,  alter  adjacent  surface  parking,  lighting,  drainage, 
site  improvements,  signage  and  marking. 

Scope  approximately  500  spaces. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  multi-level  automobile  parking  structure  to  accommodate 
500  vehicles.  (Current  mission.) 

REQUIREMENT:  Adequate  parking  in  proximity  of  the  hospital,  out-patient 
clinics,  training  buildings,  and  quarters  for  3,000  staff  and  1,000 
students.  The  additional  parking  will  also  be  available  for  the  faculty, 
out-patients,  and  visitors. 

CURRENT  SITUATION:  Private  vehicles  are  the  most  convenient  and  efficient 
mode  of  transportation  for  commuting  to  or  visiting  the  hospital.  All 
existing  parking  spaces  are  filled  during  the  work  day.  There  is  a  public 
parking  lot,  remote  from  the  hospital  grounds,  or  one  can  suffer  a  delay  or 
long  waiting  periods  while  awaiting  a  parking  space  near  the  hospital. 

Many  patients  and  visitors  witness  lost  time  and  schedule  problems. 

IMPACT  IF  NOT  PROVIDED:  Continued  delays,  lost  time,  and  scheduling 
problems  as  eligible  beneficiaries,  staff,  and  students  will  be  unable  to 
park  nearby  to  usa  major  hospital  assets. 


(Continued  on  DD  1391c) 


PREVIOUS  EOITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


RASE  NO. 


1.  COMPONENT 

NAVY 

FY  19_!LmILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  HOSPITAL,  SAN  DIEGO,  CALIFORNIA 

1 4.  PROJECT  TITLE 

UMiiiliSiiUUHi 

PARKING  STRUCTURE 

12.  SUPPLEMENTAL.  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 6-89 

(b)  Percent  Ckxaplete  as  of  January  1990 .  40 

(c)  Date  Design  35t  Complete .  11-89 

<d)  Date  Design  Complete . 5-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Moat  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  70  ) 

<b)  All  Other  Design  Costs.. . (  35  ) 

(c)  Total .  105 

(d)  Contract . (  90  ) 

(e)  In-house . (  15  ) 


(4)  Construction  start . . 2-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


OO  .  eeavious  ioitions may  si  u«io  intssnau-y  i  *  /. 

W  1  D1C  MW  lv  UNTIL.  BXMAU*T80  *AGI  NO.  f  £; 


w 


1.  COMPONENT 
NAVY 


FY  1901  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

NAVAL  OCEAN  SYSTEMS  CENTER. 
SAN  OIEGO,  CALIFORNIA 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/M 

b.  END  FY 

1994 


COMMAND 


SPACE  AND  NAVAL  WARFARE 
SYSTEMS  COMMAND 


2.  DATE 


5.  AREA  CONSTR. 
COST  INDEX 


1.21 


PERMANENT 

STUDENTS 

SUPPORTED 

0I>#  ICS* 

ENLISTED 

CIVILIAN 

OFFICE* 

SNLISTCO 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

54 

225 

2997 

0 

10 

0 

21 

94 

792 

59 

23S 

31C7 

0 

10 

0 

20 

92 

— J 

824 

TOTAL 


4163 

4406 


7.  INVENTORY  DATA  ISOOOI 


( 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  98  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  authorization  reouested  in  this  program  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 
REMAINING  DEFICIENCY . . 


2.771 ) 


f . 

a- 


h.  GRAND  TOTAL 


67,500 

9.660 

11.700 

7.700 

0 

4.500 

100.060 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

_ coot 


310.23 


PROJECT  TITLE 


SCORE 


COMBINED  RESEARCH  LAB 
TOTAL 


267,000  SF 


COST 

itOOOl 


1 1 ■ 700 


DESIGN  STATUS 
START  COMPLETE 

12/88  06/90 


11.700 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
315.20  ANTI -SUB  WARFARE  SYS  LAB 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


36,000  SF 


7.700 


7.700 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Tha  Naval  Ocaan  Sys tarns  Cantar  it  tha  principal  Navy  RDT&E  Cantar  For 
Command  control,  communication*,  ocaan  lurvaillanct.  turfaca  and  air 
launcnad  undartaa  waapon  tyatami,  submarina  artlc  warfara,  and  supporting 
tacnnologiaa. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOOt 
1 10 
3.520 
0 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


145 


M 


1.  COMPONENT 


NAVY 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  OCEAN  SYSTEMS  CENTER, 
SAN  DIEGO.  CALIFORNIA 


3.  PNOONAM  ELEMENT 


0605896N 


FY  19.iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

310.23 

P-095 

4.  PNOjECT  TITLE 

COMBINED  RESEARCH  LABORATORY 


a.  PROJECT  COST  ISOOOI 


11,700 


>.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

"  1 
UNIT  : 
COST  ; 

COMBINED  RESEARCH  LABORATORY  ........ 

SF 

267,000 

- 

BUILDING  . 

SF 

80,000 

112.00 

TEST  FOOL . . . 

SF 

187,000 

2.00 

SUPPORTING  FACILITIES . 

- 

- 

- 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

ELECTRICAL  UTILITIES  . 

LS 

- 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

~  I 

- 

SUBTOTAL  . 

- 

- 

- 

CONTINGENCY  (5%)  . 

- 

"  1 

- 

TOTAL  CONTRACT  COST . 

- 

- 

- 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5. St).  . 

- 

- 

TOTAL  REQUEST . 

- 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

J-ADD) 

9,370 
(9,000) 
(  370) 

1,190 
(  80) 
(  530) 


10,560 

530 


11,090 

610 


11,700 
(  0) 


Three-story  reinforced  concrete  frame  building,  concrete  foundation,  floor, 
walls,  and  roof,  engineered  fill,  utilities,  fire  protection  system,  air 
conditioning;  controlled  test  pool. 


11.  REQUIREMENT:  559,630  SF.  ADEQUATE:  292,630  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  secure  integrated  multi-u3e  research,  development,  test 
and  evaluation  (RDTtE)  facility  for  development  of  compartmented  hardware 
programs  with  product  assurance,  environmental  T4E,  and  product  engineering 
functions  collocated,  including  the  exploitation  of  foreign  materials; 
provides  test  pool  for  exploratory  and  advanced  development  of  unmanned 
prototype  autonomous  undersea  vehicles.  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  secure  laboratory  spaces  for 
compartmented  programs  and  the  exploitation  of  acquired  foreign  materials. 
Compartmented  wort  will  be  performed  in  several  of  the  center's  mission 
areas  including  Command,  Control,  Communications  (C3) ,  Surveillance,  ash, 
Deep  Ocean  Engineering,  and  Intelligence.  Basic  engineering  diciplines  of 
product  assurance,  environmental  TtE,  and  product  engineering  are  required 
and  will  be  collocated  in  this  facility  to  provide  these  services  to  the 
classified  hardware  programs  in  an  efficient  manner  before  acquisition  and 
introduction  into  fleet  systems.  The  fundamental  purpose  is  to  provide 
solutions  to  Naval  and  Joint  Services  problems  through  the  generation  and 
application  of  technology,  intelligence  related  work,  foreign  material 
exploitation,  and  development  of  prototype  equipment  in  a  secure 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  IS  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 


FY  19_2iMILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  OCEAN  SYSTEMS  CENTER,  SAN  DIEGO,  CALIFORNIA 

4.  PROJSCT  TITLC 

8.  PROJICT  NUMBS  R 

COMBINED  RESEARCH  LABORATORY 

P-095 

11.  REQUIREMENT:  (Continued) 

environment.  In  the  Ocean  Engineering  area,  a  controlled  hydrodynamic 
test  pool  is  needed  to  develop  the  unmanned  prototype  autonomous  undersea 
vehicles  for  future  ASM  Special  Projects. 

CURRENT  SITUATION:  A  large  percentage  of  this  center's  work  is  in  highly 
classified  compartmented  programs  that  are  critical  to  the  collection  and 
exploitation  of  intelligence.  NO  SC  is  pre-eminent  in  intelligence-related 
RDTtE  activities  for  the  Navy  and  the  Intelligence  community.  NO SC  is 
performing  intelligence-related  work  in  each  area  of  their  expertise 
including  C3,  ocean  surveillance,  ocean  technology,  marine  science,  and 
electronics  technology  which  is  18  percent  of  their  program  dollars  today 
and  will  increase  to  27  percent  by  1993.  Secure  laboratory  facilities  to 
perform  the  compartmented  programs  workload  assigned  this  center  do  not 
exist.  The  existing  facilities  are  inadequate,  out-dated,  technically  and 
functionally  very  limited  and  non-existent  for  many  functions.  These 
facilities  are  scattered  throughout  the  activity,  resulting  in  economic 
manhours  lost  because  of  excessive  transportation  of  equipment.  These 
facilities  are  aged,  generally  designed  for  other  uses,  and  have  inherent 
technical  environmental  limitations.  The  development  of  facilities  has 
not  kept  pace  with  the  increasing  funding  levels  associated  with 
compartmented  programs.  In  an  interim  measure,  as  programs  are  taken  on, 
old  and  marginally  adequate  structures  must  be  modified  and  refurbished  at 
high  cost  to  the  specific  project  involved.  The  resultant  risk  of 
security  compromise  has  become  high. 

IMPACT  IP  NOT  PROVIDED t  Added,  unnecessary  costs,  and  major  delays  to  the 
initial  operating  capability  for  compartmented  programs  will  result.  The 
thrust  in  RDT&E  for  autonomous  undersea  surveillance  devices  as  a  key 
element  to  the  ASH  mission  will  be  greatly  impeded  and  very  possibly  not 
attainable.  The  timely  execution  of  expanding  classified  programs  will 
not  be  achieved. 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 12-88 

(b)  Percent  Complete  as  of  January  1990 .  80 

(c)  Date  Design  35t  Complete . 7-89 

(d)  Date  Design  Complete .  6-90 


(2)  Basis: 

(a)  -Standard  or  Definitive  Design:  Yes  No  X 

(b)  Where  Design  Has  Most  Recently  Used:  N/A 

(Continued  on  DO  1391c) 
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PR3VIOU9  COITIONS  MAY  ••  Uf  10  INTSANAU.Y 
UNTIL  SXMAUtTSD 


P AOI  NO. 


14? 


t.  COMpONKNT 


FY  19_!LmILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 


NAVAL  OCEAN  SYSTEMS  CENTER,  SAN  DIEGO,  CALIFORNIA 


4.  PAOJKCT  TITLI 


I.  PAOJICT  NUMIIH 


COMBINED  RESEARCH  LABORATORY 


12.  SUPPLEMENTAL  DATAs  (Continued) 

(3)  Total  coat  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  (*000) 

(a)  Production  of  Plana  and  Specif icationa . (  490  ) 

(b)  All  Other  Design  Coata . (  190  ) 

(c)  Total . .  680 

(d)  Contract . (  630  ) 

(e)  In-house . (  50  ) 


(4)  Construction  start. 


,  12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


PAIVIOVS  sbitions  mat  si  veto  INTI  ANALLY 
UNTIL  IXHAUSTID 


PAOI  NO.  146 


1.  COMPONENT 

NAVY 

FY  1881  MILITARY  CONSTRUCTION  PROGRAM 

2.  DATE 

Is.  INSTALLATION  ANO  LOCATION 

4 .  COMMANO  1 

IS.  AREA  CONSTR. 

1 

COST  INDEX 

NAVAL  STATION, 

COMMANOER  IN  CHIEF. 

SAN  DIEGO.  CALIFORNIA 

PACIFIC  FLEET 

1.21 

PERSONNEL 
STRENGTH 

.  AS  OP 

OR/SO/I*  2768 

.  END  PY 

18*4  2271 


Office* 

CNUfTtO 

221 

280 

4682 

5166 

.  TOTAL  ACREAGE  ( 

.  INVENTORY  TOTAL  AS  OP  SO  SEP  II  . 

.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM  .  . 

.  AUTHORIZATION  INCLUOED  IN  FOLLOWING  PROGRAM 
.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

.  REMAINING  DEFICIENCY . 

.  GRAND  TOTAL 


7.  MVSNTORY  DATA  ($000) 


(  1.500) 


22C 

417 

179 

1401 

207.010 
SC,  140 
8.430 
13.820 
0 

270.420 

555.820 


PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATiaoxv 

COCK 


BRIG 

TOTAL 


48.250  SF 


DttlON  STATUS 
START 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
151.20  BERTHING  PIER  EXPANSION 
722.10  MESS  HALL  AOOITION 
TOTAL 


126.000  SF 
380  PN 


MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


Provide  nomepart  facilities  for  warships,  amphibious  ships,  sna 
auxiliaries  of  tns  Psctfic  Float.  Provide  hsrpor  ana  waterfront 
facilities.  OKChanoe.  personnel  support,  athletic,  recreational, 
berthing,  messing,  morale,  ana  other  logistics  facilities. 


K'u-ui:  ■)  tuLMWui-L'KL':  cdftd  m  i  un  <  n 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(SOOQ) 

6.600 

11,440 

0 


DO  FORM  1380 
1D6C76 


RAG*  NO.  1  4  5 


1 .  COMPONENT 

m  „  FY  IS  1L  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  ANO  LOCATION  4.  PftOJtCT  TITLI 

NAVAL  STATION, 


I  hm  s  ■  •>  .1 


9.  rnOOKAM  ILIMINT 


9.  PnOJiCT  COST  (9000) 


a.  COST  tSTMATtU 


SUPPORTING  FACILITIES.  . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5*) . . 

TOTAL  CONTRACT  COST.  ...  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%) .  . 

TOTAL  REQUEST . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


SF  48,250  125.00  6,030 

-I  -  1,580 

(  200) 
(  350) 

(  220) 
(  810) 
7,610 
380 
7,990 
440 
8,430 
(  0) 


I  II  I’!  f  M  1 1 -L rfr»T*T*T M 1  TT’T*'  T  t;ar«rmT*T  W  TYT-A  JT»1 


Three-story  reinforced  concrete  frame  building,  concrete  foundation  and 
floors,  masonry  walls,  precast  concreta  roof  deck,  engineered  fill; 
includes  dormitories,  cells,  processing  and  axam  rooms,  administration, 
counseling,  multi-purpose  room  with  food  service  line;  emergency  generator; 
fire  protection  system,  air  conditioning,  utilities;  demolition  of  three 
builu.ngs. 


11.  REQUIREMENT;  50,260  SP.  ADEQUATE;  2,010  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Provides  brig  facilities  meeting  current  criteria  for  this 
function  and  security.  The  brig  will  be  sized  to  accommodate  125  persons. 
(Current  mission.) 

REQUIREMENT;  An  adequate  brig  in  the  San  Diego  area  to  hold  prisoners 
awaiting  trial  and  those  with  a  minor  sentence  of  up  to  30  days.  The 
offenders  and  accused  are  Navy  personnel  from  both  ships  and  shore 
activities  end  from  the  coastal  area. 

CURRENT  SITUATION;  Existing  brig  facilities,  in  three  buildings,  are 
undersisad,  a  fire  hazard,  and  limited  in  service,  exercise  and  work 
areas.  Building  configuration  is  inadequate  from  a  security  point,  and 
there  are  no  messing  facilities. 

IMPACT  IF  NOT  PROVIDED;  Continue  to  operate  under  current  conditions,  but 
will  not  be  able  to  provide  prisoners  with  accommodations  required  by  Navy 
standards.  The  activity  will  be  unable  to  provld.;  naval  units  in  the  area 
with  brig  support.  Lack  of  adequate  facilities  will  cause  morale  and 
discipline  problems.  (Continued  on  OD  1391c) 
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PIIKVlOOt  SDITIONt  MAY  ti  Ut*D  INTI  ANALLY 
UNTIL  f  XHAUSTID 


1.  COMMON  **■ 

NAVY 

FY  19_!LMILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DAT! 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  SAN  DIEGO,  CALIFORNIA 

4.  PROJ8CT  TITLI 

BRIG 

1.  PROJKCT  NUM8CR 

P-224 

12 .  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.”) 

(1)  Status: 

(a)  Date  Design  Started . . .  4-87 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  10-87 

(d)  Date  Design  Complete. . . . . . .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) : 


($000) 


(a)  Production  of  Plans  and  Specifications . (  390  ) 

(b)  All  Other  Design  Costs . (  380  ) 

(c)  Total . . . .  770 

(d)  Contract . (  700  ) 

(e)  In-house . (  70  ) 


(4)  Construction  start. 


11-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD.«c?.  1391c 
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MKVIOUS  COITIONS  MAY  88  U88D  INTiRNALLV 
UNTIL  CXMAU8T80 


I 


1.  COMPONENT 


FY  19S1  MILITARY  CONSTRUCTION  PROGRAM 


a.  date 


NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  SUBMARINE  BASE, 

SAN  DIEGO.  CALIFORNIA 


4.  COMMAND 

COMMANDER  IN  CHIEF. 
PACIFIC  FLEET 


5. 


AREA  CONSTR. 
COST  INDEX 

1 .21 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICE* 

OFFICE* 

ENLISTED 

CIVILIAN 

OFFICE* 

ENLISTED 

CIVILIAN 

504 

5776 

18 

MU 

60S 

n 

479 

5784 

Hi 

23 

|1 

■fed 

■1 

«.  PERSONNEL 

strength 

a.  AS  OF 

0B/30/SS 
p.  END  FY 
1994 


total 


7096 

6493 


7.  INVENTORY  DATA  #0001 


( 


TOTAL  ACREAGE 

INVENTORY  TOTAL  AS  OF  30  SEP  99 . 

AUTHORIZATION  NOT  YET  IN  INVENTORY . 

AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 

AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
PLANNEO  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

REMAINING  DEFICIENCY . 

GRAND  TOTAL . 


314) 


57.900 
30.490 
16. 110 
4,200 
16.730 
45 . 320 
170.750 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE  PROJECT  TITLE 

SCOPE 

COST 

(S000> 

design  status 

STaPT  complete 

721.12  BACHELOR  ENLISTED  OUARTERS 

832.40  OILY  WASTE  SYSTEM 

114.770  SF 

LS 

15,670 

440 

05/87 

09/88 

06/90 

06/89 

TOTAL 

16.110 

■  !■  !■»■!  1  ■  TT  |H  1  U  IMMi  MMMM MI i—  M—gll 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

213.77  SHIP  SPARES  5TRG  FAC 

812.30  POWER  UPGRADE  PIER 

TOTAL 

18. 100  SF 

LS  _ 

1,700 

_ 2.,5go 

4.200 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS. 

179.40  SMALL  ARMS  RANGE 

721  12  BACHELOR  ENLISTED  QUARTERS 

730.20  POLICE  STATION 

LS 

82.000  SF 
10.440  SF 

630 

1 1 . 200 
1,900 

E<MJ  1 1 11 

arid  anera  activitlai. 

including 

barthing,  mailing, 
support . 


racraition,  raeordi,  moral  a,  and  otnar  ganaral  bass 


Two  Submarl na  Tandari 
Two  Submarina  Squadrons 


Conmandar,  Submarina  Group  Fiva 
Commzndar,  Submarina  Davalopmant 
Group  Orta 


i  5000 ) 
110 
8.900 
0 


11.  OUTSTANDING  POLLUTION  aw  safety  DEFICIENCIES: 


POLLUTION  ABATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


00  FOAM  UBO 
1 DCC 76 
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( 


1.  COMPONSNT 

NAVY 


FY  19_ii  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUBMARINE  BASE, 


a.  OAT* 


«.  PBOJICT  TITLt 


SAN  DIEGO,  CALIFORNIA 

BACHELOR  ENLISTED  QUARTERS  j 

S.  PROGRAM  ELEMENT 

S.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  (8000) 

0204896N 

721,12 

P-048 

15,670 

«.  corr  *rrtMAT*t 


ITEM 

U/M 

QUANTITY 

UNIT 

COOT 

COST 

($000) 

BACHELOR  ENLISTED  QUARTERS  . 

sir 

- 

12,076 

BUILDING  . 

SF 

114,770 

70.00 

(  8,000) 

VEHICLE  PARKING  BUILDING  . 

LS 

(  3,060) 

BOWLING  CENTER  .  . 

LS 

- 

(  1,010) 

SUPPORTING  FACILITIES.  ,  ,  . 

- 

- 

2,070 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

“ 

(  1,080) 

UTILITIES  . 

LS 

(  570) 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

LS 

- 

- 

(  420) 

SUBTOTAL  .....  . 

- 

- 

14,140 

CONTINGENCY  (S»)  . 

- 

- 

710 

TOTAL  CONTRACT  COST . 

- 

- 

14,850 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5.5»).  . 

820 

TOTAL  REQUEST . 

- 

- 

15,670 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

_ 

-  (NC 

(  0) 

10.  OSSCAI^TIOM  OP  PAOPOSSD  CONSTRUCTION 

Eight-story  reinforced  concrete  and  masonry  building,  pile  foundation, 
concrete  floors,  built-up  roof, fire  protection  system,  elevators, 
utilities;  140  two-bedroom  modules  with  private  bathrooms,  lounges, 
laundry,  storage,  vending,  mechanical  equipment;  three-story  reinforced 
concrete  vehicle  parking  building  designed  for  248  cars  with  expansion 
capability;  10-lane  bowling  center;  demolition  of  one  building. 

Grade  mix:  280  E5-E6.  Total;  280. _ _ 


11.  REQUIREMENT:  1,777  PN.  ADEQUATE:  1,383  PN.  SUBSTANDARD:  0  PN. 
PROJECT:  Provides  adequate  billeting  for  280  enlisted  personnel.  (Current 
mission.) 

REQUIREMENT:  Adequate  housing  for  1,777  enlisted  personnel  either  assigned 
to  this  activity,  stationed  aboard  submarines  horaeported  here,  or  at  tenant 
commands . 

CURRENT  SITUATION:  Existing  adequate  berthing  capacity  of  1,383  spaces 
including  1,093  adequate  spaces  on  base,  accommodations  found  by  95 
personnel  in  the  local  community,  and  195  spaces  funded  in  the  FY  1987 
Military  Construction  Program,  is  insuff i-'lent,  resulting  in  overcrowding. 

A  new  construction  deficiency  of  394  adequate  billeting  spaces  exists. 

After  construction  of  the  spaces  requested  by  this  project  the  remaining 
projected  space  deficit  which  has  increased  because  of  a  steady  increase  in 
subsMtine  homeporting  requirements,  will  be  satisfied  by  a  follow-on 
project  currently  proposed  for  FY  1992.  All  projected  space  requirements 
are  revalidated  annually  by  a  new  survey,  which  updates  planning 
projections,  (Continued  on  DD  1391c) 
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PREVIOUS  IOITIONS  MAY  Bt  U8IO  INTERNALLY 
UNTIL  KXHAUST8D 


PAGE  NO. 


153 


f 


1.  COMPONENT 

NAVY 

FY  19_!iMIUTARY  CONSTRUCTION  PROJECT  DATA 

a.  OATI 

3.  installation  ano  location 

naval  SUBMARINE  BASE,  SAN  DIEGO,  CALIFORNIA 

14.  PROJtCT  TITL1 

S.  PAOJCCT  NUMBCA  j 

BACHELOR  ENLISTED  QUARTERS 

P-048 

11.  REQUIREMENT:  (Continued) 

IMPACT  If  MOT  PROVIDED i  Overcrowding  of  adequate  facilities  will 
continue.  Personnel  will  be  berthed  in  facilities  below  minimum  standards 
of  adequacy,  or  they  must  seek  off-base  housing  at  locations  that 
sometiMa  exceed  30  miles  from  the  base,  because  of  the  shortage  of 
affordable  housing  in  this  expensive  San  Diego  retirement  area.  This 
situation  adversely  affects  morale  and  retention,  and  makes  immediate 
mobilisation  difficult. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 5-87 

(b)  Percent  Complete  as  of  January  1990 . 50. 

(c)  Date  Design  35%  Complete .  12-87 

(d)  Date  Design  Complete . 6-90 


(2)  Basin: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  ♦  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  600  ) 

(b)  All  Other  Design  Costs . (  200  ) 

(c)  Total .  800 

(d)  Contract . (  730  ) 

( e)  In-house . (  70  ) 


(4)  Construction  start . . . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDio?cn  1391c 


1  54 


Afttvious  Coitions  may  tt  usio  inti  anally 
UNTIL  BXHAUSTBD 


AAQI  NO. 


1.  COMPONENT 

NAW 

i 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  SUPPLY  CENTER. 

SAN  DIEGO.  CALIFORNIA 

4.  COMMAND  |S.  AREA  CONSTR. 

1  COST  INOEX 

Naval  SUPPLY  SYSTEMS  1 

COMMAND  1.21 

PERMANENT 

STUDENTS 

supported 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTID 

CIVILIAN 

OFFICER 

enlisted 

CIVILIAN 

35 

4 

1435 

0 

0 

*5 

0 

0 

0 

37 

5 

1435 

0 

0 

45 

0 

0 

0 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/so/at 
O.  END  FY 
1994. 


total 


ISO* 

1512 


7.  INVENTORY  DATA  It 0001 


< 


a.  TOTAL  ACREAGE 
t>,  INVENTORY  TOTAL  AS  OF  30  SEP  II . 

c.  authorization  not  yet  in  inventory . 

a.  authorization  reouesteo  in  this  program  .  . 
a.  AUTHORIZATION  included  in  following  program 

f.  planned  in  next  three  program  years  .... 

g.  REMAINING  DEFICIENCY . 

n.  GRAND  TOTAL 


•45) 


74 , 7»0 
13.000 
<.340 

o 

1,900 

5,350 

101,370 


a.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATfSOKY 

COOl 

431 . 10 


ppojict  rim 


SCOPE 


COLD  STORAGE  WAREHOUSE 
TOTAL 


34.920  SF 


COST 

ItOOOl 


8.3*0 


D6SI0N  STATUS 

start  compute 
ii/«<  01/90 


<.340 


9 .  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
441.30  HAZ/FLAMM  STOREHOUSE  AOON 


10.400  SF 


1.900 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provides  supply  ana  support  sarvicat  to  Navy  and  Manna  Corps  activitias. 
active  and  rasarva  fiaat  units,  and  tna  Military  Sealift  Command 
Parforms  Oaf ansa  Supply  Agancy  functions  for  ovarsaas  and  CONUS  fiaat 
units  and  tna  Coast  Guard.  A  marina  tarmtnal  is  oparatad  and  mamtainad 
for  transshipmant  of  Department  of  Dafansa  ocean  cargo  Tna  canter 
operates  a  petroleum  laboratory  and  maintains  and  operates  storage 
facilities  and  a  connecting  pipeline  for  bulk  fuel  in  tna  San  Pedro  area, 
NAE  Lamoore,  and  at  Point  Loma. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOO) 

410 

13.900 

2.200 


DD  FORM  1390 

1DEC76 
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1.COMPONCNT 


NAVY 


a.  installation  and  location 
NAVAL  SUPPLY  CENTER, 
SAN  DIEGO,  CALIFORNIA 


0702896N 


FY  192±_  MILITARY  CONSTRUCTION  PROJECT  DATA 


«.  cATtaonv  cook 

431.10 

P-086 

4.  PNOJICT  TITLI 

COLD  STORAGE  WAREHOUSE 


t.  PftOJtCT  COST  (SOOQI 


BUILDING  . . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

UTILITIES . . . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL . . . 

CONTINGENCY  (S»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


UAI  QUANTITY  VJJJJ 
COST 


SF  34,920 
LS 


One-story  steal  (r«a«  building,  pile  foundation,  concrete  floor,  masonry 
walls,  built-up  roof,  46-foot  high  stacking  height,  central  refrigeration 
system,  air  conditioning  system,  emergency  electric  power  system,  fire 
protection  system,  utilities. 


11.  REQUIREMENT:  34,920  SF.  ADEQUATE;  _0_  SF.  SUBSTANDARD:  _0_  SF. 

PROJECT:  Constructs  a  cold  storage  warehouse.  (Current  mission.) 
REQUIREMENT:  An  adequate  and  energy  efficient  cold  storage  warehouse  for 
frosen  and  chilled  food  products  that  are  issued  to  fleet  units  and  shore 
stations  in  the  San  Diego  and  Long  Beach  areas. 

CURRENT  SITUATION:  TL.e  existing  cold  storage  warehouse  is  a  converted 
general  warehouse  constructed  in  1954  and  not  designed  to  house  frosen  and 
chilled  foods.  It  is  only  large  enough  to  store  a  23-day  stock  level 
instead  of  the  required  45-day  supply.  As  a  result  of  moisture  infiltration 
into  the  insulation,  the  ceiling  collapswd  in  1978  requiring  extensive  and 
costly  repairs.  There  is  evidence  that  additional  repairs  will  be 
necessary  in  the  near  future.  This  storage  location  is  six  miles  from  the 
primary  fleet  customers  at  the  Naval  Station,  resulting  in  Inefficient  and 
costly  operations.  Also,  the  existing  warehouse  is  located  on  a  site 
required  for  construction  of  a  high-rise,  multiple  use  office  building  as 
part  of  the  Navy's  Broadway  Redevelopment  Project. 


(Continued  on  DD  1391c) 
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3811 


PAtVlOU*  (OtTlONS  MAY  M  UStD  INTt ANALLY 
UNTIL  KXNAUSTID 


1.  COMPONENT 

NAVY 

FY  19_!lMIUTARY  CONSTRUCTION  PROJECT  DATA 

3.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  SUPPLY  CENTER,  SAN  DIEGO,  CALIFORNIA 

U.  PROJECT  TITLI 

S.  PROJECT  NUM9CA  j 

|  COLD  STORAGE  WAREHOUSE 

P-086 

11.  REQUIREMENT:  (Continued) 

IMPACT  IF  NOT  PROVIDED t  Because  there  is  no  cold  storage  facility 
available  in  San  Diego,  it  will  be  necessary  for  the  Navy  to  lease  space 
in  Los  Angeles,  100  miles  away.  Solicitation  for  leased  space  in  San 
Diego  expired  without  any  bidder  response.  A  portion  of  the  Navy's 
Broadway  Redevelopment  Project  for  San  Diego  will  be  delayed  until  the 
cold  storage  function  can  be  relocated  from  the  Broadway  Compound. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  3S4  Complete . . .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 

(3)  Total  cost  (c)  *  (a)  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . . . . (  33S  ) 

(b)  All  Other  Design  Costs . (  175  ) 

(c)  Total.. .  510 

(d)  Contract . . . . . (  465  ) 

(e)  In-house . . . . . . . (  45  ) 


(4)  Construction  start . . . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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AAEVIOU1  KOtTtONS  MAY  •§  USKD  INT* ANALLY 

until  ■XHAUSTIO 


AAQC  NO. 


1.  COMPONENT 

NAVY 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  TRAINING  CENTER. 

SAN  DIEGO.  CALIFORNIA 

4.  COMMAND 

CHIEF  OF  NAVAL 

EDUCATION  ANO  TRAINING 

5.  AREA  CONSTR. 

COST  INDEX 

1.21 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 

1994 

PERMANENT 

STUDENTS  SUPPORTED 

TOTAL 

OFFICER 

KNLItTCO 

CIVILIAN  OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

159 

158 

1589 

1688 

421  42 

421  56 

1 1665 

12124 

0 

0 

0 

0 

252 

254 

0 

0 

14128 

14701 

7.  INVENTORY  DATA  ($000) 


a.  TOTAL  ACREAGE  (  546) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  86  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  authorization  reouesteo  in  this  program  . 

«.  authorization  incluoeo  in  following  program  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

0 .  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


a.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY 

COPE  _ PROJECT  TITLE 

171.50  SMALL  ARMS  RANGE 
721.14  BARRACKS 
740.74  CHILD  CARE  CENTER 
TOTAL 


9.  FUTURE  PROJECTS: 

A .  INCLUOEO  IN  FOLLOWING  PROGRAM 
171.20  WELDER  TRAINING  FACILITY 
721.11  BARRACKS 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

171.10  APPRENTICE  TRNG  BLDG 

730.83  CHAPEL  AND  RECRUIT  SPT  CTR 

843.10  FIRE  PROTECTION  SYS 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provide  basic  indoctr  mat  ion  (recruit  trair.lno)  For  enlisted  personnel: 
primary,  advanced,  and  specialized  training  For  oFFlcer  and  enlisted 
personnel  OF  the  regular  Navy  and  the  Naval  Reserve. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  ( SOOO ) 

A:  POLLUTION  ABATEMENT  270 

B:  INSTALLATION  RESTORATION  5,130 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


62 , 090 

SF 

8.700 

720 

PN  _ 

14.200 

22 . 900 

55.670 

SF 

6.  190 

33.290 

SF 

5.500 

75.000 

SF 

560 

COST  DESIGN  STATUS 


SCOPE 

ISOOOl 

START 

COMPLETE 

33.200  SF 

4.000 

11/88 

01/90 

44.720  SF 

5.600 

11/88 

01/90 

20.400  SF 

2.350 

1 1 . 950 

1 1/88 

01/90 

79,910 

17.900 
1 1 , 950 

22.900 
27.590 
29.400 

189.650 


OD  FORM  1390 
1 DEC 76 


PAGE  NO. 


1  56 


1 , COMPONENT 

FY  19—  MILITARY  construction  project  data 

NAV* 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  TRAINING  CENTER, 
DIEGO,  CALIFORNIA 


S.  PROGRAM  KLKMCNT  It.  CATIOOMV  CODE  7.  PSOJICT  NUMliS  It.  PROJECT  COST  t(OOO) 


4.  4S0JSCT  TITLI 


721.14 


BARRACKS . 

BERTHING  SPACE  . 

SUPPORT  SPACE . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (54)  ...  .  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5.54).  . 

TOTAL  REQUEST.  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


M  *  M-TTi  M  J.T-T  J.T  U  -T-fOTt  *  i.rwr^  JT.l 


►Ml 


(3 

,820) 

( 

380) 

860 

( 

400) 

( 

60) 

( 

100) 

( 

300) 

5 

,060 

250 

5 

,310 

290 

S 

,600 

( 

0) 

One-story  core  building  with  spread  footing  foundation,  two  three-story 
dormitory  buildings  with  pile  foundations,  concrete  floors  and  roofs, 
masonry  walls,  reinforced  concrete  frames,  mission  clay  roofing  tile,  fire 
protection  system,  mechanical  ventilation,  utilities;  semi-open-bay  living 
compartments  concept. 

Grade  mix:  3(0  E1-E4.  Total:  360. 


11.  REQUIREMENT:  3,392  PN.  ADEQUATE:  2,792  PN.  SUBSTANDARD:  0  PN. 
PROJECT:  Provides  adequate  billeting  for  360  enlisted  students  assigned 
to  Navy  basic  "A"  schools.  (Current  mission.) 

REQUIREMENT:  Adequate  housing  for  3,392  "A"  school  students  who  are 
either  undergoing  basic  skill  training  after  completion  of  recruit 
training  or  are  upgrading  basic  skill  training  requirements. 

CURRENT  SITUATION:  Berthing  capacity  of  2,792  spaces  exists  on  base.  A 
new  construction  deficiency  of  600  adequate  billeting  spaces  exists  for 
"A*  school  students.  After  construction  of  the  spaces  requested  by  this 
project,  the  remaining  projected  space  deficit  will  be  satisfied  by  a 
follow-on  project  currently  proposed  for  Fiscal  Year  1992.  All  projected 
space  requirements  are  revalidated  annually  by  a  new  survey,  which  updates 
planning  projections. 


(Continued  on  DD  1391c) 
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Vh  0102  I*  OOt  SttO 


PREVIOUS  EDITIONS  MAY  8E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


ll.  eOMPONINT 

[  NAVY 

FY  19_!LmIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  OATK 

x  installation  ano  location 

NAVAL  TRAINING  CENTER,  SAN  DIEGO,  CALIFORNIA 

4.  PAOJKCT  TITLf 

BARRACKS 

•.  FROJICT  NUMICN 

P-191 

11.  REQUIREMENT:  (Continued) 

IMPACT  If  NOT  PROVIDED:  Overcrowding  of  adequate  student  berthing  spaces 
will  continue,  with  s one  students  housed  in  facilities  below  the  Minimum 
standards  of  adequacy  to  the  detriment  of  morale,  training,  and  career 
reaction  efforts. 

ADDITIONAL:  aA“  school  students  are  not  eligible  for  civilian  community 
housing. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  facility  Planning  and  Design  Guide.1*) 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . 5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Has  Most  Recently  Used:  _ N^A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  (S000) 

(a)  Production  of  Plana  and  Specifications . (  275  ) 

(b)  All  Other  Design  Costs . . . (  105  ) 

(c)  Total .  380 

(d)  Contract . . . (  340  ) 

( e)  In-rhouse . . (  40  ) 


(4)  Construction  start . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


nn  ronu  Mivious  ioitions  may  et  utio  intmnally 

UU  '  0«C  W31C  UNTIL,  IXNAUSTID 


MO«  NO. 


1  60 


1.  COMFOMINT 


FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  OAT* 


3.  INSTALLATION  AND  LOCATION 
NAVAL  TRAINING  CENTER, 


4.  AftOJCCT  TITL* 


CAKE 


*.  f  ROJ1CT  COST  (SOOOI 


U/M  QUANTITY 


CHILD  CARE  CENTEX . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST.  ...  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (S.St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


2,350 

0) 


One-story  masonry  building,  concrete  foundation  and  floor,  metal  roof  deck 
with  clay  tile  roof,  roads,  outdoor  playground  area,  fencing,  fire 
protection  system,  ventilation,  utilities. 


11. REQUIREMENT:  20,100  SP.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  a  child  care  center  to  accommodate  school  and  pre-school 
age  children  and  infants.  (Current  mission.) 

REQUIREMENT:  A  child  care  center  provides  supervised  care  for  infants, 
pre-school  ,  and  school  age  children  in  a  common  facility,  on  a  regularly 
scheduled  or  dro^in  basis,  when  parents  are  employed  or  at  times  when  the 
family  is  temporarily  unable  to  :are  for  them.  Child  care  centers  are  a 
necessary  element  in  today's  er.  ironaent  as  their  availability  alleviates 
many  problems  incurred  by  military  parents  who  are  single,  both  working,  or 
with  other  special  needs.  These  centers  make  the  quality  of  life  more 
appealing  to  military  personnel  and  thair  dependents. 

CURRENT  SITUATION i  The  child  care  function  is  presently  being  accomplished 
in  a  facility  which  offers  insufficient  capacity  to  care  for  the  desired 
number  of  children.  The  existing  facility  not  only  lacks  enough  spatial 
capacity  to  accommodate  the  physical  needs,  but  also  the  building  is 
located  directly  under  the  San  Diego  International  Airport's  flight  path, 
and  is  adjacent  to  the  main  entry  and  the  golf  course.  This  building 
location  produces  a  set  of  hazardous  conditions  for  the  children  and  the 
staff  of  the  center. 

(Continued  on  DD  1391c) 


|1.  COMPONENT 


1.  COMPONENT 

FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


*.  INSTALLATION  ANO  LOCATION  I  4.  PROJSCT  TITLS 

NAVAL  TRAINING  CUTTER,  j 

ARMS  RANGE 


S.  PNOONAM  ILSMCNT  S.  CAT* OOP V  COOS  7.  PAOJICT  NUMSSA  I.  PAOJtCT  COST  1*0001 


L'l  I'J-li-I  l 


S.  COST  tSTNAATU 


ITCM 

g 

QUANTITY 

SMALL  ARMS  RANGE  . 

SF 

33,200 

INDOOR  ARMS  RANGE . 

SF 

20,700 

ARMORY  . 

SF 

4,  S00 

INSTRUCTION  AND  ADMINISTRATION  . 

SF 

8,000 

SUPPORTING  FACILITIES . 

- 

- 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

ELECTRICAL  UTILITIES  . 

LS 

- 

MECHANICAL  UTILITIES  . 

LS 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

SUBTOTAL  . 

- 

- 

CONTINGENCY  (5»)  . 

- 

- 

TOTAL  CONTRACT  COST . 

•  ! 

- 

SUPERVISION,  INSPECTION  i  OVERHEAD  1.5«)  .  . 

- 

- 

TOTAL  REQUEST .  ... 

- 

“ 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROk  VFIONS 

■ 

(1,430) 
(  550) 

(  930) 


(  180) 
(  150) 


4,000 
(  0) 


Jl  J-T.T !•'  \  J.T-T.T7T  M.ivrafc  JM? 


One-story  reinforced  concrete  and  masonry  building,  pile  foundation, 
concrete  floor,  built-up  roofing  over  concrete  filled  metal  decking,  fire 
protection  systems,  utilities,  special  range  ventilation,  target  retrieval 
and  bullet  trap  system,  accoustical  system;  perimeter  patrol  road, 
security  lighting. 


11.  REQUIREMENT;  33,200  SF.  ADEQUATE!  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT!  Provides  an  indoor  small  arms  range.  (Current  mission.) 
REQUIREMENT;  Adequate  and  properly-configured  facilities  to  support 
accurate  hands-on  training  in  the  use  of  small  arms  and  to  house 
classrooms  and  instructional  devices.  Facilities  must  be  designed  and 
sited  for  efficient  operation  at  a  location  near  the  Recruit  Training 
Command  and  beyond  the  boundaries  of  the  airfield  flight  zone. 

CURRENT  SITUATION!  Facilities  presently  housing  the  small  arms  range, 
weapons  and  ammunition  storage,  and  related  support  activities  are  located 
under  the  flight  path  of  Lindbergh  Field,  a  busy  municipal  airport.  The 
location  of  this  range,  ammunition,  and  explosives  in  an  airfield  flight 
sone  is  in  violation  of  regulations.  The  location  is  distant  from  the 
Recruit  Training  Command  requiring  recruits  to  march  more  than  a  mile  each 
way  to  receive  small  arms  training.  Theoretical  Instruction  is  currently 
given  at  the  firing  range,  using  bleachers  set-up  in  the  center  of  the 
range  area.  Armory  and  magazines  used  twice  daily  are  remotely  located 

(Continued  on  DD  1391c) 
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r REVIOUS  COITIONS  MAY  SB  UtCD  INTERNALLY 
UNTIL  SXHAUSTKD 


i.  coweoNSHT 

NAVY 

FY  IS J!Lmilitahy  construction  project  data 

a.  OATf 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  TRAINING  CENTER,  SAN  DIEGO,  CALIFORNIA 

|4.  PPOjSCT  TlTLC 

|  SMALL  ARMS  RANGE 

HI 

iBilfenEM 

11.  REQUIREMENT:  (Continued) 

CORRECT  SITUATION:  (Continued) 

froe  the  range.  Sanitary  waste  facilities  are  undersized  for  the  volume 
of  use.  Existing  buildings  are  approximately  60  years  old  and  in 
consistent  need  of  repair  and  upgrading. 

IMPACT  IF  MOT  PROVIDED*  The  current  marginal  safety  level  resulting  from 
violations  of  Naval  and  FAA  regulations  will  continue.  Excessive  recruit 
travel  time,  and  inappropriate  sire,  configuration  and  condition  of 
existing  instructional  facilities  will  continue  to  impede  the 
effectiveness  of  recruit  training. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

<b)  Percent  Couplets  as  of  January  1990 .  100 

<c)  Date  Design  35»  Complete... .  5-89 

(d)  Date  Design  Complete.... .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a>  ♦  (b)  or  (d)  +  (e) :  (S000) 

(a)  Production  of  Plans  and  Specifications . (  200  ) 

(b)  All  Other  Design  Costs . (  150  ) 

(c)  Total . . .  350 

(d)  Contract . (  305  ) 

( e)  In-house . (  45  ) 

(4)  Construction  start . . . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  ot"  1391c 


PRKVIOUS  COITIONS  MAY  SC  U8ID  INT8PNALLY 
UNTIL  IXHAUSTftO 


PAOI  NO. 


1 .  COMPONENT 

FY  ,98i  MfcJTARY  CONSTRUCTION  FROQRAM 

NAVY 

2.  DATE 

■ 

3.  INSTALLATION  AND  LOCATION 

4.  COSMSAM) 

5.  AREA  CONSTR. 

COST  INOEX 

NAVY  PUBLIC  WORKS  CENTER. 

NAVAL  FACILITIES 

SAN  DIEGO.  CALIFORNIA 

ENGINEERING  COMMAND 

1 .21 

«.  PERSONNEL 
strength 

a.  as  of 
ob/go/bj 

b.  END  FY 

1004 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEF  M  . 

C.  AUTHORIZATION  not  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REQUESTED  IN  THIS  FROQRAM 

a.  AUTHORIZATION  included  in  following  program 

f.  PLANNED  IN  NEXT  THREE  PROORAN  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 


7.  INVENTORY  BATA  ftOOOt 


(  2.003) 


n.  GRAND  TOTAL . 


a.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


307 . 740 
10.080 

21.200 
23.240 
1C. 250 
47 . 2*0 
433.570 


219.10  PUBLIC  YORKS  SHOPS 

*12.30  ELECTR  DISTR  SYS  UPGRO 

822.12  STEAM  DISTR  SYS  IMPROVS 
TOTAL 


71.090  SF 
LS 
LS 


DESIGN  STATUS 
START 


11/98  01/90 
05/89  11/90 
11/88  01/90 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

214.20  AUTO  VEH  MAINT/HOLD  SHED 

812.30  ELEC  DISTRIBUTION  SYSTEM 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

441.30  HAZ/FLAMMABLE  WAREHOUSE 

812.30  ELECTR  OISTR  SYSTEM  IMPVS 


54.280  SF 
LS 


9.240 

23.240 


Provide  public  works,  utilities,  nous ing.  Transportation  support, 
engineering  tarvlcss.  shora  facilities  planning  support  and  all 
other  logistic  support  of  a  public  works  nature  incident  tnereto. 
required  by  the  operating  forces,  shore  activities  and  other  cosnands 
served  by  the  public  works  center. 


ANQING  POLLUTION 
POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOO) 
S.  140 

350 

0 


OD  FORM  1390 
10EC76 


PAGE  NO. 


165 


i  cowon.nt 


NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVY  PUBLIC  MONKS  CENT1N, 


FY  IB  *L  MILITARY  CONSTRUCTION  PROJECT  OATA 


«.  TNOJSCT  TITLS 

ELECTRICAL  DISTRIBUTION 
SYSTEM  UK  RACE 


A  SROMCT  COST  (SSSOI 


ELECTRICAL  DISTRIBUTION  SYSTEM  UPGRADE  .  .  . 


CONTINGENCY  (St) . . . 

TOTAL  CONTRACT  COST.  . . .  .  .  .  . 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5.1%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


Upgrade  electrical  distribution  system  at  Point  Loom,  including 
distribution  lines,  switching  stations,  transformer  stations,  substations, 
street  lighting,  and  telephone,  (ire  alarm  and  security  systems. 


11.  REQUIREMENT!  As  Required. 

PROJECT!  Upgrades  primary  elmctric  power  distribution  systems  for  Naval 
activities  on  Point  Lomas  providaa  loop  feeders!  replaces  obsolete 
transformers  and  switching  stations.  (Current  mission.) 

REQUIREMENT!  Comprehena ive  upgrading  of  the  electric  power  distribution 
system  to  provide  adequate,  reliable  electric  power  for  existing  facilities 
and  new  construction.  This  upgrading  is  necessary  to  meet  the  electric 
power  demand  of  expanded  facilities  complexes  in  the  northern  sector  of  the 
Point  Loam  peninsula.  Activities  involved  are  the  Naval  Ocean  Systaas 
Center  (NOSC)  and  tenants,  and  the  Fleet  Combat  Training  Center  (FCTC)  and 
tenants.  Continued  growth  at  N09C  and  FCTC  make  the  upgrading  of  electric 
power  systems  a  high  priority.  A  major  laboratory  was  completed  at  NOSC  in 
1988,  with  additional  facilities  programmed .  At  FCTC,  e  tenant  occpuied  a 
major  new  computer  operations  center  in  1987. 

CURRENT  SITUATION!  NOSC  and  FCTC  obtain  electric  power  from  a  primary 
12.5KV  commercial  electric  power  source  connected  to  a  central  switching 
station  at  the  northern  end  of  the  Point  Lome  complex.  Secondary  power  is 
distributed  southward  through  Navy  duct  banks  and  pole  lines.  A  second 
substation  is  used  to  step-down  the  voltage.  Another  feeder  supplies  a 

(Continued  on  DD  1391c) 
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PMVIOUS  IDITIONS  MAY  M  UtlD  INTIRNAU.V 
UNTIL  IXHAUtTtO 


[1,  COMPQtttMT 


FY  IS^lMIUTAFY  CONSTRUCTION  FftOJECT  DATA 


1.COMPONCNT 

NAVY 


FY  Itii.  MILITARY  CONSTRUCTION  PROJECT  DATA 


t.  OATI 


[*.  INSTALLATION  AND  LOCATION 
NAVY  PUBLIC  NDRJCS  CWrtR, 
SAN  PI ICO,  CALIFORNIA 


A.  MOJtCT  TITUS 


PUBLIC  HOMS  SHOPS 


S.  PAOCAAM  ILlMlNT 

•.  CATSQON V  coot 

7  PAOJtCT  NUMICA 

9.  PAOJtCT  COST  (SOOOI 

0702096N 

219.10 

P-072 

0,900 

9.  COST  BSTSAATSS 


ITCM 

U/M 

QUANTITY 

UNIT 

COAT 

COAT 

<AOAO> 

PUBttC  MORES  SHOPS  7".  ...  . 

SP 

71,090 

- 

17550 

SHOPS . 

SP 

57,590 

(4.00 

(3,6(0) 

PERSONNEL  BUILDING  . 

SF 

13,500 

74.00 

(1,000) 

SUPPORTING  FACILITIES . 

- 

- 

- 

3,380 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  490) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(1,040) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

• 

(1,600) 

DEMOLITION . . 

LS 

- 

(  250) 

SUBTOTAL  . 

- 

- 

- 

8,040 

CONTINGENCY  <5«)  . 

- 

- 

400 

TOTAL  CONTRACT  COST . 

- 

• 

- 

8,440 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.50).  . 

- 

- 

460 

TOTAL  REQUEST . 

- 

- 

- 

8,900 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 

-  (NO 

4-ADD) 

(  0) 

One- story  steel-frame  building,  concrete  foundation  and  floor,  reinforced 
concrata  tilt-up  wall  panels,  built-up  roof  over  rigid  insulation  on  steel 
deck;  one-story  reinforced  concrete  and  Masonry  building,  concrete 
foundation  and  floor,  built-up  roof  over  steel  deck;  fire  protection 
system,  utilities,  sir  conditioning,  computer  flooring;  demolition  of  five 
buildings. 


11.  PJSQUIREMENT:  71,090  SF.  ADEQUATE;  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Constructs  public  works  shops,  storage  areas,  and  an  associated 


civilian  personnel  department  facility  at  the  Naval  Station,  San  Diego. 
(Current  mission.) 

REQUIREMENT;  Adequate  and  properly-configured  work  spaces  strategically 


located  to  provide  public  works  services  efficiently  and  economically  and 
to  directly  support  the  fleet  and  waterside  activities  at  the  Naval 
Station.  The  center's  shops  provide  major  maintenance,  repair,  and 
overhaul  for  station  facilities.  It  is  necessary  to  consolidate  the  metal 
working,  emergency  services,  plumbing,  electrical,  carpenter,  riggers  and 
miscellaneous  services,  shops  and  laydown  work  and  storage  areas  to  support 
the  workload.  This  project  has  been  determined  to  be  the  lowest  cost 
alternative  to  properly  locate  service  facilities  and  also  provide  an 
annual  savings  of  over  $500,000. 

CURRENT  SITUATION;  The  center  employs  a  staff  of  about  1,500  shop  personnel 
at  the  Naval  Station  in  facilities  that  were  never  designed  for  shop  use 

{Continued  on  DD  1391c) 
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1  £  b 


paavious  coitions  may  cc  usid  inti  anally 
UNTIL  CXHAUSYCO 


1 .  COMPONENT 

NAVY 

py  is.!Lmiutary  CONSTRUCTION  PROJECT  DATA 

>.  OATS 

1.  INSTALLATION  AND  LOCATION 

NAVY  PUBLIC  HOURS  CENTER,  SAN  DIEGO,  CALIFORNIA 

a.  reoascr  titls 

9.  MOJCCT  NUtftM* 

PUBLIC  WORKS 

SHOPS 

P-072 

1 11.  RSQOIHMRNTi  (Continued) 

CORRKHT  artOATIOW:  (Continued) 

and  ata  In  extramely  inadequate  condition.  The  facilities  do  not  cosily 
with  building  oodas  for  saisaic  and  fire  protaction  and  cannot  ba  upgraded 
through  repair  and  Minor  construction  efforts.  Tha  center's  shop 
facilities  at  Nasal  Station  alone  include  21  buildings,  scattered  in 
several  locations,  the  Majority  of  which  are  wood-frame  structures  built 
in  the  1940's.  work  efficiency  is  greatly  reduced  because  of  unnecessary 
travel  tine  wasted  between  Multiple  locations  of  shops  and  work  sites  to 
acconplish  a  single  job. 

IMPACT  IF  NOT  PROVIDED:  Pregmented  operations  and  personnel  will  continue 
to  be  housed  in  extremely  inadequate  facilities,  some  at  great  distances 
froa  the  fleet  activities  they  support,  with  resulting  adverse  impact  on 
the  quality  of  direct  support  to  the  fleet  and  associated  waterfront 
activities. 

12.  SUPPLEMENTAL  DATA! 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  handbook  1190,  'Facility  Planning  and  Design  Guide.*) 

(1) 


(2) 


(3) 


(«) 

(Month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


Status: 

(a)  Date  Design  Started . . . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35t  Complete .  5-B9 

(d)  Date  Design  Complete .  1-90 


Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 


Total  cost  (c)  -  (a)  ♦  (b)  or  (d)  ♦  (e) : 

(a)  Production  of  Plans  and  Specifications 

(b)  All  Other  Design  Costs . . 

(c)  Total . 

(d)  Contract . 

(e)  In-house . . 


Construction  start . . . . . 1-91 


($000) 

(  410  ) 

(  200  ) 

610 

(  550  ) 

(  60  ) 


DDibscn  1391c 


PR1VIOUS  tOJTIONt  MAY  •«  USIO  INTSNNALLY 
UNTIL  1XNAUST1D 


PAdt  NO. 


1 


1.COMPON8NT 


1  VaJ 


FV  1*JX  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  INSTALLATION  AMO  LOCATION 

NAVY  PUBLIC  NORM  CENTRA, 


4.  PNOJSCT  TITLS 

STEAM  DISTRIBUTION  SYSTEM 


».  AMOSNAM  SLSMSNT  |«.  CATCOOMV  COO* 


U/M  QUANTITY 


STEAM  DISTRIBUTION  SYSTEM  IMPROVBICNTS  .  .  . 

SUBTOTAL  . 

CONTINGENCY  (SB) . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.51).  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


.III  T.'J.*  1  | 


r.TTT  L  J  TYT«A  JT.T 


Install  welded-steel  steam  line  with  insulation,  direct  burial  with 
expansion  lc<ops,  manholes,  steam  traps,  and  valves. 


11.  REQUIREMENT:  As  Required. 

PROJECT!  Expands  steam  distribution  system  to  the  south  portion  of  Naval 
Station,  San  Diego.  (Current  mission.) 

REQUIREMENT!  Adequate  "cold-iron*  ateam  service  for  berthing  ships  at  Naval- 
Station  piers  10,  11  and  12,  and  to  provide  steam  to  proposed  berthing  and 
repair  piers. 

CURRENT  SITUATION!  The  steam  lino  currently  serving  the  southern  section  of 
the  Naval  Station  is  too  small  to  adequately  supply  required  pressure  and 
quantities  of  steam  to  support  "cold-iron"  berthing  of  ships.  The  6-inch 
line  provides  only  enough  steam  for  shlpa  in  the  floating  drydock. 

IMPACT  IP  MOT  PROVIDED!  Either  Mobile  Utility  Support  Equipment  (MUSE)  will 
need  to  be  used  to  support  "cold-iron*  berthing  or  ships  will  have  to 
operate  on-board  steam  generation  equipment.  MUSE  is  designed  for 
temporary  use  only  and  is  not  a  long  term  solution  to  the  steam  system 
deficiency.  Using  on-board  steam  generation  equipment  requires  ships  be 
operationally  manned  while  In  port,  contrary  to  Navy  policy.  Neither  MUSE 
nor  on-board  steam  generation  is  cost  effectivs. 


(Continued  on  DD  1391c) 


Previous  soirioNs  may  at  usco  intssnallv 
UNTIL  SXKAUSTSO 


PAG*  NO. 


!/v 


1.  COMPONENT 

NAVY 

FY  19  9t  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVY  PUBLIC  WORKS  CENTER,  SAN  DIEGO,  CALIFORNIA 

4.  PROJECT  TITLE 

STEAM  DISTRIBUTION  "YSTEM  IMPROVEMENTS 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started . . .  11-88 

(b)  Percent  Complete  as  of  January  1990...........  100 

(c)  Date  Design  35%  Complete.. .  5-89 

(d)  Date  Design  Complete . . . . .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  coat  (c)  »  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  100  ) 

(b)  All  Other  Design  Costs . (  130  ) 

(c)  Total .  330 

(d)  Contract . (  180  ) 

(e)  In-house . (  50  ) 


(4)  Construction  start...., . . 11-90 


(month  and  year) 

b.  Equipment  associi  ted  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


'OftM  <«<|«.  ,'SIVIOUS  tOITION*  MAY  SC  UKO  INT1SNALLV 

UU'  0*C  ?«  U91C  UNTIL  SXMAUSTID 


AAO*  NO. 


!  7 


1.  COMPONENT 


2.  DATE 


FY  1981  MILITARY  CONSTRUCTION  PROGRAM 


NAVY  | 

3.  installation  and  LOCATION  4. 

NAVY  PUBLIC  WORKS  CENTER. 

SAN  FRANCISCO.  CALIFORNIA 


COMMAND  |S.  AREA  CONSTR. 

i  COST  INDEX 
NAVAL  FACILITIES  | 

ENGINEERING  COMMAND  1.21 


6.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

enlisted 

CIVILIAN 

m  as  nF 

06/30/88 

11 

6 

1284 

0 

0 

0 

0 

0 

0 

1301 

0.  END  FY 

1994 

13 

6 

1371 

0 

0 

0 

0 

0 

0 

1390 

7.  INVENTORY  DATA  ($000) 


a.  TOTAL  ACREAGE  (  696) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  18  .  124.370 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  33.730 

a.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  11.200 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  3.000 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  O 

g.  REMAINING  DEFICIENCY .  5.800 

n.  GRAND  TOTAL .  178.100 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


I 

1 

I 

} 

i 

i 


CATEGORY 

COST 

DiiSlGN  STATUS 

CODE 

PROJECT  TITLE 

SCORE 

(SOOO) 

START  COMPLETE 

219. 10 

PUBLIC  WORKS 

total 

SHOPS 

176,020  SF  _ 

1  1.200 

1  1 . 200 

11/88  01/90 

9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
811.09  ELEC  POWER  OIST 
TOTAL 


LS  _ 3.000 

3.000 


e.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

~  Provide  puol 1c  works,  public  utilities,  public  housing,  transportation 
support,  engineering  sarvicat.  short  facllitlts  planning  support,  ana 
all  othar  logistic  support  of  a  public  works  natura.  incioant  tharato. 
raquiraa  by  tha  operating  forces,  aapanaant  activities,  and  othar  commands 
served  by  the  public  works  canter. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (SOOO) 

A:  POLLUTION  ABATEMENT  O 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


Me 


f 


00  FORM  1390 
10EC76 


PAGE  NO. 


1.  COMPONENT 


NAVY 


3.  INSTALLATION  ANO  LOCATION 

NAVY  PUBLIC  WORKS  CENTER, 
SAN  FRANCISCO,  CALIFORNIA 


8.  PROGRAM  ELEMINT 


0702096N 


FY  19.21  MILITARY  CONSTRUCTION  PROJECT  DATA 


4.  PROJECT  TITLE 


PUBLIC  WORKS  SHOPS 


8.  CATtOORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  C08T  (8000) 

219.10 

P-061 

11,200 

ITEM 

PUBLIC  WORKS  BUILDING  .  ... 

MAINTENANCE  STORAGE  WAREHOUSE  RENOVATION  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION  . 

SUBTOTAL  . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5. St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10,110 

510 


10,620 

580 


11,200 

0) 


NSTHU 

Steel-frame  building,  insulated  metal  siding  and  roof,  pile  foundation, 
concrete  floors,  mezzanine,  ventilation,  fire  protection  system,  utilities; 
renovation  includes  rearrangement  of  interior  partitions  and  areas; 
demolition  of  two  buildings. 


11.  REQUIREMENT:  176,020  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  (98,000)  SF. 
PROJECT:  Constructs  public  works  shops  facilities,  renovates  building  for 
maintenance  storage  to  consolidate  functions.  (Current  mission.) 
REQUIREMENT:  Adequate  maintenance  shops  including  woodworking,  electrical, 
refrigeration,  air-conditioning,  heating,  plumbing,  metal  working,  machine, 
welding,  painting,  tool  issue,  office  space  and  maintenance  storage.  The 
center  provides  repair  and  maintenance  of  supported  military  installation 
facilities,  including  installed  equipment,  and  utility  systems.  Prudent 
management  requires  consolidation  of  existing  functions  into  one  central 
location. 

CURRENT  SITUATION:  Maintenance  shops  and  associated  materials  storage 
functions  occupy  eight  buildings  at  widely  dispersed  locations  in  Oakland. 
When  the  center  was  established  in  1974,  it  was  necessary  to  utilize 
whatever  buildings  were  available  at  the  supply  center.  Existing  buildings 
to  be  vacated  will  either  be  converted  to  supply  facilities  or  demolished 
for  construction  of  new  supply  facilities.  Costs  of  public  works  services 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  81  U8IO  INTERNALLY 
UNTIL  8XHAU8T80 


DD  i  Die?!  1391c 


PNSVIOUt  COITIONS  MAV  USCO  INTSANALLY 
UNTIL  IXHAUSTIO 


COMPONENT 

NAVY 


12.  DATE 


FY  19ai  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  ano  location 

NAVAL  WEAPONS  STATION, 
SEAL  BEACH,  CALIFORNIA 


4.  COMMAND 


NAVAL  SEA  SYSTEMS 
COMMANO 


I  5.  AREA  CONSTR. 
COST  INDEX 


PERMANENT 

STUDENTS 

SUPPORTED 

OPPICtfl 

CMUSTtO 

CIVILIAN 

Office* 

INLIfTtO 

CIVILIAN 

OttICtR 

CNUSTCD 

CIVILIAN 

16 

101 

2386 

0 

0 

0 

0 

0 

0 

2520 

13 

101 

2318 

0 

0 

0 

0 

0 

0 

2431 

4.  PERSONNEL 
STRENGTH 

a.  as  OP 
0B/3O/BS 

b.  END  FY 

1114 


7.  INVENTORY  DATA  NOOOI 


a.  TOTAL  ACREAGE  (  13.BS1) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  It .  TG .  TIO 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  28.160 

0.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM .  8.130 

«.  authorization  included  in  following  program  .  so.soo 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  12,300 

g.  REMAINING  DEFICIENCY .  44,520 

n.  GRAND  TOTAL .  202.790 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY  COST 


coot 

RROJICT  TITLI 

ECOPI 

<sooo> 

315.30 

WEAO0NS  TEST  6  EVAL  FAC 

48.000  SF 

8.830 

TOTAL 

8. 830 

>.  Fyiyg^  prints: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

212.30 

MISSILE  PRODUCTION  FAC 

49.000  SF 

8.700 

316.10 

TOMAHAWK  TEST  CELL 

LS 

1.500 

316. 10 

AMMUNITION  LABORATORY 

LS 

3.700 

421.72 

MISSILE  MAGAZINES 

17,790  $P 

3.600 

421.72 

MISSILE  MAGAZINES 

LS 

10.500 

421.72 

HARM  MAGA7INE 

LS 

2.500 

TOTAL 

30.500 

DESIGN  STATUS 
start  comrlete 

11/ae  oi/90 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Racaiva.  ftora,  isaua  ana  renovata  all  typai  of  ammunition,  maintain  Dasic 
stocks,  aaaamola.  unload,  eneck  out.  lasua,  maintain,  raoair  and  stora 
dasignatad  mlasllas  (including  associated  componants,  both  explosive  and 
inart);  operate  a  weapons  Quality  evaluation  laboratory. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES;  (SOOO) 
A:  POLLUTION  ABATEMENT  700 

B:  INSTALLATION  RESTORATION  24,300 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  O 


1  /  D 


DO  FORM  1190 
1DEC7B 


PAGE  NO. 


S.  INSTALLATION  ANO  LOCATION  «.  AAOJtCT  TITLe 

NAVAL  WEAPONS  STATION,  WEAPONS  TESTING  AND 

SEAL  BEACH,  CALIFORNIA _ EVALUATION  FACILITY _ 


1.COMAONCNT  *.  DATE 

FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


8.  PROGRAM  SLSMCNT  «.  CATIOOKV  COOS  7.  PNOJSCT  NUMSI A  It.  8ROJCCT  COST  ISOOO) 


0702096N 


P-171 


•.  COST  ESTIMATES 


U/M  QUANTITY 


WEAPONS  TESTING  AND  EVALUATION  FACILITY.  .  .  SF  48,000 

BUILDING  .  SF  48,000 

TEMPEST  SHIELDING .  LS 

BUILT-IN  EQUIPMENT  .  LS 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  .  LS 

MECHANICAL  UTILITIES  .  LS 

PAVING  AND  SITE  IMPROVEMENT .  LS 

DEMOLITION .  LS 

SUBTOTAL  . 

CONTINGENCY  (5t)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  4  OVERHEAD  (S.St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


7,600 
(5,570) 
(  790) 

(1,240) 
370 
(  130) 

(  60) 
(  70) 

(  UO) 


7,970 

400 


8,370 

460 


8,830 

(7,250) 


Two-story  reinforced  concrete  building,  concrete  foundation  and  floors, 
built-up  roofing,  fire  protection  system,  solar-assisted  environmental 
control,  TEMPEST  shielding,  security  systems,  back-up  electric  power 
generators,  utilities,  air  conditioning;  demolition  of  four  buildings. 


11.  REQUIREMENT;  48,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Constructs  a  weapons  engineering,  operations  and  telemetry 
laboratory.  (Current  mission.) 

REQUIREMENT;  Adequate  facility  with  controlled  environment  to  support  the 
integrated  assessment  of  battle  group  performance  with  its  enormous 
increase  in  complexity  of  the  individual  weapons  systems.  The  integration 
of  hundreds  of  weapons  systems  and  people  in  the  battle  group  so  they 
operate  together  successfully  is  dependent  on  being  able  to  assess  th^ir 
performance  and  provide  timely  feedback  to  validate  tactics,  determine 
readiness  and  capability,  devise  corrective  actions  where  needed,  and 
identify  additional  training.  The  assessment  of  battle  group  performance 
requires  facilities  for  real-time,  secure  communications  and  computer-based 
analysis  tools  such  as  interactive  graphics  and  distributed  data  bases. 

This  facility  is  essential  to  providing  the  required  comprehensive 
assessment  of  battle  group  performance. 

CURRENT  SITUATION!  Some  elements  of  the  Integrated  assessment  of  battle 
group  performance  are  not  being  done  because  there  i?  a  lack  of  adequate 


(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  SI  USBO  INTERNALLY 
UNTIL  EXHAUSTS D 


W AOB  NO. 


176 


1.  COMPONENT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  OATS 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION,  SEAL  BEACH,  CALIFORNIA 

|4.  MOJSCT  TITLS 

S.  PROJECT  NUMBS*  j 

1  WEAPONS  TESTING  AND  EVALUATION  FACILITY 

P-171  j 

U.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION i  (Continued) 

facilities  and  equipment.  The  assessment  functions  are  being  done  in 
converted  forner  hospital  wards  at  the  Corona  site.  Weapons  systems  and 
battle  group  elements  are  analysed  individually  based  on  both 
automatically  and  manually  collected  data.  All  forms  of  data  are 
transferred  to  Corona  by  courier  or  mail  which  introduces  significant 
delays.  This  data  analysis  process  uses  paper  as  the  medium  for 
information  display  ..hich  is  time-consuming  and  labor-intensive  relative 
to  electronics.  Results  of  the  individual  elements  are  integrated  after 
completion  of  the  analysis  process  to  assess  battle  group  level 
performance.  This  approach  is  limited  by  time  available  and  usually 
results  in  the  inability  to  fully  assess  the  many  complex  interactions 
taking  place.  There  is  the  chance  of  overlooking  an  obscure  but  imrx>rtant 
finding  because  of  the  quantity  of  information  that  must  be  processed 
without  the  tools  of  andern  computing  technology. 

IMPACT  IF  HOT  PROVIDED!  Complete  information  to  be  gained  from  large  scale 
fleet  exercises  will  continue  to  be  lost  because  of  the  lack  of  adequate 
facilities  for  assessment.  Lessons  that  could  be  learned  about  fl.et 
readiness,  tactics  and  weapons,  sensors  and  communications  performance 
will  be  denied. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "?acilicy  Planning  and  Design  Guide.") 

(1) 


(2) 


(3) 


(Continued  on  DD  1391c) 


Status: 

(a)  Date  Design  Started . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Oesign  35»  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


Rasisi 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  where  Design  Was  Most  Recently  Used!  _ N^A _ 


Total  cost  (c)  >■  (a)  +  (b)  or  (d)  ♦  (e)  i 

(a)  Production  of  Plans  and  Specifications 

(b)  All  Other  Design  Costs . . 

(c)  Total . . . . 

(d)  Contract . 

(e)  In-house . 


DDi  oic  7«  1391c 


1  ? 


PftIVIOUt  COITIONS  MAY  ■(  USID  tNTCSNAI.LV 
UNTIL  IXMAUSTSO 


SAOC  NO. 


1.  COMPONINT 

NAVY 

FY  19_!LmIUTARY  CONSTRUCTION  PROJECT  DATA 

mm 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION,  SEAL  BEACH,  CALIFORNIA 

|4.  PPOJKCT  TITL* 

S.  PNOJSCT  NUMISR  | 

j  WEAPONS  TESTING  AND  B VALUATION  FACILITY 

P-171  | 

12.  SUPPLEMENTAL  DATAi  (Continued) 


(4)  Construction  start . . 1-91 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 

Fiscal  Year 

Equipment  Procuring  Appropriated  Cost 

Nomenclature  Appropriation  or  Requested  ($000) 

Graphic  Work  Stations,  NIF(ACP)  1990  -  1994  7,250 

Computer  Systems, 

Large  Screen  Displays 


DD.;«C7.1391C 


MtVIOUS  COITIONS  MAY  P' 
UNTIL  tXM/ 


1 INTSANALLY 


PAOS  NO. 


1.  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


NAVY 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SECRUITY  GROUP  ACTIVITY. 
SKAOOS  ISLAND.  CALIFORNIA 


4.  COMMAND 

IS.  AREA  CONSTR. 

1  COST  INDEX 

NAVAL  SECURITY  GROUP 

■  1 

COMMAND 

;  1.21 

6.  PERSONNEL 


PERMANENT 


AS  OF 

OFFICER 

CIVILIAN 

09/30/M 
iNO  FY 

IS 

270 

47 

1994 

18 

297 

47 

STUDENTS  SUPPORTED 


ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN 


A.  TOTAL  ACREAGE  ( 

D.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

e.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  requested  in  this  program  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
t .  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


7.  INVENTORY  DATA  1*000) 


(  3.309) 


12.900 

0 

1 , 480 
0 
0 

19.990 

34.070 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATEGORY 

CODf  PROJECT  TITLE 

SCOPE 

COST 

ISOOOI 

DC  SIGN  STATUS 
START  COMPLETE 

841. SO  POTABLE  WATER  SYSTEM 

LS 

1.480 

10/88  09/89 

TOTAL 

1.480 

KMsa'UAa-m-uti 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


Station  la  part  of  tna  worldwloa  telecommunications  system,  providing 
tactical  ahlp-to-shors  and  point-to-point  communications  for  the  Navy 
Dafanao  Communications  System  and  Naval  Security  Greup  operations. 


1  1  .  OUTSTANI 

A:  pollution  abatement 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


00  FORM  1190 
10EC76 


PAGE  NO. 


1.  COMRON1NT 


FY  19-21  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  OATS 


3.  INSTALLATION  ANO  LOCATION  j 

4.  PROJICT  TITLI 

NAVAL  SECURITY  GROUP  ACTIVITY, 

n  f.y  r.v  n  f  *•)  ;jc  W.i 


I  v.viR  -my.w  *  wTffv  * 


t  PROGRAM  ILKMINT 


Wl-lv 


•.  corr  HTtMATlS 


U/M  QUANTITY 


POTABLE  WATER  SYSTEM  . 

WELL . 

PIPELINE . . . 

SUPPORTING  FACILITIES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5»)  .....  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5.  St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


ON-ADd)  t 


230) 

BOO) 

300 

200) 

100) 

1,330 

_ 70 

1,400 

_ 72 

1,472 

0) 


KTtM.Ti-T-l  II iJr.lT.l  W J  r.' 4«¥4Vi;n- W  TTT-i JT-1  ?' 


Water  well;  6-inch  pipeline:  pumping  station;  right-of-way  easement; 
emergency  electric  power;  intrusion  and  chlorination  detection  system. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  a  200  GPM  potable  water  well  with  submersible  pump, 
valving,  treatment  facilities,  piping;  acquires  interest  in  approximately 
0.25  acres  of  land.  (Current  mission.) 

REQUIREMENT:  A  dependable  potable  water  supply  to  accomodate  the  domestic 
water  needs  of  280  military  personnel  end  their  dependents,  and  civilian 
personnel  working  at  the  activity.  Provide  adequate  cooling  and  fire 
protection  water  with  required  pressure. 

CURRENT  SITUATION:  Potable  water  is  currently  provided  by  wells  on  Skcggs 
Island.  The  only  reliable  source  of  acceptable  quality  water  to  meet 
minimum  demand  is  well  6.  Other  wells  either  do  not  meet  water  quality 
standards  or  cannot  maintain  sufficient  capacity  because  of  drawdown. 

Water  wells  currently  can  meet  only  minimum  domestic  demand  without 
breakdown  or  unforeseen  needs  such  as  a  fire  protection  requirement. 

IMPACT  IF  HOT  PROVIDED:  Failure  or  degradation  of  well  6  would  necessitate 
restricting  operations  because  cooling  water  or  fire  protection  water  may 
not  be  available.  A  loss  of  potable  water  would  pose  unacceptable  health 
and  safety  risks  to  personnel  and  could  result  in  an  evacuation  of 
government  quarters. 

(Continued  on  DD  1391c) 
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PAKVIOUS  SD1TION4  MAY  «E  USKO  INTERNALLY 
UNTIL  tXHAUSTKO 


1.COMSONSNT 

NAVY 

FY  19  JLmilitary  construction  project  data 

1.  DATS 

X  INSTALLATION  AND  LOCATION 

NAVAL  SECURITY  GROUP  ACTIVITY,  SKAGGS  ISLAND,  CALIFORNIA 

14.  MOjSCT  TlTLi 

8.  PROJICT  NUMBS  A  j 

POTABLE  WATER  SYSTEM 

P-073 

11.  REQUIREMENT:  (Continued) 

ADDITIONAL:  An  economic  analysis  comparing  construction  of  an  off-sita 
water  wall  and  33,080-feet  of  pipalina  with  construction  of  a  watar 
traatmant  plant  and  connaction  to  tha  closaat  watar  agency  has  baan 
completed.  Construction  of  tha  wail  and  pipalina  was  shown  as  tha  most 
economic  solution  to  provide  a  sufficient  and  dependable  quantity  of 
potable  watar  meeting  watar  quality  standards. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  statusi  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Data  Design  3S»  Complete .  3-89 

(d)  Date  Design  Complete... .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  50  ) 

(b)  All  Other  Design  Costs . ( _ 5_) 

(c)  Total .  55 

(d)  Contract . (  45  ) 

(a)  In-house. . .....(  10  ) 


(4)  Construction  start. . . . 10-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


1  ,C 


DD<osc?»  1391c 


PASVIOU8  BDITION8MAV  8  t  USBO  INT8NNALLY 
UNTIL  BXHAUSTSO 


PAQ8  NO. 


1.  COMPONENT 

1 

FY  )991  military  construction  program 

2.  DATE 

NAVY 

-  ■-  — L 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR-GROUNO  COMBAT  CENTER. 
TWENTYNINE  PALMS.  CALIFORNIA 


I  4.  COMMANO 


S.  AREA  CONSTR. 
COST  INDEX 


COMMANDANT  OF  THE 
MARINE  CORPS 


«.  PERSONNEL 
STRENGTH 

a.  AS  OF 
08/30/88 
t>.  END  FY 

1904 


PERMANENT 


owet* 

KNLISTIO 

CIVILIAN 

221 

190 

1449 

1275 

1204 

827 

7.  INVENTORY  OATA  #0001 


a.  TOTAL  ACREAGE  (  888.888) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  98  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


101,370 
100,110 
10.  100 
9.000 
25.880 
147.280 
473.710 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 

CATEGORY 

COST 

DiiSICN  STATUS 

coot 

■  |l|l  — 

(SOOO) 

START 

COMPLETE 

214.53 

FIELD  MAINTENANCE  SHOP 

4.730  SF 

3.600 

11/88 

01/90 

214.55 

INOUST  WSTWTR  TRTMNT  FACS 

LS 

2.200 

11/88 

01/90 

841 .40 

POTABLE  WATER  STORAGE  TANK 

4,800.000  GA 

4,300 

11/88 

01/90 

TOTAL 

10.  100 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

143.45 

ARMORY 

LS 

1.600 

740.74 

CHILD  CARE  CENTER 

25.550  SF 

4.100 

831. 10 

NON-POTABLE  WATER  SYSTEM 

780.000  GA 

3.300 

total 

9.000 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

111.10 

CONCRETE  RUNWAY 

218.120  SY 

19,000 

740.74 

COMM  LIB  8  EDUCATNL  CTR 

46 , 880  SF 

6.250 

Provida  housing,  training  facilitias.  logistical .  and  admintatrativa 
support  for  Flaat  Marina  Fores  units  and  otnar  units  assignad.  Oparata 
tha  Commumcat  i on-E  1  actromes  School ,  and  administer  and  conduct  tna 
air-ground  training  program  for  combined  training  of  Fleet  Marine  Force 
units,  both  active  and  reaerva. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(SOOO) 

800 

7,340 

0 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


1.  COMfONSNT 

FY  192k  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  ANO  LOCATION  4.  PAOJICT  TITLt 

MARINE  CORPS  AIR  GROUND  COMBAT  CENTER,  I  FIELD  MAINTENANCE  SHOP 
NB  PALMS,  CALIFORNIA _ 


*.  PROOAAM  CLKMCNT  S.  CATIOOAV  COCt  7.  PAOJtCT  NUM4IA  |R.  PAOJSCT  COST  (30001 


0206496M 


214.53 


P-428 


§.  COST  ISTtMATtS 


ITKM 

FIELD  MAINTENANCE  SHOP  . 

BUILDING  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES.  .  .  .  .  . 

SPECIAL  CONSTRUCTION  FEATURES. 

ELECTRICAL  UTILITIES  .  .  .  .  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT .  . 

SUBTOTAL . .  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHE 

AD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  AP 

PROPRIATIONS 

U/M  QUANTITY 


3,410 
190 
3,600 
-ADD)  (  0) 


One-story  steel  frame  building,  concrete  foundation  and  floor,  tilt-up 
reinforced  concrete  wall  panels,  steel  roof  framing,  rigid  insulation, 
built-up  roof,  overhead  bridge  crane,  fire  protection  system,  ventilation 
and  air  conditioning,  security  system,  fuel  storage  tanks,  utilities. 


11.  REQUIREMENT:  73,160  SF.  ADEQUATE:  68,430  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Constructs  a  maintenance  shop  building  and  supporting  facilities 
for  fourth  echelon  repair  of  tactical  equipment  stationed  at  the  center. 
(Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  support 
maintenance  of  the  M1A1  tank  being  assigned  to  this  center  in  1989.  This 
tank  has  features  that  require  maintenance  facilities  not  currently 
available  at  this  center.  The  M1A1  tanks'  weight,  sise,  and  engine  type 
require  maintenance  bays  with  twice  the  floor  space  needed  for  other  tanks, 
a  40-ton  capacity  overhead  crane,  and  a  positive  pressure  sound  isolation 
room  for  testing  the  gas  turbine. 

CURRENT  SITUATION:  Detachamnt  "A*  First  Service  Support  Group  performs 
major  overhauls  on  tactical  equipment  stationed  at  this  center.  This 
equipment  must  be  maintained  in  a  constant  state  of  coofeat  readiness. 
Existing  maintenance  facilities  are  fully  utilised.  There  are  no 
facilities  which  can  provide  the  needed  isolation  room  and  40-ton  crane 
capability,  both  of  which  are  essential  to  M1A1  tank  maintenance. 

(Continued  on  DD  1391c) 


DO:  0(07*1391 

S/N  eUU'  W  NII 


PRtVlOUt  KDITIONS  MAY  01  U01O  INTKRNAU.V 

until  cxmaustbo 


PAQt  NO. 


1 1.  COMMON! NT 


FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 


liTlNITALLATION  AND  LOCATION 


MARINE  CORPS  AIR  GROUND  COMBAT  CENTER,  TMBNTYNXNE  PALMS,  CALIFORNIA 

«.M<M«CTTlTLI  j  t.  PROJECT  NUMISH 


FIELD  MAINTENANCE  SHOP _ |  P-428 

11.  REQUIREMENT:  (Continued) 

IMPACT  IP  NOT  PROVIDED t  This  c«nt«r  will  be  unable  to  maintain  the  M1A1 
tanks.  An  estimated  70  tanks  per  year  would  be  shipped  to  MCL3  Bar  stow 
for  maintenance.  Mission  readiness  of  the  Fleet  Marine  Force  Third  Tank 
Battalion  would  be  impaired.  The  ability  to  repair  tanks  damaged  during 
combined  arms  exercises  would  be  eliminated  with  an  adverse  impact  on 
training. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990.... .  100 

(c)  Date  Design  351  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(c)  Total......... . . . 

(d)  Contract . 

(e)  In-house . . . . 


(MOO) 
190  ) 
150  ) 
340 
285  ) 
55  ) 


(4)  Construction  3tart. 


, _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


.1391c 


PMVIOUS  COITIONS  MAY  SK  UtCO  INTCANALLV 

until  sxhaustko 


»»1« 


t.  C0M40NSNT 


NAVY 


FY  19J1  MILITARY  CONSTRUCTION  PROJECT  OATA 


2.  DATE 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR-GROUND  COMBAT  CENTER, 


S.  PROGRAM  ELEMENT 


0206496M 


4.  PROJECT  TITLE 


9.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

9.  PROJECT  COST  ($000) 

841.40 

P-447 

4.300 

9.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

POTABLE  WATER  STORAGE  TANK  . 

MG 

4.5 

3,890 

STEEL  TANK  . 

LS 

- 

- 

(2,300) 

PIPING . . 

LS 

- 

- 

(1,170) 

PUMP  STATION  AND  CONTROL  SYSTEM . 

LS 

- 

- 

(  HO) 

UTILITIES . 

LS 

- 

- 

(  310) 

SUBTOTAL  . 

- 

- 

- 

3,890 

CONTINGENCY  (5»)  . 

- 

- 

- 

190 

TOTAL  CONTRACT  COST . 

- 

- 

- 

4,080 

SUPERVISION,  INSPECTION  k  OVERHEAD  (5.5*) .  . 

- 

- 

- 

220 

TOTAL  REQUEST . 

- 

- 

- 

4,300 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

N-ADD) 

(  0) 

10.  description  6f  PnoPostb  Construction 


One  4.5  million  gallon  steel  water  storage  tank,  supply  pump  station, 
water  distribution  system  piping,  inter-connections  between  the  new  and 
existing  reservoirs;  utilities. 


11.  REQUIREMENT:  6_Jj  MG.  ADEQUATE:  2_0  MG.  SUBSTANDARD:  0  MG. 
PROJECT:  Provides  additional  water  storage  capacity  for  increased  water 
pressure  to  meet  fire-safety  standards.  (Current  mission.) 

REQUIREMENT:  Adequate  and  sufficient  water  capacity  at  the  pressure 
necessary  to  extinguish  fires  and  furnish  domestic  and  industrial  water 
demands. 

CURRENT  SITUATION:  Potable  water  is  obtained  from  Surprise  Springs  water 
Basin  ten  miles  from  the  center.  Pipelines  convey  water  by  gravity  flow 
across  historically  active  earthquake  faults  to  the  center.  Because  of 
the  sparsely  populated  Mojave  Desert,  it  is  unlikely  major  repairs  to  the 
water  transmission  mains  or  the  electrical  power  supply  to  the  well  field 
could  be  made  in  less  than  five  days,  if  a  disaster  would  occur. 

IMPACT  IP  NOT  PROVIDED:  A  disruption  of  water  transmission  from  the  wells 
to  the  existing  storage  tanks  would  result  in  the  supply  being  depleted 
before  repairs  could  be  made.  Without  water,  the  center  would  close  and 
force  10,000  residents  to  seek  other  shelter.  Potential  loss  from  fire 
during  this  period  would  be  an  unacceptable  risk. 


DO:  d?C7e1391 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1 


V  ) 


1.  COMPONENT 


2.  DATE 


NAVY 


FY  19  MILITARY  CONSTRUCTION  PROJECT  DATA 


I.  installation  ano  location 


4.  PROJECT  TITLE 

s.  project  numier 

POTABLE  WATER  STORAGE  TANK 

P-447 

12.  SUP PLEMEHTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35%  Complete . 

(d)  Date  Design  Complete . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ Ho  X 

(b)  Where  Design  Was  Most  Recently  Used:  HA _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  225  ) 

(b)  All  Other  Design  Costs . (  165  ) 

(c)  Total .  . 3^P 

(d)  Contract . <  350  ) 

(e)  In-house . (  40  > 


(4)  Construction  start . . iZii _ 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  Hone. 


11-88 

100 

5-89 

1-90 
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PREVIOUS  COITIONS  MAY  ■«  U0tO  INTERNALLY 
UNTIL  EXHAUSTED 


RAGE  NO. 


1.  COMPONENT 


FY  192L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  and  location 

NAVAL  SUBMARINE  BASE, 

NEW  LONDON,  CONNECTICUT 

4.  PROJECT  TITLE 

BACHELOR  OFFICER  QUARTERS 
MODERNIZATION 

S.  P  ROORAM  CUEMENT 

0204896N 

6v  CATEGORY  CODE 

724  ell 

7.  PROJECT  NUMIKR 

P-130 

S.  PROJECT  COST  ($000) 

4,700 

■■■■■■■■ 

MMHHMEX5I 

E— —— — 

BACHELOR  OFFICER  QUARTERS  MODERNIZATION.  .  . 

SUPPORTING  FACILITIES . 

UTILITIES . 

SUBTOTAL . . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M  QUANTITY 


4,700 

(NOH-ADD)  (  0) 


Alterations  in  three  buildings  including  partitions,  new  floor,  wall,  and 
ceiling  coverings,  bathroom  fixtures,  doors,  intercom  system,  telephone 
and  cable  TV  outlets,  fire  protection  and  alarm  systems,  air  conditioning, 
utilities;  energy  monitoring  and  control  system;  stairs. 

Grade  mix;  54  Wl-02,  51  03-above.  Total;  105. 


11.  REQUIREMENT;  641  PN.  ADEQUATE;  428  PN.  SUBSTANDARD;  105  PN. 
PROJECT;  Provides  adequate  billeting  for  105  officer  personnel.  (Current 
mission.) 

REQUIREMENT;  Adequate  housing  for  641  officer  personnel  who  are  either 
assigned  duty  at  the  case  or  are  officer  students  attending  one  of  the 
various  schools. 

CURRENT  SITUATTJN;  Existing  berthing  capacity  of  428  spaces,  including 
105  substandavd  spaces  requiring  modernization,  and  accommodations  found 
by  323  personnel  in  the  local  comnunity,  is  insufficient,  resulting  in 
overcrowding.  After  modernisation  of  the  spaces  requested  by  this 
project,  a  new  construction  deficiency  of  213  adequate  billeting  spaces 
will  exist.  This  remaining  projected  space  deficit  will  be  satisfied  by  a 
follow-on  project  currently  unprogranned.  All  projected  space 
requirements  are  revalidated  annually  by  a  new  survey,  which  updates 
planning  projections, 

IMPACT  IF  NOT  PROVIDED;  Adequate  living  quarters  for  bachelor  officers 
will  continue  to  be  unavailable,  resulting  in  degradation  of  morale, 
training,  and  career  retention  efforts,  (Continued  on  DD  1391c) 
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VHOIW  WF  001  3*10 


PREVIOUS  COITIONS  MAY  Si  USCD  INTERNALLY 
UNTIL  fXHAUSTEO 


1,  COMPONENT 

NAVY 

FY  ifl91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATI 

3.  installation  ano  location 

NAVAL  SUBMARINE  BASE ,  NEW  LONDON,  CONNECTICUT 

|4.  project  titls 

9.  PROJKCT  NUM9KR 

BACHELOR  OFFICER  QUARTERS  MODERNIZATION 

P-130 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-98 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  where  Design  Was  Most  Recently  Used:  _ N^A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  255  ) 

(b)  All  Other  Design  Costs . (  70  ) 

(c)  Total .  325 

(d)  Contract . (  275  ) 

(e)  In-house.. . (  50  ) 


(4)  Construction  start . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  o«c  7«  1391c 


PfttVIOUS  EDITIONS  MAY  ■(  U*1D  INTI  FINALLY 
UNTIL  IXHAUSTCO 


1AO*  NO. 


FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUBMARINE  BASE, 


S.  f  nOONAM  CLCMiNT 


«.  SAOJSCT  TITL* 


QUAYWALL  REPLACEMENT  . 

QUAYWALL  . 

DREDGING  . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  ...  . 

MECHANICAL  UTILITIES  . 

SUBTOTAL . . . 

CONTINGENCY  (5») . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  <.  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


UNIT 
COST  | 

COST 

($000) 

- 

7,800 

710 

(6,633) 

- 

(1,170) 

420 

(  100) 
(  320) 


8,63 

47 


9,100 
(  0) 


Replace  concrete  retaining  wall  with  concrete  platform  on  steel  H-piles 
with  rip-rap  slope;  replace  steel  sheet  pile  bulkhead  with  sheet  pile  and 
concrete  platform  supported  by  rigid  steel  "A"  frame;  replace  timber 
relieving  platform  and  timber  sheeting  with  concrete  relieving  platform 
over  existing  and  new  sheet  pile  bulkhead;  all  three  sections  include 
fendering,  cathodic  protection,  street  lights,  storm  drains  and  pavement; 
dredging  and  rock  excavation. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Replaces  concrete  retaining  wall  section  north  of  Piers  33  and 
15;  replaces  steel  sheet  pile  bulkhead  north  of  Marina  Pier;  includes 
dredging  and  rock  excavation  north  of  Pier  33  to  provide  sufficient  water 
depth.  (Current  mission.) 

REQUIREMENT;  Adequate  repair  of  the  quaywall  to  protect  facilities  such  as 
the  waterfront  road,  which  is  the  primary  weapons  handling  route  from 
weapons  storage  to  the  submarines,  the  torpedo  wire  rewind  shop;  the 
torpedo  handling  equipment  maintenance  shop;  the  waterfront  safe-haven  for 
torpedoes  during  electrical  storms;  underground  utilities;  and  berthing  for 
service  craft.  Tna  quaywall  is  a  structurally  integral  component  of  the 
submarine  base  waterfront,  providing  a  non-eroding  interface  between  the 
river  and  the  shore.  It  allows  the  patrol  road  and  the  utility  systems  to 


(Continued  on  DD  1391c) 
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S/M  Q109-LR  00 1  Ml 0 


AACVIOUS  COITIONS  MAY  SC  USKO  INTf  ANALLY 
UNTIL  eXMAUSTCD 


1.  COMPONiNT 

NAVY 

FY  19  31  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATC 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUBMARINE  BASE,  NEW  LONDON,  CONNECTICUT 

|4.  PROJtCT  TITLI 

8.  PAOJtCT  NUM8K *  j 

]  QUAYWALL  REPLACEMENT 

P-413  ! 

11.  REQUIREMENT:  (Continued) 

cun  parallel  to  the  river  without  the  thraat  of  thaic  bain?  undetmined  and 
damagad  by  watar  acosion.  It  la  nacaaaary  to  raplaca  aactlona  of  tha 
detar lor atad  and  severely  damaged  quaywall  to  prevent  tha  road  and 
utilities  from  eventually  collapsing  into  tha  Thames  River.  Thera  ace 
several  shops  and  buildings  sited  close  to  the  water's  edge  that  also 
depend  on  the  quaywall  for  their  foundations'  structural  integrity. 

CURRENT  SITUATION:  Deterioration  of  sheet  piling  and  the  concrete 
retaining  wall  in  the  vicinity  of  Piers  33  and  IS  and  the  Marina  Pier  is 
allowing  fill  material  to  leak,  causing  an  increasing  number  of  waterfront 
roadway  cave-ins.  Conditions  along  the  waterfror.t  are  hazardous  for 
vehicles  and  weight  handling  equipment.  The  roadway  running  parallel  to 
the  quaywall  is  the  principal  route  for  the  weapons  delivery  vehicles 
moving  torpedoes  and  other  weapons  from  the  storage  area  to  the  submarine 
piers.  Loss  of  this  road  would  necessitate  a  re-routing  of  all  traffic 
including  the  weapons  delivery  vehicles  to  a  road  which  passes  in  front  of 
a  family  housing  area.  Utility  systems  behind  the  bulkhead  are  threatened 
with  disruption,  which  would  severely  interfere  with  submarine  repair 
operations  at  the  floating  drydocks.  Torpedo  support  shops  located  near 
the  waterfront  would  become  unusable  if  the  material  under  their 
foundations  were  to  wash  away.  Because  of  severe  deterioration,  repair  is 
not  a  feasible  alternative. 

IMPACT  IF  NOT  PROVIDED:  The  quaywall  will  continue  to  deteriorate  with 
possible  collapse  of  the  waterfront  road  and  utilities  causing  severe 
reduction  of  support  to  submarines  and  submarine  maintenance  functions. 
Torpedo  support  shops  would  be  unusable  if  their  foundations  were  damaged 
through  quaywall  collapse. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’’Facility  Planning  and  Design  Guide.”) 


(1)  Status: 

(a)  Date  Design  Started....... .  11-38 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete .  5-89 

(d)  Date  Design  Complete . . .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(Continued  on  DD  1391c) 
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PMVIOUS  COITIONS  MAT  at  USIO  INTC  ANALLY 
UNTIL  CXMAUSTIO 


CAOI  NO. 


1  C 


t.  COMPONtNT 

NAVY 

FY  19®i_MILITARY  CONSTRUCTION  PROJECT  DATA 

■■1 

3.  INSTALLATION  AND  LOCATION 

NAVAL  SUBMARINE  BASE,  NEW  LONDON,  CONNECTICUT 

|4.  PAOJtCT  TITLI 

t.  AROJtCT  NUMBIA  j 

QUAYWALL  REPLACEMENT 

P-413 

12.  SUPPLEMENTAL  DATA)  (Continued) 


(3)  Total  coat  (c)  ■  (a)  +  (b)  or  (d)  +  (a)  :  (S000) 

(a)  Production  of  Plana  and  Specifications . ( _ 0_) 

(b)  All  Other  Deaign  Coeta . (  430  ) 

(c)  Total.. . . .  430  ' 

(d)  Contract . . . (  125  ) 

(a)  In-houae.... . ........  (___305_) 


(4)  Construction  start . . . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  <  dig  78 1391c 


PAiVIOUS  IDITIONS  MAY  BC  Uf  ID  INTIANALLY 
UNTIL  KXHAU9TKO 


I'AOI  NO.  )Q 

I  /  i- 


*/n  Dour-oeinti 


FY  19  Ji. MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 
NAVAL  SUBMARINE  BASE, 


«.  TNO.SCT  TITLS 


TOR 


I.  PAOJtCT  COST  1*0001 


STEAM  TURBINE  GENERATOR  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIOED  FROM  OTHER  APPROPRIATIONS 


4,460 

240 

4,700 

-(NO  4-ADD)  (  0) 


Install  steam  driven  turbine  electric  power  generator  including  condenser, 
piping,  valves,  controls  and  metering;  structural  modifications;  electrical 
system  modifications. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  a  11,500  kilowatt  steam  driven  turbine  electric  power 
generator,  ancillary  equipment,  and  modifications  to  the  power  plant 
building  and  its  utilities.  (Current  mission.) 

REQUIREMENT;  Assure  adequate  uninterrupted  electrical  service  for  ashore 
facilities,  for  peak  shaving,  and  emergency  conditions  in  support  of  base 
operations  and  the  submarines  and  support  ships  homeported. 

CURRENT  SITUATION:  The  electric  power  generating  capability  is 
insufficient  to  support  the  base-wide  demand  when  purchased  power  is  down. 
Existing  capacity  can  support  the  afloat  units,  but  not  shore  facilities. 
The  existing  peak  ashore  load  demand  is  15,000  KW  and  the  afloat  demand  is 
8,000  KW.  A  recent  study  of  the  future  demand  projects  a  peak  ashore 
demand  of  22,000  KW  and  peak  afloat  demand  of  20,000  KW  by  1993.  The 
existing  power  generating  capacities  of  th*  power  plant  with  all  turbines 
running  at  full  continuous  capacity  is  9,500  KW,  barely  enough  to  meet 
afloat  demand  today.  This  project  will  close  the  gap  for  required  shore 
peak  power  demand.  As  the  base  continues  its  rapid  development,  the 
present  capability  of  the  power  plant  to  suppo.t  all  activities  during 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  ti  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


11.  REQUIREMENT)  (Continued) 

CURRENT  SITUATION)  (Continued) 

commercial  power  outage*  become*  even  less  effective.  Load  shedding 
drill*  have  eatabliahed  that  no  more  than  ten  percent  reduction  of  the 
ashore  facilities  can  be  achieved  without  significant  impact  on 
operations.  Existing  electrical  generating  capability  is  also 
insufficient  for  providing  economical  peak  shaving.  Peak  demands  have 
resulted  in  high  penalty  coats  charged  by  the  commercial  supplier.  To 
avoid  these  penalties,  the  base  utilises  its  own  generating  capability  to 
shave  off  the  peaks  thereby  keeping  purchased  power  within  an  acceptable 
range,  and  avoiding  penalty  charges  which  can  amount  to  nearly  $1  million 
per  year. 

IMPACT  IP  NOT  PROVIDED)  Widespread  load  shedding  in  the  event  of  loss  of 
commercial  power  will  be  necessary.  This  will  adversely  impact  base 
operations.  Undesirable  penalty  costs  will  be  incurred  as  a  result  of 
inadequate  peak  shaving  capacity. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status)  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete .  5-89 

(d)  Date  Design  Complete . 1-9U 

(2)  Basis: 

(a)  Standard  or  Defir  itive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) ; 

(a)  Production  of  Plans  a:.:d  Specifications. 

(b)  All  ether  Design  Costs . . . 

(c)  Total . . . 

(d)  Contract . 

(*)  In-house..... . . 


(*000) 

(  2-  J  ) 

(  50  ) 

290 

I  255  ) 
(  35  ) 


(4)  Construction  start. 


,  12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  Non*. 
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PMVIOUS  IOITIONS  MAY  •!  UtIO  INTI  ANALLY 
UNTIL  IXHAUtTIU 


1.  COMAONSNT 


FY  19.11.  MILITARY  CONSTRUCTION  PROJECT  DATA 


1.  DAT! 


3.  INSTALLATION  AMO  LOCATION 

NAVAL  SUBMARINE  BASE, 


«.  PROJECT  TITLS 


THAMES  RIVER  DREDGING . 

SUBTOTAL  . 

LESS!  NATO  SHARE . . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


13.000 


13,000 

-5,990 


Dredging  to  deepen  Thames  River  main  ship  channel,  operating  and 
maneuvering  areas,  and  alongside  Piers  32  and  33. 


11.  REQUIREMENT:  AS  Required. 

PROJECT:  Provides  dredging  of  the  Thames  River  and  operating  areas  at  the 
base  in  support  of  SSN-21  SEAWOLF  nuclear-powered  attack  submarines.  (New 
mission. ) 

REQUIREMENT:  Adequate  access  up  river  to  Piers  32  and  33  for  SSN-21 
operational  evaluations  and  eventual  homeporting.  The  Navy  plans  to 
construct  the  SSN-21  class  submarine  to  succeed  the  SSN-68S  Los  Angeles 
class.  The  emphasis  in  this  class  will  be  improved  machinery  and  combat 
systems  in  both  sensors,  quieting,  and  additional  weapons.  Increased  hull 
diameter,  and  therefore  greater  draft,  will  permit  bow-mounted, 
large-diameter  torpedo  tubes  for  "swim-out*  torpedoes.  Thirty  SSN-21 
submarines  will  be  constructed  carrying  about  twice  the  number  of 
tube-launched  weapons  as  previous  classes.  Budget  requests  for  long-lead 
funding  began  in  FY  1989.  First  delivery  to  the  fleet  for  operational 
evaluations  is  expected  in  1994.  Dredging  is  required  in  the  ship  channel 
from  Electric  Boat,  Groton  to  just  north  of  Pier  33,  the  northern  most  pier 
at  this  base.  Operating  and  maneuvering  areas  adjacent  to  the  ship  channel 
in  the  vicinity  of  base  piers  will  be  dredged  to  permit  proper  and  safe 
berthing  or  getting  underway  of  submarines.  Dredging  alongside  the  two 
designated  SSN-21  piers,  Piers  32  and  33,  is  also  required.  Operational 
evaluation  of  the  newly  constructed  submarines  is  scheduled  to  begin  at 

(Continued  on  DD  1391c) 
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PREVIOUS  KOITIONS  MAY  SK  USIO  INTERNALLY 
UNTIL  EXHAUSTED 


t/NOIOt  IP  001-39*0 


1.  COMPONENT 


2.  DATE 


FY  19_®i_MILITARY  CONSTRUCTION  PROJECT  DATA 


nn  F0BM  «OQ4>  P«*VIOU»*OITION«M*r  *1  UIIO  INTCNNALLY  , 

UD  1  0«C  ?•  U91C  UNTIL  (XHAUtTID  **<>«  NO.  ^ 


KN9IIUF401MII 


1.  COMPONENT 


n  1M<  MHJTARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

4.  COMMAND 

it.  AREA  CONSTR. 
COST  INDEX 

NAVAL  SUBMARINE  SCHOOL. 

CHIEF  OF  NAVAL 

i 

NEW  LONOON.  CONNECTICUT 

EDUCATION  AND  TRAINING 

|  1.17 

«.  PERSONNEL 
STRENOTH 

».  AS  OF 
OR/JO/M 
b.  ENO  FT 


PERMANENT 


STUDENTS 


CIVILIAN 


M 

at 


».  TOTAL  ACREAOE  TENAI 

b.  INVENTORY  TOTAL  AS  OF  SO  SEP  ••  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY, 
d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

B-  REMAINING  DEFICIENCY . 

n.  GRAND  TOTAL . 


1S4S 

awsa 


7.  INVENTORY  DATA  ISOOOI 


TENANT  OF  MSB 


O 

9.540 

15,000 

0 

2.300 

O 

25.940 


9.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 

CATIGOPY 

COM  PROJECT  TITLE 

icon 

COST 

ttoooi 

MS  ION  STATUS 
{TART  MMRLtn 

171.35  OPS  TRAINER  FAC 

91.000  SF  . 

15.000 

12/99  09/90 

TOTAL 

15.000 

li'll'Ll  4E3CFIT  <<iAi 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

9.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
171.20  APPLIED  INST  BLDG 


27.120  SF 


Provioa  off  tears  Ana  anllstaa  man  with  basic  subaanne  knowledge  ana 
skills  upon  wnlcn  eparstlng  subasrlna  coaasnos  esn  build  coapatanca  and 
proficlancy  in  operating  ana  nalntalninB  subaarines  and  tnair  weapon 
systaas.  Provioa  functional,  rafraaher,  advancad,  and  taaa  training 
to  bring  cuoaarino  paraonnal  to  a  lava!  of  incraasad  proficlancy  in 
specific  skills. 


pollution  abatement 

INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


1.  COMPONf  NT 

_NAVY _ 

FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  SUBMARINE  SCHOOL, 

LONDON.  CONNECTICUT _ 

4.  PROJECT  TITI 

_ QPERATiOl 

S.  PROGRAM  ELEMENT 

_  0804731H 

■SPrfwfflH 

»,  corr  ESTIMATES 


ITEM 

U/M 

- 

QUANTITY 

UNIT 

corr 

1 

COST 

($000) 

OPERATIONAL  TRAINER  FACILITY  . 

SF 

91,000 

97.00 

8,830 

SUPPORTING  FACILITIES . 

- 

4,710 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

(  1,140) 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  880) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  960) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

(  1.730) 

SUBTOTAL  . 

- 

- 

13,540 

CONTINGENCY  (5%)  . 

- 

- 

- 

_680 

TOTAL  CONTRACT  COST . 

- 

- 

14,220 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5. St).  . 

- 

- 

780 

TOTAL  REQUEST . .  .  .  .  . 

- 

“ 

- 

15,000 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

1 

-  (NO 

0— ADD) 

(369,080) 

pile  foundation,  concrete  floors  and  roof 


on  cellular  netal  decking,  masonry  walls,  demountable  and  sliding  interior 
partitions,  computer  flooring,  air  conditioning  and  process  cooling, 
compressed  sir  system,  security  and  fire  alarm  systems,  fire  protection 
system,  inert  gas  system,  elevator,  grounding  and  lightning  protection 
systems,  utilities. 


11. REQUIREMENT!  291,170  SF.  ADEQUATE:  200,170  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  an  operational  trainer  facility.  (New  mission.) 
REQUIREMENT:  The  Seawolf  SSN-21  class  submarine  will  be  coming  on  line  in 
1994  with  unique  systems  on-board.  Personnel  must  be  trained  in  the 
operation  and  maintenance  of  these  systems  to  ensure  effective  utilization 
before  the  first  subauirine  is  commissioned.  The  SSN-21  training  is  a  new 
requirement  involving  new  facilities,  increased  staff,  and  students. 
CURRENT  SITUATION:  No  existing  space  is  available  for  this  new  training 
mission  as  all  spaces  are  fully  occupied  with  current  training  tasks.  The 
SSN-21  training  will  be  concurrent  with  all  existing  training. 

IMPACT  IF  NOT.  PROVIDED;  This  activity  will  be  unable  to  provide 
operations  and  maintenance  training  for  the  new  submarine  systems. 
Submarines  will  deploy  without  fully  trained  personnel,  jeopardizing  fleet 
readiness  potential. 


(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  SC  USED  INTERNALLY 
UNTIL  EXHAUSTED 


S/N  0U»  LF  001  3»10 


PAGE  NO.  ]  C  C, 

*  /  > 


w 


. 

I 


1.  COMPONENT 

NAVY 

FY  192Lm!LITARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  installation  ano  location 

NAVAL  SUBMARINE  SCHOOL f  NEW  LONDON,  CONNECTICUT 

|4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  f 

OPERATIONAL  TRAINER  FACILITY 

P-398 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
’Ulitary  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

<c)  Date  Design  35%  Complete . . 

(d)  Date  Design  Complete . . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  645  ) 

(b)  All  Other  Design  Costs . 1  190  ) 

(c)  Total.. . . .  835 

(d)  Contract . (  770  ) 

( e)  In-house . . . (  65  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  otner  appropriations: 

Fiscal  Year 
Appropriated 
or  Requested 

1989,  1992 

1989- 1993,  1997 
1996 

1990- 1992 
TOTAL 


bbivious  ioitioni  may  sc  uico  intcbnallv  _  - 

UNTIL  CXHAUSTID  AO"  NO  O  Ct  C 


DD '  dec  7®  1391c 


Cost 

($000) 

4,400 

250,500 

104,000 

10,180 

369,080 


Equipment 

Nomenclature 


Basic  Operator  Trainer 
Two  Maintenance  Trainers 
Team  Trainer 
Ten  Various  Trainers 


Procuring 

Appropriation 

OPN  4  RDTSE 
OPN  i  RDT4E 
OPN 
OPN 


12-88 

_ 45. 

7-89 

6-90 


f 


1 .  COMPONENT 

FY  iggi  MILITARY  CONSTRUCTION  PROGRAM 

NAVY  | 

| 2.  DATE 

1 

1 

3.  INSTALLATION  AND  LOCATION 

4.  COMMAND 

IS.  AREA  CONSTR. 

1 

1  COST  INDEX 

NAVAL  RESEARCH  LABORATORY. 

1  OFFICE  OF  THE  ChUP 

WASHINGTON.  DISTRICT  OF  COLUMBIA 

OF  NAVAL  RESEARCH 

1.04 

6.  PERSONNEL 
STRENGTH 

ft.  AS  OF 
09/30/88 

b.  END  FY 
19RA 


PERMANENT 


SUPPORTED 


OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLI$TED  |  CIVILIAN 


7.  INVENTORY  DATA  ICOUO) 


«.  TOTAL  ACREAGE  < 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

fl.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL  . 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM. 


136.480 

50.200 

9,800 

12.220 

0 

29.190 

237.890 


CATEGORY 

COPE 


_ PROJECT  TITLE 

ELECTRO-OPTICS  RESRCH  LAB 
TOTAL 


-TTOPE 

50,000  $F 


DESIGN  STATUS 
START  COMPLETE 

11/88  01/90 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
312.25  SPACECRAFT/SAT  LAB 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


80,000  SF 


This  activity  is  *  mul  1 1 -discipl  inary  laboratory  addressing  almost  all 
araas  of  science  and  technology  of  interest  to  the  Navy;  exceptions  are 
medicine  and  weapons.  The  laboratory  nas  Its  primary  mission  in  tna 
physical  aciancas  and  related  fields  where  it  conducts  scientific 
researen  and  development  directed  towards  new  and  improved  materials, 
equipment,  teheniques  and  systems.  In  addition,  this  activity  ia  the 
lead  laboratory  in  electronic  warfare  because  of  unique  capabilities 
In  this  area. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH); 
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1.  COMPONENT 

NAVY 


FY  19_2i  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  DATE 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  RESEARCH  LABORATORY , 
WASHINGTON ,  DISTRICT  OF  COLUMBIA 


4.  PROJECT  TITLE 

ELECTRO-OPTICS  RESEARCH 
LABORATORY 


5.  PROGRAM  ELEMENT 

S.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($000) 

060S896N 

310.17 

P-115 

9,800 

•.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

'ELECTRO-OPTICS  RESEARCH  LABORATORY  I ".  T  .  . 

SF 

56, ooo 

- 

K'  8,120 

BUILDING  ADDITION . 

SF 

50,000 

133.00 

(6,650) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(1,300) 

TECHNICAL  OPERATING  MANUALS . 

LS 

- 

- 

(  170) 

SUPPORTING  FACILITIES . 

« 

- 

- 

730 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  290) 

MECHANICAL  UTILITIES  ...  . 

LS 

- 

- 

(  220) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  220) 

SUBTOTAL  . 

- 

- 

- 

8,850 

CONTINGENCY  (5%) . . 

- 

- 

- 

440 

TOTAL  CONTRACT  COST . 

- 

- 

- 

9,290 

SUPERVISION,  INSPECTION  k  OVERHEAD  (S.5«).  . 

- 

- 

- 

510 

TOTAL  REQUEST . 

- 

- 

- 

9,800 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

U-ADD) 

(  0) 

Two-story  stael  frame  and  masonry  building  addition,  pile  foundation, 
concrete  floors,  built-up  roof,  vibration-isolated  flooring,  dust  and 
environmental  controls,  electromagnetic  shielding,  secret  compartmented 
information  facility  construction,  clean  rooms,  computer  flooring,  fire 
protection  system,  air  conditioning,  utilities. 


11.  REQUIREMENT;  52, *30  SF.  ADEQUATE;  2,430  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  state-of-the-art  optics  and  electro-optics  research 
facilities.  (Current  mission.) 

REQUIREMENT:  Basic  research  and  development  in  fields  of  optics  and 
electro-optics  having  potential  for  direct  military  applications.  Includes 
fiber  optics,  laser  weaponry,  and  focal  plane  arrays  for  space  and  aircraft 
surveillance  systems,  optical  countermeasures,  and  undersea  surveillance. 
The  Naval  Research  Laboratory  must  respond  in  a  timely  fashion  to  rapid 
changes  in  technology  and  to  the  constant  evolution  of  military 
requirements.  Special  compartmented  vaults,  secure  laboratories,  and 
shielded  rooms  are  required  for  the  execution  of  several  highly  classified 
projects. 

CURRENT  SITUATION;  The  pre-1941  facility  assets  utilized  today  are  designed 
in  a  manner  to  make  adaptation  to  modern  research  techniques  economically 
impossible.  They  were  designed  without  the  necessary  dust,  noise, 
temperature,  vibration,  and  humidity  controls  required  during  research. 

(Continued  on  DD  1391c) 
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1.  COM^ONiNT 

NAVY 

PY  19_!±_MILiTARY  construction  project  data 

2  OATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  RESEARCH  LABORATORY,  WASHINGTON,  DISTRICT  OF  COLUMBIA 

14.  PROJECT  TITLE 

S.  PROJECT  NUM1ER  j 

ELECTRO-OPTICS  RESEARCH  LABORATORY 

P-115 

U.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION i  (Continued) 

Experimentation  stoppages  are  frequent  and  the  inability  to  perform 
certain  experiments  is  reaching  a  critical  level,  keeping  the  Optical 
Science  Division  from  carrying  out  its  mission. 

IMPACT  IF  NOT  PROVIDED!  Continued  operations  in  inadequate  facilities  will 
contribute  to  lost  efforts  and  jeopardize  the  quality  and  timeliness  of 
essential  functions  in  the  research  and  development  of  optics 
applications.  Several  important  developmental  projects  in  the  areas  of 
undersea  surveillance,  fiber  optics,  space  surveillance,  directed  energy 
weaponry,  and  optical  countermeasures,  will  not  be  able  to  proceed. 
Potential  scientific  breakthroughs  may  not  be  realized  or  may  be 
substantially  delayed. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N,£A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  580  ) 

(b)  All  Other  Design  Costs . (  200  ) 

(c)  Total.. .  780 

(d)  Contract . . . (  680  ) 

(e)  In-house . 1  100  ) 

(4)  Construction  start . . . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None, 


DDioact.  1391c 


PREVIOUS  EDITIONS  MAY  SE  US  ID  INTERNALLY 
UNTIL  EXHAUSTED 


PAOC  NO.  2  0 


1.  COMPONENT 
NAVY 


| 2 .  DATE 


FY  1091  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

4.  commano 

'5.  AREA  CONSTR. 
COST  index 

NAVAL  AIR  STATION. 

COMMANDER  IN  CHIEF, 

1 

CECIL  FIELD,  FLORIDA 

ATLANTIC  FLEET 

.8? 

6.  PERSONNEL 
STRENGTH 

a.  AS  OE 
09/30/00 

b.  ENO  FY 

1994 


PERMANENT 


SUPPORTED 


OWICKfl 

INUSTtD 

CIVILIAN 

OF'iom 

1  INLIfYSD 

8S0 

8300 

1240 

55 

425 

900 

8450 

1240 

55 

425 

a.  total  acreage  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  00  . 

c.  AUTHORIZATION  not  yet  in  inventory . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0.  REMAINING  DEFICIENCY . 

h .  GRAND  TOTAL . 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


7.  INVENTORY  DATA  <90001 


(  22.000) 


194,660 

11,750 

4,010 

0 

4,400 

109,420 

324.270 


CATEGORY 

CODE 

171.20 
831 . 10 


CENTRIFUGE  trainer 

SANITARY  WSTWTR  SYS  UPGRO 

total 


B.700  SF 
LS 


DESIGN  STATUS 
START  COMPLETE 


PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
21101  JET  ENGINE  TEST  CELL 


R  FUNCTI 


An  Atlantic  Flaat  Maatar  Jat  station  tasked  with  providing  oparationai 
support  for  all  aast  coast  carriar  oasad  ant i -submar Ina  warfare  aircraft 
(S-3).  ana  16  csrrier-basaa  light  attack  squadrons.  Cacll  Fiald  is  tha 
sola  aast  coast  support  sits  for  F/A-18  squadrons. 


11 .  DUTSTA 

a:  pollution  Abatement 
8'  INSTALLATION  RESTORATION 
C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


($000) 

20 

39,660 

0 


00  form  1390 
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f 


FY  19.21*  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION, 


4.  PROJECT  TITLE 


CENTRIFUGE  TRAINER 


t.  BBCJ«CT  COST  ($000) 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

CENTRIFUGE  TRAINER  . 

LjjB 

8,700 

127.00 

SUPPORTING  FACILITIES . 

- 

- 

- 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

UTILITIES . 

LS 

- 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

SUBTOTAL  . 

“ 

- 

- 

CONTINGENCY  (St)  . 

- 

- 

- 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (S.St). 

- 

- 

- 

TOTAL  REQUEST . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

TON-ADD 

1,110 
710 
(  300) 

(  210) 
!  200) 


1,910 

100 


2,010 

(  0) 


i-nT.j_ri.AJM; 


IJ.MJ.T-TT 


High  gravity-level  centrifuge  for  human  passengers  in  a  cylindrical  room 
with  reinforced  concrete  foundation,  pit  and  tunnel)  peripheral  rooms  for 
control,  observation,  briefing  and  debriefing,  medical  emergency,  equipment 
maintenance,  storage,  changing  rooms,  restrooms;  uninterruptible  power 
source  (UPS)  backup  interface,  Halon  fire  suppression,  air  conditioning 
with  humidity  control,  fire  protection  and  alarm  systems,  utilities. 


11.  REQUIREMENT)  8,700  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Provides  a  centrifuge  trainer  for  aircrews.  (New  mission.) 
REQUIREMENT:  Centrifuge  training  to  prepare  aircrews  of  high  performance 
aircraft  for  high  gravity  (G)  turns  during  maneuvers.  High  performance 
aircraft  such  as  the  F/A-18  are  capable  of  high  acceleration  which  includes 
high  G-force  rates  and  sustains  G-l-vels  which  exceed  aircrew  physiological 
tolerances.  Pilots  have  crashed  an^  died  during  training  flights  after 
passing  out  during  violent,  high-speed  turns.  This  blacking-out  is 
referred  to  as  G-LOC,  or  gravity-induced  loss  of  consciousness.  G-LOC 
occurs  just  beyond  S-G's.  Today's  aircraft  can  subject  its  pilot  to  10-G's 
almost  instantly.  Current  G-suits  can  keep  a  pilot  conscious  to  about 
7-G's  by  applying  pressure  to  the  limbs  and  keeping  the  blood  in  the  head 
and  upper  body.  To  combat  G-LOC,  the  military  is  developing  new  G-suits, 
helmets,  and  posture  and  breathing  techniques.  To  train  aircrews  in  these 
techniques  and  to  test  the  new  suit  and  helraents,  the  Navy  is  planning 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


rv> 

o 


1.  COMPONENT 


NAVY 


FY  19.!LmILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION,  CECIL  FIELD,  FLORIDA 


4.  TSOJfCT  TITLi 
CENTRIFUGE  TRAINER 


3.  PAOJICT  NUMSCR 

P-212 


U.  REQUIREMENT!  (Continued) 

construction  of  two  centrifuge  training  facilities  at  its  F/A-18  bases. 
Studies  have  validated  the  effectiveness  of  training  aircrews  on  the 
centrifuge. 

CURRENT  SITUATION!  The  anti-G  straining  maneuver  is  a  technique  developed 
to  ward  off  loss  of  periferal  vision  and  G-LOC  during  high  G  turns.  The 
anti-G  straining  maneuver  is  explained  to  aircrews  in  a  classroom 
setting.  However,  there  is  no  realistic  substitute  to  actual  experience 
of  the  G-LOC  sensation  and  combating  it  under  high  G-force  conditions.  A 
centrifuge  can  provide  a  very  realistic  simulation  of  these  forces.  The 
gondola  can  be  positioned  a  variety  of  ways  and  G-forces  can  be  applied  as 
might  be  experienced  in  an  actual  aircraft  to  train  aircrews  on  the  anti-G 
straining  maneuver  while  under  G-load. 

IMPACT  IF  NOT  PROVIDED!  No  other  training  method  is  effective  in  training 
aircrews  for  high  G-rates  and  high  G-levels.  The  present  method  of 
classroom-only  instruction  does  not  adequately  prepare  the  aircrews  for 
the  experience  of  high-G  exposure  and  the  problems  its  causes. 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started . * 

(b)  Percent  Complete  as  of  January  1990 . * 

(c)  Date  Design  35%  Complete . * 

(d)  Date  Design  Complete . * 


(2)  Basis: 

(a)  Standard 'or  Definitive  Dasign:  Yea _ No  X 

(b)  Wht,re  Design  Was  Most  Recently  Used: _ N^A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . ( _ * _ ) 

(b)  AM  Other  Design  Costs . ( _ * _ ) 

(c>  'fot»l .  * 

(d)  Contract . . . . . (  «  ) 

(e)  In-house . . . .  (  «  ) 


(4)  Construction  start . . 4-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


*  One-step  source  selection 
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PREVIOUS  EDITIONS  MAY  tC  USf  D  INTERNALLY 
UNTIL  exhausted 


PAOE  NO. 


206 


■  r  ' 

I 

^  -  i 


1 .  COMPONENT 
NAVY 


IS.  DATE 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


I 


3.  installation  and  location 

NAVAL  AIR  STATION, 
JACKSONVILLE.  FLORIDA 


4.  COMMAND 

COMMANDER  IN  CHIEF, 

Atlantic  fleet 


IS.  AREA  CONSTR. 
1  COST  INDEX 


.87 


6.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

OFF ICIS 

ENLISTED 

CIVILIAN 

OFF  1  CIS 

ENLISTED 

CIVILIAN 

OFF  1  CM 

ENLISTED 

CIVILIAN 

AS  OF 

09/30/88 

1055 

6130 

2500 

224 

425 

0 

43 

245 

0 

10622 

b.  END  FY 

19S4 

1015 

5936 

2500 

65 

423 

0 

43 

245 

0 

10227 

7.  INVENTORY  DATA  8000) 


( 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88 . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THRFE  PROGRAM  YEARS  .... 

g.  REMAINING  DEFICIENCY . 


S.4S0) 


h.  GRAND  TOTAL 


233,540 
13.620 
9,  100 
6,200 
14,000 
102.040 
378,500 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


category 

CODE 

171,35 
831 . 10 


PROJECT  TITLE 


SCOPE 


ANTI -SUB  WARFARE  TRNG  CTR 
WASTEWATER  SYSTEM  IMPROVES 

total 


30.310  SF 
LS 


COST 

(*ooo> 


2.800 

6.300 


DESIGN  STATUS 
START  COMPLETE 

11/88  01/90 

04/89  05/90 


9.  100 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 


131,50 

TRANSMITTER  BLOG  ADDITION 

44,100  SF  _ 

€.200 

TOTAL 

6.200 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS. 

171.35 

OPS  TRAINER 

LS 

e.ooo 

171.20 

A/C  SUPPORT  EOUIP  TRNG  BLD 

LS 

6,  GOO 

843. 10 

FIRE  PROTECTION 

7.200  LF 

1.400 

10.  MISSION  OR  MAJOR  FUNCTIONS: 

This  activity  is  nomaport  for  savan  land-baaad.  ant i -sucnwr ina  warfara 
(ASW)  squadrons  (P-3)  arid  all  aast  coast  carriar-Dasad  ASW  Hal  icopter 
squadrons  (SH-3/SH-60F ) .  Providas  support  to  tha  Naval  Aviation  Depr  t  and 
a  Naval  Hospital . 


Six  Land  Basad  ASW  Squadrons 
Six  Hal icoptar  ASW  Squadrons 
Two  Float  Raadinass  Squadrons 


Naval  Aviation  Dspot 

Naval  Air  Rasarva  Unit 

Naval  Ragional  Mad leal  Cantar 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


( 12522) 

80 

10,380 

0 


DO  FORM  1390 
1DEC76 


PAGE  N02  Q  / 


f 
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FY  19_S1_  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  dat* 


a.  installation  and  location 
NAVAL  AIR  STATION, 


4.  PAOJ1CT  TITL* 

ANTI-SUBMARINE  WARFARE 


8.  PROGRAM  ELEMENT 

8.  CATEGORY  COOI 

7.  PROJECT  NUM6IR 

a.  PROJECT  COST  (tOOO) 

. jutomm _ 

TH  ^ _ 

_ P-171 _ 

_ 2raoQ _ 

*.  COST  ISTWAATIt 


•TEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(6000) 

ANTI-SUBMARINE  WARFARE  TRAINING  FACILITY  .  . 

SF 

30,310 

- 

2,290 

APPLIED  INSTRUCTION  TRAINER . 

SF 

76.00 

(2,290) 

SUPPORTING  FACILITIES.  .  .  . 

“ 

- 

240 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENT  .  . 

LS 

- 

(  240) 

SUBTOTAL  . 

- 

CONTINGENCY  (5%> . *  . . 

_ 

_ 

TOTAL  CONTRACT  COST . 

- 

- 

- 

2,660 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5*). 

- 

- 

- 

140 

TOTAL  REQUEST . 

- 

“ 

2,800 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NC 

N-ADD) 

(16,000) 

10.  DESCRIPTION  OF  kA6W66*0  C0NSTNUCTI6N 


One  one-story  precast  concrete  frame  building,  spread  footing  foundations, 
concrete  floor,  tilt-up  precast  concrete  panel  walls,  single  membrane 
roofing  on  precast  roof  system,  fire  protection  system,  air  conditioning, 
utilities;  security  system. 


11.  REQUIREMENT:  30,310  SP.  ADEQUATE:  0  SP.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  classroom  and  training  facilities  to  familiarize, 
indoctrinate,  train  and  refresh  personnel  in  the  operational  and  tactical 
employment  of  equipment  and  flight  systems  of  the  P-3  Anti-submarine 
Warfare  (ASH)  aircraft.  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  accommodate 
the  Pleet  Aviation  Specialised  Operational  Training  Group  (PASO)  and  the 
Naval  Air  Maintenance  Training  Group  Detachment  (NAMTGD) .  The  new  facility 
will  house  $16  million  of  trainers  to  be  delivered  in  1992.  Jacksonville 
is  the  home port  for  six  deployable  P-3  ASH  squadrons,  one  Naval  Reserve 
Force  P-3  squadron,  and  the  only  east  coast  P-3  Fleet  Readiness  (training) 
Squadron.  The  P-3C  joined  the  Navy’s  ASH  forces  starting  in  1969  and  has 
been  updated  several  times  to  improve  its  ability  to  process  more  data 
faster.  The  Navy  is  planning  a  major  systems  improvement  program  for  the 
P-3  and  has  designated  it  P-3C  Update  IV.  This  project  is  specifically 
designed  to  train  personnel  in  maintenance  of  the  aircraft's  tactical 
employment  of  weapons  systems.  The  P-3C  Update  IV  will  utilize  the  same 
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SJN  QlQa  L9  QQI-3R10 


PREVIOUS  EDITIONS  MAY  SI  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONINT 

NAVY 

FY  ISILMILITARY  CONSTRUCTION  PROJECT  DATA 

Y  5SV4  ““ 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION#  JACKSONVILLE#  FLORIDA 

«.  paojccttitlc 

t.  PAOJKCT  NUMMft  1 

ANTI-SUBMARINE  WARFARE  TRAINING  FACILITY 

L _ 

P-174 

11.  REQUIREMENT!  (Continued) 

airframe,  but  will  be  updated  with  advanced  sensors,  on-board  computers 
and  new  avionica  to  enable  it  to  keep  pace  with  the  advancea  being  made  in 
submarine  technologies  such  aa  quieting.  Updated  ay a teas  will  improve  the 
P-3 1  a  ability  to  detect  and  track  new  generation  aubawrinea;  to  coaeiunicate 
with  the  Fleet  battle  group  commander  and  the  Improved  ASH  operation* 
centers  being  constructed;  and  to  process  sensor,  communication,  and 
navigation  data  received  from  many  sources.  Aircrews  must  be  trained  to 
maintain  these  new  systems  to  fully  utilise  their  ASH  potential. 

CURRENT  SITUATION!  Jacksonville  has  been  tasked  to  provide  P-3C  Update  IV 
training.  Currently  all  P-3  training  space*  are  fully  utilised  for  older 
model  P-3C  training.  P-3C  Update  IV  training  will  require  new  trainers. 

The  older  P-3C  trainers  will  be  required  as  long  as  older  P-3C's  are 
assigned  to  the  squadrons.  Complete  transition  is  not  expected  until  the 
mid-1990's. 

IMPACT  IP  NOT  PROVIDED!  Existing  facilities  are  physically  incapable  of 
housing  the  new  trainer  equipment  and  the  associated  support  spaces  for 
the  additional  assigned  training  workload.  PASO's  mission  will  be 
severely  hindered  for  training  aircrews.  NAMTGD  will  not  be  able  to 
|  perform  maintenance  training  to  keep  critical  avionics  components 
operational.  NAMTGD  is  the  only  east  coast  facility  to  provide  support 
for  the  P-3C  Update  IV  training  mission. 

12,  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Tercent  Complete  as  of  January  1990, .  100 

(c)  Date  Design  35»  Complete . 5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  where  Design  Was  Most  Recently  Used:  _ N^A _ 


Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (a) : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . . . 

(c)  Total . 

(d)  Contract . 

(e)  In-house. . . . . 


($000) 
170  ) 
80  ) 
250 
210  ) 
40  ) 
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COMPONiNT 

NAVY 

FY  1»’i_MILITARY  CONSTRUCTION  PROJECT  DATA 

_ 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION,  JACKSONVILLE,  FLORIDA 

|4.  PROJtCT  TITLt 

S.  PROJECT  NUMSPR  J 

ANTI-SUBMARINE  WARFARE  TRAINING  FACILITY 

P-174 

12.  SUPPLEMENTAL  DATA)  (Continued) 


(4)  Construction  start . .  12-90 _ 

(Month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations! 

Fiscal  Tear 

Equipment  Procuring  Appropriated  Cost 

Nomenclature  Appropriation  or  Requested  (>000) 

P-3C  Update  IV  APN  1989  -  1993  16,000 

Maintenance  trainer 
and  associated  equipment 
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PREVIOUS  COITIONS  MAV  •«  U8IO  INTiRNALLY 
UNTIL  SXHAUSTIO 


PAO«  NO. 


1 . COMPONENT 


2.  DATE 


FY  19.2L  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION, 
JACKSONVILLE,  FLORIDA 


S.  PROGRAM  ELEMENT 


4.  PROJECT  TITLE 

WASTEWATER  SYSTEM 


■iiv>W  ;ivj  WvisKtf'M 

rnirr 


I.  COST  ESTIMATES 


WASTEWATER  SYSTEM  IMPROVEMENTS  . 

SUBTOTAL  . 

CONTINGENCY  (5«)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5»).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


U/M  QUANTITY 


l  wnii  fT*T7w »r  ji  jrr«T 


Two  electro-chemical  heavy  met.»l  removal  system  units,  one  reactor 
clarifier,  one  aerobic  digester,  sludge  drying  beds,  in-plant  pipin 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  major  upgrades  of  the  domestic  and  industrial  waste 
treatment  plant.  (Curren^'mission. ) 

REQUIREMENT:  Adequate  and  proper  facilities  to  meet  the  effluent 
limitations  of  the  National  Pollutant  Discharge  Elimination  System  (NPDES) 
Permit. 

CURRENT  SITUATION:  Existing  treatment  facility  does  not  meet  effluent 
limits  required  by  the  permit. 

IMPACT  IF  NOT  PROVIDED:  Permit  violation.  Enforcement  action  such  as 
fines  and  shut-down  of  the  wastewater  treatment  plant.  Shut-down  of  plant 
would  directly  impact  station  missions. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.”) 


(1)  Status: 

(a)  Date  Deaian  Started .  . 

(b) 

Percent  Complete  as  of  January  1990.. 

(C) 

Date  Design  359  Complete . . 

<d) 

Date  Design  Complete . 

(Continued 

on  DD  1391c) 

1.  COMPONENT 

NAVY 

FY  19_!1.M1LITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION,  JACKSONVILLE,  FLORIDA 

14.  PROJECT  TITLE 

6.  PROJECT  NUMEER  J 

WASTEWATER  SYSTEM  IMPROVEMENTS 

P-188  | 

12.  SUPPLEMENTAL  DATA:  (Continued) 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 


(b)  Where  Design  Was  Most  Recently  Used:  _ H/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  300  ) 

(b)  All  Other  Design  Costs.... . (  70  ) 

(c)  Total .  370 

<d)  Contract . (  325  ) 

(e)  In-house . (  45  ) 


(4)  Construction  start . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  Die?:  1391c 


PREVIOUS  EDITION*  MAY  0E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAOE  NO.  , 

^  1 


1.  COMPONENT 


2.  DATE 


FY  issi  MILITARY  CONSTRUCTION  PROGRAM 


NAVY 


INSTALLATION  ANO  LOCATION 

NAVAL  HOSPITAL. 
JACKSONVILLE.  FLORIDA 


S.  PERSONNEL 
S7REN0TH 


4.  COMMA NO 

NAVAL  MEDICAL 


5.  -Uik  CONSTR. 
COST  IMJEX 


•.  AS  OF 
09/30/BB 
b.  END  FV 


a.  TOTAL  ACREAGE  TENAI 

b.  INVENTORY  TOTAL  AS  OF  SO  SEP  SS  . 

C.  AUTHORIZATION  NOT  YET  In  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

n.  GRAND  TOTAL . 


7.  MVtNTORY  DATA  ISOOO) 


TENANT  OF  NAS 


13.770 
IS. GOO 

940 

0 

.  0 
400 
33.710 


a.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATIOOftY 

corf 

PROJECT  TITLE 

ECOPI 

COST 

ttooo> 

DCS  ION  STATUS 
^7  ART  COMPLKTf 

441.30 

MEDICAL  WAREHOUSE  AOOITION 

LS 

940 

09/99  09/90 

TOTAL 

940 

I  ■nVQ  ■J.T-FI  <41 


A.  INCLUDEO  IN  FOLLOWING  PROGRAM 
NONE 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


Provides  inpat lant  and  outpatlant  haaltn  car*  for  aetlva  duty  Navy  ana 
Marina  Corpa  paraonnal ,  Federal  Uniformed  Sarvlcaa  paraennal .  and  otnar 
authorizad  Danaf tclarlaa .  Nava)  Hospital  Jacksonville  aervaa  nortneaet 
Florida  and  aoutnoaat  Georgia. 


H'i*UUl4CF 


^RuiwnjHnrnfi 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(1000) 


00  FORM  1»fO 
1DCC76 


PAGE  NO. 


213 


1.  COMPONENT 


FY  IM1  NMUTARY  CONSTRUCTION  PROGRAM 


3.  installation  and  location 

4.  COMMANO 

8.  AREA  CONSTC. 
COST  INDEX 

NAVAL  AIR  STATION, 

COMMANDER  IN  CHIEF , 

; 

KEY  WEST,  FLORIDA 

ATLANTIC  FLEET 

|  1  .05 

8.  EltSomiL 
STRENGTH 

a.  as  of 
oo/ao/u 

5.  END  FY 


a.  TOTAL  ACRSaOE  ( 

P.  INVENTORY  TOTAL  AS  OF  SO  SIP  OR . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  ,  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

n.  ORAM)  TOTAL . 


I.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


7.  MVBUTOftV  DATA  (Soon 


(  10.001) 


112. AEO 
11.220 
7,000 
0 
0 

14.400 

14B.OCO 


JNT  AIR  RECON  CTL  CTB  AOCN 
EOO  MORILE  UNIT  PAC 
TOTAL 


LS 

21. SCO  SF 


DESIGN  STATUS 

Jiaai 

04/18  09/80 

10/SB  08/88 


ijniYi:TpiPnr«< 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

R.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


Maintain*  and  oparata*  an  air  station  to  support  training  of  flignt  cruw 
using  tactical  aircraft  aasrclslng  in  tne  Cariooaan  Saa  and  in  tna  Gulf. 
Provioea  waterfront  support  for  a  patrol  snip  (PHM)  squadron  and  oartmng 
faclllttas  for  up  to  fiva  surface  coaoatants  operating  in  tna  aroa  on 
forward  deployment.  Major  unit*  supported  include: 

Two  aircraft  squadrons  (30  aircraft)  Air  Forco  Air  Defense  Units* 

Coast  Guard  units  (five  cutters  A  tnrae  SES)  US  Forces  Ctrlooean 
One  PHM  squadron  (sis  enipa)  uadi  cal  Clime 

Naval  Intel llgence  A  Security  Detecnastnte 


A:  POLLUTION  ABATEMENT  0 

S:  INSTALLATION  RESTORATION  14,700 

c:  Occupational  safety  and  health  (osh):  o 


00  FORM  IttO 
10(076 


PAGE  NO. 
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FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION, 


4.  PROJECT  TITLE 

EXPLOSIVE  ORDNANCE  DISPOSAL 
MOBILE  UNIT  FACILITY 


•  PROJECT  COST  (SOOOI 


U/M  QUANTITY 


EXPLOSIVE  ORDNANCE  DISPOSAL  MOBILE  UNIT  FAC. 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL . . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST' . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Two-story  steel  frame  stuccoed  concrete  masonry-unit  building,  grade  beam 
and  pile  foundation,  concrete  floors,  built-up  roof  on  steel  bai-joist 
system,  security  fencing  and  lighting;  fire  protection  system,  air 
conditioning,  utilities;  demolition  of  two  buildings. 


11.  REQUIREMENT:  28,560  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  a  waterfront  operations,  maintenance,  and  administration 
building  to  support  sn  Explosive  Ordnance  Disposal  (EOD)  Mobile  Unit.  (New 
mission.) 

REQUIREMENT:  Adequate  and  properly-configured  secure  facilities  to 
accommodate  EOD  Mobile  Unit  Four,  an  entirely  new  Navy  organisation 
scheduled  to  be  established  in  the  Key  West  area  at  the  old  Truman  Annex. 
Initially,  this  unit  will  have  a  staff  of  63  officers  and  enlisted 
personnel,  with  plans  to  increase  to  a  full  staff  of  161  by  1990.  Thi? 
project  will  accommodate  the  full  staff,  operational  craft,  marine  systems, 
and  administrative  needs  of  the  mobile  unit.  The  primary  mission  of  EOD 
units  is  to  provide  shore  activities  and  forces  afloat  with  highly  skilled 
personnel  trained  in  the  delicate  art  of  explosives  disarmament  and 
disposal.  The  function  of  the  units  is  to  deal  with  any  type  of  explosive 
ordnance  that  could  be  encountered  in  action  against  an  enemy,  as  well  as 
Navy  ordnance  that  is  mishandled  or  defective.  The  mobile  unit  will  be  a 
specialised  group  to  assist  Nav^al  activities  in  the  southern  U.S.  and  in  the 
Caribbean  area. 

(Continued  on  DD  1391c) 
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t/N  01 W  V»  Ml  M10 


PAQf  NO. 


1  .COMPONENT 


2.  DATE 


FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 

3.  INSTALLATION  AND  LOCATION  '  "  ’  ™— 

NAVAL  AIR  STATION,  KEY  WEST,  FLORIDA 

5.  PnOJiCT  NUMien 

P-620 

IX.  REQUIREMENT:  (Continued) 

This  unit  will  also  participate  in  nine  warfare  exercises,  provide 
underwater  explosive  ordnance  reconnaissance  training  for  civil 
authorities,  assist  the  U.S.  Secret  Service,  and  participate  in  research 
and  development  projects  including  support  of  the  Naval  Ocean  Systems 
Center  Marine  Mammal  Research  effort.  Establishment  of  this  necond  east 
coast  mobile  unit  will  parallel  the  highly  successful  west  const  program 
at  San  Diego.  Facilities  for  Mobile  Unit  Two  at  NAB  Little  Creek, 

Virginia  were  successfully  programmed  in  FY  1985.  Other  Mobile  Units  will 
be  established  in  the  future  as  the  program  to  replace  the  small 
detachments  with  regional,  more  capable  Mobile  Units  proceeds. 

CURRENT  SITUATION;  The  small  four-man  EOD  detachment  formerly  serving 
this  activity  has  been  replaced  by  the  much  larger  mobile  unit.  Interim 
facilities  are  being  prepared  and  used  at  the  Truman  Annex  for  the  new 
unit.  These  temporary  facilities  will  provide  half  the  space  required  for 
the  mobile  unit.  A  minimal  amount  of  funds  will  be  expended  on  these 
facilities  to  make  them  capable  of  accommodating  the  unit  until  this 
project  is  completed. 

IMPACT  IF  NOT  PROVIDED:  The  new  mobile  unit  will  not  have  adequately 
sized  and  configured  facilities  to  accommodate  the  full  staff  of  161 
people  and  all  its  equipment,  small  craft,  and  administrative  items. 
Establishment  of  marine  mammal  systems  and  mine  countermeasures  capability 
at  this  strategic  location  will  be  hindered. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete .  9-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  _ No  X 

(b)  Where  Design  Was  Most  Recently  Used: _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications... . (  185  ) 

(b)  All  Other  Design  Costs . (  125  ) 

(c)  Total .  310 

(d)  Contract.. . (  270  ) 

( e)  In-house . . . . . (  40  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


4.  t ROJfCT  TITLI 

EXPLOSIVE  ORDNANCE  DISPOSAL  MOBILE  UNIT  FACILITY 
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'AIVIOUS  IOITIONI  MAY  •(  UtID  INTISNALLV 
UNTIL  IXHAUITID 


ft/N  «1«'WP  491-St It 


1.  COMPONENT 


FY  19 MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION, 


l  A  Am : i  ->L'V  -4  mi  ;•  i  r.\ 


S.  PROGRAM  CLCMKNT 


4.  PROJCCT  TiTLE 

JOINT  AIR  RECONNAISSANCE 


I*-*]  v  y  4 ;  w  x  *  4  ;w>T»)v 


I.  COST  (STSMATit 


U/M  QUANTITY 


JOINT  AIR  RECONNAISSANCE  CONTROL  CENTER  ADDN  LS 

SUBTOTAL  . . . . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION ,  INSPECTION  i  OVERHEAD  (S.St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Steel-frame  building  addition  to  match  existing,  concrete  foundation  and 
floor,  masonry  walls,  built-up  roof,  computer  flooring,  fire  protection 
system,  air  conditioning,  utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  an  addition  to  the  Joint  Air  Reconnaissance  Control 
Center  Key  West  to  allow  expansion  of  mission  and  additional  space  for  air 
surveillance  and  control  equipment.  Provides  facilities  in  support  of 
remote  surveillance  radar  and  communication  equipment  to  be  installed  at 
the  Naval  Station,  Guantanamo  Bay,  Cuba.  (Current  mission.) 

REQUIREMENT:  Improve  air  surveillance  coverage  and  air  traffic  control  in 
the  Gulf  of  Mexico  and  the  Caribbean  Sea.  The  Joint  Air  Reconnaissance 
Control  Center  is  located  at  the  Naval  Air  Station,  Key  West.  It  is  a 
■joint  military-civilian  operation  with  FAA  providing  air  traffic  control 
services  to  civilian  air  traffic  in  the  region.  The  military  functions  are 
performed  by  Navy  and  Air  Force  personnel  and  report  directly  to  the 
Unified  Commander,  Commander  in  Chief,  Atlantic.  The  military  mission 
includes  monitoring  all  traffic,  both  military  and  civilian,  in  the  ocean 
areas  south  of  Florida.  This  includes  monitoring  Cuban  and  Soviet  air 
traffic.  It  provides  air  traffic  control  to  military  aircraft  training  in 
the  surrounding  off-shore  ranges.  New  missions  include  the  monitoring  of 
potential  drug-traffic  entering  U.S.  airspace  from  Latin  America.  An 
addition  to  the  control  center  is  required  to  accommodate  this  new 

(Continued  on  DD  1391c) 
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S/N  Oin  LR461M10 


f 


1.  comfonsnt 

NAVY 

FY  IsILm JUTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION,  KEY  WEST,  P LORI DA 

U.  PROJECT  TITLE 

S.  PROJECT  NUMBER  J 

JOINT  AIR  RECONNAISSANCE  CONTROL  CENTER  ADDITION 

P-636 

U.  REQUIREMENT!  (Continued) 

workload.  Additional  remote  radar  and  communications  facilities  are 
required  at  Guantanamo  Bsy  to  expand  the  coverage  of  regions  south  of  Cuba 
and  into  the  Caribbean  Sea.  Utility  work  and  building  renovations  will 
also  be  required. 

CURRENT  SITUATION!  There  is  no  space  in  the  control  center  to  accommodate 
additional  workload  generated  by  the  new  military  responsibilities 
assigned  to  the  center  in  the  war  against  drugs.  Surveillance  of  small 
aircraft  carrying  drugs  cannot  be  adequately  performed  without  improving 
the  equipment  and  the  addition  of  remote  and  more  powerful  radar  systems. 
There  is  no  practical  data  link  of  air  surveillance  information  from  Naval 
Air  Station,  Guantanamo  Bay  to  the  Joint  Air  Reconnaissance  Control  Center 
located  in  Key  West. 

IMPACT  IF  NOT  PROVIDED!  Surveillance  cover  will  not  be  expanded.  There 
will  be  no  spaces  for  expanded  functions  and  new  equipment.  The 
military's  contribution  to  the  drug  war  in  the  region  will  not  reach  its 
full  potential. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  4-89 

(b)  Percent  Complete  as  of  January  1990 . 45 

(c)  Date  Design  35%  Complete..... .  9-89 

(d)  Date  Design  Complete . . .  5-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  x 

(b)  Where  Design  Was  Most  Recently  Used!  _ N/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  <d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  210  ) 

(b)  All  Other  Design  Costs . (  110  ) 

(c)  Total . .  320 

(d)  Contract . . . . . (  300  ) 

(e)  In-house . . . (  20  ) 


(4)  Construction  start . . . . 4-91 


(month  and  year) 

b.  Equipment  associated  with  this' project  which  will  be  provided 
from  other  appropriations!  None. 
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PREVIOUS  COITIONS  MAY  BK  U8IO  INTI  ANALLY 
UNTIL  IXMAUBTID 


PAO«  NO. 


1.  COMPONENT  I  12.  DATE 

i  FY  1991  MILITARY  CONSTRUCTION  PROGRAM  ! 

NAVY  i 


3.  INSTALLATION  and  location 

4.  COMMAND 

15.  AREA  CQNSTR. 

FLEET  TRAINING  CENTER. 

CHIEF  OF  NAVAL 

COST  INDEX 

MAYPORT,  FLORIDA 

EDUCATION  AND  TRAINING 

1 

6.  PERSONNEL 
STRENGTH 

PERMANENT 

STUOENTS 

SUPPORTED 

OFFICE* 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED  1 

1  CIVILIAN 

OFFICE* 

ENLISTED 

CIVILIAN 

¥  A<>  OP 

_ _ _ J 

09/30/88 

17 

100 

2 

49 

wmm 

172 

b.  END  FY 

1904 

ie 

102 

2 

■n 

70 

9H5 

1 

■9 

200 

7.  INVENTORY  DATA  ($0001 


a.  TOTAL  acreage  tenant  op  ns 


b.  INVENTORY  TOTAL  AS  OP  30  SEP  S6 .  0 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  0 

a.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  5.300 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  O 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  O 

o-  REMAINING  DEFICIENCY .  0 

n.  GRAND  TOTAL .  5.300 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


SCOPE 


COST 

11000' 


DESIGN  STATUS 
START  COMPLETE 


179.45  FIRE  FIGHTING  TRNG  FAC 
TOTAL 


LS 


5.300  11/88  01/90 

5.300 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provida  facilities  for  anti-submarine  attack,  communications,  ana 
electronic  equipment,  snip  handling,  navigation,  ana  seamanship 
training  for  the  operating  forces  of  the  Navy. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  ( SOOO ) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


DO  FORM  1390 
1DEC76 


PAGE  NO.  2  1  9 


t.  COMPONiNT 


FY  19 2L.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

FLEET  TRAINING  CENTER, 


4.  PROJECT  TITLE 

FIRE  FIGHTING  TRAINING 


».  COST  ESTIMATE! 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(S000) 

FIRE  FIGHTING  TRAINING  FACILITY . 

LS 

- 

- 

4,250 

TRAINER  STRUCTURE . 

LS 

- 

- 

(3,000) 

APPLIED  INSTRUCTION  BUILDING  . 

SF 

11,680 

88.00 

(1,030) 

BUILT-IN  EQUIPMENT  .  .  . 

LS 

- 

- 

(  50) 

TECHNICAL  OPERATING  MANUALS . 

LS 

- 

(  170) 

SUPPORTING  FACILITIES . 

- 

- 

- 

530 

ELECTRICAL  UTILITIES  . 

LS 

“ 

(  70) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  300) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

(  160) 

SUBTOTAL  . 

- 

- 

4,780 

CONTINGENCY  (5%)  . 

- 

- 

- 

240 

TOTAL  CONTRACT  COST . 

- 

- 

- 

5,020 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5*).  . 

- 

- 

- 

280 

TOTAL  REQUEST . 

- 

- 

- 

5,300 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

J-ADD) 

(4,660) 

Reinforced  concrete  trainer  structure  and  control  building;  two-story 
reinforced  concrete  frame  instruction  building,  concrete  foundation  and 
floors,  built-up  roof;  metal  grating  over  crawl  space;  fire  protection 
system,  air  conditioning,  utilities;  pollution  abatement,  fuel,  water  and 
wastewater  treatment  storage  tanks;  burning  devices. 


11.  REQUIREMENT;  As  Requited. 

PROJECT:  Provides  a  fire  fighting  training  facility.  (Current  mission.) 
REQUIREMENT:  Adequate  facilities  to  train  crash  and  rescue  crews  as  a 
team  in  extinguishing  simulated  aircraft  and  crash  fires  utilizing  all 
tools  and  equipment  available  on  an  aircraft  carrier  flight  deck. 

CURRENT  SITUATION:  Current  oil-fired  trainers  require  an  extensive  amount 
of  time  and  materials  for  clean-up  and  restart  between  training  sessions 
and  are  not  conducive  to  team  damage  control  training.  The  current 
trainer  does  not  adequately  simulate  all  potential  aviation  type  fires. 
IMPACT  IF  NOT  PROVIDED:  Shipboard  personnel  will  not  receive  proper 
classroom  and  field  exposure  to  actual  fire  situations  and  associated 
extinguishing  agents  to  meet  fleet  training  needs,  and  fleet  readiness 
will  continue  at  its  current  low  level. 


(Continued  on  DD  1391c) 
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PAGE  NO.  -  - 


( 


FY  19_MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 


FLEET  TRAINING  CENTER,  MAYPORT,  FLORIDA 


4.  *AOJSCT  TITL* 

FIRE  FIGHTING  TRAINING  FACILITY 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  3S%  Complete .  5-89 

(1)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Moat  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  ♦  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  170  ) 

(b)  All  Other  Design  Costs . (  80  ) 

(c)  Total . . . . .  250 

(d)  Contract . (  220  ) 

( e)  In-house . (  30  ) 


(4)  Construction  start. 


12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Procur ing 
Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Fire  Fighting  Trainer 


OPN-BA  7 


.  1391c 
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PREVIOUS  COITIONS  MAY  BC  USID  INTIANALLY 

UNTIL  kxhaustco 


PAOt  NO. 


1  .  COMPONENT 

NAVY 

FY 

1991  MILITARY  CONSTRUCTION  PROGRAM 

12.  DATE 

3.  INSTALLATION  AND  LOCATION 

4.  COMMAND 

IS.  AREA  CONSTR. 

NAVAL  STATION. 

MAYPORT,  FLORIDA 

CCMMANDER  in  chief, 
ATLANTIC  FLEET 

COST  INDEX 

.87 

SUPPORTED 


7.  INVENTORY  DATA  ttOOOl 


A.  TOTAL  ACREAGE  ( 

6.  INVENTORY  TOTAL  AS  OP  30  SEP  98  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


1S3.390 
5.420 
3,600 
13.770 
2  1 , 600 
33 . 050 
230.930 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 

CATEGORY 

CODE 

PROJECT  TITLE 

SCORE 

COST 

<sooo> 

DESIGN  STATUS 
START  ^  COMPLETE 

84  :  . 30 

WATER  STORAGE  TANKS 

1.500.000 

G  A 

3.600 

11/88 

01/90 

TOTAL 

3.600 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

740.74 

CHILD  CARE  CENTER 

16.020 

SF 

2.  150 

831.41 

HAZARDOUS  WASTE  FACILITY 

LS 

1  .  150 

841.10 

WATER  TREATMENT  FACILITY 

8.000 

KG 

B.600 

841 . 10 

FEED  WATER  VEMIN 

LS 

970 

841 . 10 

ANTI  SILT  FACILITY 

LS 

900 

TOTAL 

13,770 

ion  or  major  function 

Mayport  will  Pa  homaport  fop  a  total  of  fiva  LAMPS  MK  III  Hal Icoptar 
Squadrons  (SH  60-B  Hel icoptar)  anV  is  homaport  for  ona  LAMPS  Mk  I 
Hal icoptar  Squadrons.  Dalivortas  of  tha  SH-CO  Hal icoptar  Pagan  m 
1985.  Major  units  Hwisaportad  at  Maypor  includa  two  aircraft  earriars; 
28  cruisars.  dastroyars  and  frlgataa;  ona  dastroyar  tandar;  tnroa 
rasarva  snips:  SIMA:  and  a  flaat  training  cantor. 


ANDING  POLLUTION  AND  SAFETY  DEFICIENCIES :  (tOOO) 
POLLUTION  ABATEMENT  90 
INSTALLATION  RESTORATION  13,450 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


DD  FORM  1390 
1DEC76 


PAGE  NO. 


1 . COMPONENT 


FY  19  JU.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION, 


S.  PROGRAM  (LtMCNT 


4.  PROJECT  TITLI 


S.  PROJiCT  COST  ISOOOI 


U/M  QUANTITY 


WATER  STORAGE  TANKS . 

ELEVATED  MATER  STORAGE  TANKS  . 

GROUND  LEVEL  MATER  STORAGE  TANKS  . 

PIPES,  PUMPING,  CONTROL  EQUIPMENT . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  .....  . 

CONTINGENCY  (S»)  . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  ANO  OVERHEAD  (5.5%). 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


1,S00K  - 

I,000K  a. 50 
500K  1.30 


-  (NON-AD 


Potable  water  storage  tanks,  pile  foundations,  distribution  system 
reinforcement  and  improvements,  pumping  facilities)  hardening;  utilities) 
demolition  of  one  building. 


11.  REQUIREMENT:  2.25  MG.  ADEQUATE:  0.75  MG.  SUBSTANDARD:  _0_  MG. 
PROJECT:  Provides  two  500, 000-gallon  elevated  and  one  500,000-gallon 
ground-level  potable  water  storage  tanks,  including  pipeline  distribution 
and  pumping  system,  and  instrumentation.  (Current  mission.) 

REQUIREMENT:  Additional  potable  water  storage  capacity  to  meet  present 
operating  water  pressure  demands  and  to  satisfy  the  fire  fighting  water 
requirements  of  the  station.  Mayport  has  experienced  significant  growth 
over  the  past  decade.  A  large,  medium-industrial  Shore  Intermediate 
Maintenance  Activity  (SIMA)  is  now  in  operation.  A  new  berthing  wharf  for 
FFG-7  class  frigates  is  complete.  The  existing  berthing  wharfs  have  been 
upgraded.  A  completely  new  helicopter  support  complex  is  nearing 
completion.  Numerous  personnel  support  facilities  have  been  built  or  are 
under  construction.  Five  helicopter  squadrons  and  several  new  ships  are 
now  home  ported.  All  these  functions,  facilities,  and  users  require  fresh 
water  for  industrial  and  domestic  use  and  for  fire  protection. 

CURRENT  SITUATION:  Mater  is  supplied  to  water  storage  tanks  from  wells 
located  on  the  base.  Mater  is  treated  prior  to  being  stored  and 
distributed.  The  existing  potable  water  storage  capacity  consists  of 
750,000  gallons  with  500,000  in  one  ground  storage  tank  and  250,000 

(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  SC  USCO  INTCANALLY 
UNTIL  CXHAU8TKO 


> 


1.  COMAQNCNT 

NAVY 

FY  19JLL-MIUTARY  CONSTRUCTION  PROJECT  DATA 

t.  DATt 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  HAYPORT,  FLORIDA 

|4.  AAOJ8CT  TlTLl 

V  RAOJtCT  NUMMA 

WATER  STORAGE  TANKS 

P-830 

11.  REQUIREMENT i  (Continued) 

CURRENT  SITUATION i  (Continued) 

geilone  in  an  elevated  storage  tank.  The  near-term  eater  storage  capacity 
requirement  is  2,250,000  gallons  to  aeet  daily  industrial  and  doaeetlc 
demands,  and  to  have  enough  water  in  reserve  for  fire  fighting. 

Additional  water  storage  capacity,  wells  and  water  treataent  facilities 
will  be  required  in  the  future  aa  aore  facilities  are  progr sawed  and 
constructed.  The  current  capacity  does  not  satisfy  even  the  fire  fighting 
reserve  of  one  aillion  gallons.  The  water  distribution  systea  to  the 
industrial  areas  is  Insufficiently  sited  to  deliver  the  required  3-4,000 
gallons  per  minute  needed  for  fire  fighting.  TVj  elevated  tanks  will 
provide  the  necessary  water  pressure  where**  tne  ground  tank,  while  not 
having  as  great  a  water  pressure  head,  is  a  less  expensive  tank.  This 
will  provide  the  correct  mix  of  each  configuration 

IMPACT  IF  WOT  PROVIDED!  Sufficient  water  capacity  on  the  base  will  not  be 
available  should  a  major  fire  occur.  All  existing  capacity  would  be 
consumed  leaving  the  base  without  enough  industrial  and  domestic  water  for 
about  24  hours. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . 5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  •  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  i>nd  Specifications . (  95  ) 

(b)  All  Other  Design  Costs . (  65  ) 

(c)  Total .  160 

(d)  Contract. . (  130  ) 

(e)  In-house . .....(  30  ) 

(4)  Construction  start . . .  12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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AAtVIOUC  COITIONS  MAY  Sf  UtIO  INT*  ANALLY 

until  cxmaustcd 


AAOC  NO. 


\ 


f 


1 


1  1 .  COMPONENT  | 

12.  DATE 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

3.  INSTALLATION  AND  LOCATION 

4.  COMMAND  IS.  AREA  CONSTR-. 

COST  INDEX 

NAVAL  TRAINING  CENTER. 

CHIEF  OF  NAVAL  1 

ORLANDO.  FLORIDA 

EDUCATION  AND  TRAINING  j  .84 

6.  PERSONNEL 
STRENGTH 

PERMANENT 

r 

STUDENTS 

SUPPORTEC 

) 

YftTil 

S.  AS  OF 

OFF 1 eta 

INUSTCO 

CIVILIAN 

OFFICM 

CNLISTKD 

CIVILIAN 

OFF  1  CIS 

KNUSTKD 

CIVILIAN 

1  U  1  AL 

09/30/88 
b.  END  FY 

332 

2116 

3228 

383 

13314 

0 

0 

212 

0 

19595 

1994 

313 

2097 

3383 

437 

18794 

0 

0 

215 

0 

23239 

a.  TOTAL  ACREAGE  ( 

D.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

Q.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL  . 

8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


7.  INVENTORY  DATA  ($000) 

(  2,098) 


181,340 
36 , 240 
19,350 
5,300 
17.330 
36.670 
296,230 


CATEGORY 

CODE 

431 . 10 
721 . 14 

722.10 


_ PROJECT  TITLE 

COLD  STORAGE  WAREHOUSE 
BARRACKS 
MESS  HALL 
TOTAL 


10.560  SF 
116.630  SF 
5?, 000  SF 


DESIGN  STATUS 
START  COMPLETE 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
740.74  CHILD  CARE  CENTER 
TOTAL 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
721.14  BARRACKS 
844.30  FIRE  PROTECTION  SYS 
441.10  WAREHOUSE 


720  PN 
178. 130  SF 
121,600  SF 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provida  basic  mdoctr mat  ion  (racruit  training)  for  anllstad  parsonnsl ; 
primary,  advanced,  and  soaclalizad  training  for  offlcar  ana  anllstad 
parsonnai . 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (8000) 

A:  POLLUTION  ABATEMENT  60 

B:  INSTALLATION  RESTORATION  3,000 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


I  DO  FORM  1390 
1DEC76 


PAGE  NO.  £  / 


f 


1.C0MP0NINT 


2.  DATE 


NAVY 


3.  INSTALLATION  AND  LOCATION 
NAVAL  TRAINING  CENTER, 
ORLANDO.  FLORIDA 


S.  PAOOAAM  CLSMKNT 


0805796N 


FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 


4.  PROJECT  TITLE 

BARRACKS 


f.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

721.14 

P-200 

e.  project  cost  isoooi 


10,910 


S.  COST  ESTIMATES 


U/M  QUANTITY 


BARRACKS  . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  .  ..... 

MECHANICAL  UTILITIES  ....  . 

PAVING  AND  SITE  IMPROVMENT,  DEMOLITION  .  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Seven-story  steel  frame  building,  concrete  foundation  and  floors,  masonry 
walls  with  brick  facing,  built-up  roof  over  concrete  on  steel  deck, 
elevators,  automatic  sprinkler  fire  protection  system,  air  conditioning, 
utilities;  semi-open-bay  living  compartments  concept;  demolition  of  one 
building. 

Grade  mix:  720  E1-E4.  Total:  720. 


11.  REQUIREMENT:  8,224  PN.  ADEQUATE:  6,396  PN.  SUBSTANDARD:  0  PN. 

PROJECT:  Provides  adequate  billeting  for  720  enlisted  students  assigned  to 
Navy  basic  "A"  schools.  (Current  mission.) 

REQUIREMENT:  Adequate  housing  for  8,224  "A*  school  students  either 
undergoing  basic  skills  training  after  completion  of  recruit  training  or 
are  upgrading  fleet  skill  training  requirements. 

CURRENT  SITUATION:  Adequate  berthing  capacity  of  6,396  spaces  exist  on 
base,  including  the  720  spaces  funded  in  FY  1987,  and  the  1,440  spaces 
funded  in  FY  1939.  A  new  construction  deficiency  of  1,828  adequate 
billeting  spaces  exist  for  "A”  school  students.  Upon  completion  of  this 
project,  the  remaining  projected  space  deficit  will  be  satisfied  by 
follow-on  projects  currently  proposed  for  FY  1992  and  FY  1993.  All 
projected  space  requirements  are  revalidated  annually  by  a  new  survey, 
which  updates  planning  projections.  Some  students  are  currently  housed  in 
overcrowded,  inadequate,  40  year-old  facilities  which  cannot  be  economically 
modernized. 

(Continued  on  DD  1391c) 


DO:  «c  7.1391 

t/N  01 03  LF -001 -9910 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1 .  COMPONENT 


FY  19 _!LMILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 


NAVAL  TRAINING  CENTER,  ORLANDO,  FLORIDA 


4.  PROJECT  TITLE 


3.  PROJECT  NUMBER 


BARRACKS 


11.  REQUIREMENT:  (Continued) 

IMPACT  IF  NOT  PROVIDED:  Overcrowding  of  adequate  student  berthing  spaces 
will  continue,  with  some  students  housed  in  facilities  below  the  minimum 
standards  of  adequacy,  to  the  detriment  of  morale,  training,  and  career 
retention  efforts. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 4-86 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Cjee  Design  35%  Complete .  12-86 

(d)  Date  Design  Complete. . . .  8-87 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


Total  cost  (c)  »  (a)  ♦  (b)  or  (d)  +  («) : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(c)  Total . 

(d)  Contract . . . 

(e)  In-house . 


(S000) 
235  ) 
60  ) 
295 
265  ) 
30  ) 


(4)  Construction  start. 


_ 12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  1  DEC  7E  1391c 


PRCVIOUS  f  OITION1  MAY  Bf  UflD  INTBRNALLY 
UNTIL  IXMAUSTSD 


PAOC  NO. 


1.  COMPGNSNT 


NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  TRAINING  CENTER, 
ORLANDO,  FLORIDA 


6.  PROGRAM  ILSMSNT 


080S796N 


FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 


C.  CATiQOR Y  cool 

7,  PROJ8CT  NUMBS  * 

431.10 

P-202 

4.  PROJKCT  TITLS 

COLD  STORAGE  WAREHOUSE 


•  .  PROJSCT  COST  (MOO) 


U/M  QUANTITY 


COLD  STORAGE  WAREHOUSE  ......  . 

BUILDING  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  fc  OVERHEAD  (5. St).  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


One-story  masonry  building,  concrete  foundation  and  floor,  built-up  roof, 
loading  dock  with  hydraulic  dock  lavalara,  stacking  hsight  approximately 
16-faat,  flra  protection  system,  utilities. 


11.  REQUIREMENT)  10,560  3P.  ADEQUATE)  0  SF.  SUBSTANDARD)  0  SF. 
PROJECT)  Constructs  a  cold  storage  warehouse.  (Current  mission.) 
REQUIREMENT)  Adequate  cold  storage  warehouse  capacity  to  support  the 
military  personnel  assigned  to  the  activity,  and  sited  in  accordance  '1th 
the  master  plan. 

CURRENT  SITUATION)  The  existing  cold  storage  warehouse  is  located  1.3 
miles  from  the  main  base  in  an  area  which  is  intended  for  disposal  action. 
The  warehouse  capacity  is  Inadequate  to  support  the  increased  student 
loading. 

IMPACT  IF  NOT  PROVIDED)  Existing  co.’d  storage  warehouse  which  is 
Improperly  located,  will  have  to  be  supplemented  by  commercially  leased 
space.  This  will  be  expensive,  complicate  deliveries,  increase 
transportation  costs,  and  reduce  supply  reliability  because  of  possible 
strikes  and  less  flexibility  during  emergencies.  Disposal  of  the  existing 
warehouse  area  copJ.d  not  occur. 


(Continued  on  DD  1391c) 


PRSVIOUS  COITIONS  MAY  SI  VSSD  INTIRNALLY 
UNTIL  IXHAUflTCO 


PAOC  NO. 


1.  COMPONENT 

NAVY 

FY  Ifl  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  Date 

3.  INSTALLATION  ano  location 

NAVAL  TRAINING  CENTER,  ORLANDO,  FLORIDA 

4.  PAOJCCT  TITLI 

1.  PAOJICT  NUMICR  J 

COLD  STORAGE 

WAREHOUSE 

P-202 

12.  SUPPLEMENTAL  DATA! 

a.  Estimated  design  atatuai  (Pcojact  design  conform*  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Daaign  Guide.") 

(1)  Statuai 

(a)  Data  Design  Started . * 

(b)  Percent  Complete  as  of  January  1990.... . » 

(c)  Date  Design  35%  Complete .  * 

(d)  Date  Design  Complete....... .  * 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yea  No  X 


(b)  Where  Design  Was  Most  Recently  Usedi  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) t  (SO 00) 

(a)  Production  of  Plans  and  Specifications . (  *  ) 

(b)  All  Other  Design  Costs... . (  *  ) 

(c)  Total . . . . .  * 

(d)  Contract... . . . . . .  (  *  ) 

(e)  In-house . . . (  *  ) 

(4)  Construction  start . . . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriation*!  None. 

*  Performance  specifications  to  limit  acquisition  to  modular 
construction. 


DD 'os?  7*  1391c 


PfttVlOUt  IDITIONt  MAY  91  U8ID  INTI  ANALLY 
UNTIL  IXHAUSTIO 


PAOI  NO. 

2 


1 .  COMPONENT 


3.  OAT. 


FY  19 _2i  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  ANO  LOCATION  «.  f  ROJICT  TITLS 

NAVAL  TRAINING  CENTER, 

ORLANDO,  FLORIDA  _ _ MESS  HALL 


S.  PNOONAM  CLiMINT  I  *.  CATIOOA  Y  CODE  |  7.  PROJECT  NUMSEA  IS.  PAOJSCT  COST  ISOOOI 


t.  COST  UTMAm 


U/M  QUANTITY 


MESS  HALL . 

BUILDING  . 

TECHNICAL  OPERATING  MANUALS . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%) .  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


5,650 
(5,560) 
(  90) 

700 
(  150) 

(  80) 
(  470) 

6,350 
320 
6,670 
370 
7,040 
)  (  0) 


IlMV-T  f  M.TI-k rfMTFsU J.r-U-7  !  if.PT-WM 


One-story  steel-frarae  building,  concrete  foundation  and  floor,  masonry 
walla,  built-up  roof,  fira  protection  system,  air  conditioning,  utilities; 
loading  ramp,  emergency  generator;  equipment  for  Kitchen,  galley,  dining, 
serving,  storage;  demolition  of  five  buildings. 


11.  REQUIREMENT;  104,000  SF.  ADEQUATE;  52,000  SF.  SUBSTANDARD;  0  SF. 
PROJECT;  Provides  a  centrally- located  mess  hall  for  more  dining  space, 
food  service,  and  storage.  (Current  mission.) 

REQUIREMENT;  Adequate  additional  dining  capacity  to  support  the  NTC 
Orlando  complex.  This  project  supports  the  move  of  the  BT  "A"  School  from 
Great  Lakes  to  Orlando. 

CURRENT  SITUATION;  The  existing  mess  hall  is  overloaded  resulting  in  slow 
service  at  peak  meal  periods.  This  overuse  causes  personnel  to  spend 
excessive  time  waiting  in  line  to  enter  the  facility.  Galley  personnel 
must  spend  long  periods  of  time  preparing  and  serving  food,  reducing  time 
allotted  for  clean-up  and  maintenance  of  equipment. 

IMPACT  IF  NOT  PROVIDED;  This  center  cannot  accommodate  the  expanded 
mission  with  its  associated  workload. 


(Continued  on  DD  1391c) 
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I'M  010M.F  901  3910 


PREVIOUS  COITIONS  MAY  BC  UStO  INTCRJALLV 
UNTIL  IXHAUSTSD 


PAOC  NO.  *  *2 

C  J  L 


1.  COMPONENT 

HAVY 

fy  i*_!Lmilitary  construction  project  data 

2  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  TRAINING  CENTER,  OnuANDu,  FLORIDA 

4.  PROJECT  TITLE 

MESS  HALL 

12.  SUPPLEMENTAL  DATA: 

1  a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 

I  Military  Handbook  1190,  "Facility  Planning  and  Design  Guide*") 

a) 

Status! 

(a)  Date  Design  Started . . . . 

.  11-88 

<b)  Percent  Complete  as  of  January  1990.... 

.  100 

(c)  Date  Design  35t  Complete . . 

.  5-89 

(d)  Date  Design  Complete . 

.  1-90 

(2) 

Basis! 

(a)  Standard  or  Definitive  Design: 

Yes 

NO  X 

(b)  Where  Design  Was  Most  Recently  Used: 

M/A  I 

(3) 

Total  cost  (c)  -  (a)  ♦  (b)  or  <d>  +  (e) ! 

($000) 

(a)  Production  of  Plans  and  Specifications. 

.(  290  ) 

(b)  All  Other  Design  Costs... . 

.(  130  ) 

(c)  Total . . . 

.  420 

(d)  Contract . . . . . 

. (  355  ) 

(e)  In-house . . . 

.1  65  l 

<4) 

Construction  start . 

12-90 

(month 

and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided  1 

from  other  appropriation*!  None. 

DDi  oic  ii  1391c 


AAIVIOUI  IOITIONI  MAY  If  Ullo  INTI  ANALLY 
UNTIL  IXHAUITID 


AAOI  NO. 


«/M  •«•»'!.*  <M4  Ml* 


23 


1.  COMPONENT 

NAVY 

|  2 .  DATE 

FY  i99i  MILITARY  CONSTRUCTION  PROGRAM 

3.  INSTALLATION  AND  LOCATION 

NAVAL  COSTAL  SYSTEMS  CENTER. 

PANAMA  CITY,  r LORIDA 

4.  COMMAND  15.  AREA  CONSTR. 

COST  INDEX 

SPACE  AND  NAVAL  WARFARE 

SYSTEMS  COMMAND  j  .87 

6.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

KNLISTtD 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

a.  AS  OF 

09/30/88 

51 

407 

1287 

37 

110 

0 

5 

50 

17 

1964 

b.  ENO  FY 

1994 

S3 

408 

1315 

74 

533 

0 

5 

50 

17 

2455 

7.  INVENTORY  DATA  (8000) 


a.  TOTAL  ACREAGE  (  1,113) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY  COST  DESIGN  STATUS 

CODE _ PROJECT  TITLE _  SCORE _  jSOOOl  START  COMPLETE 

310.33  COMP/ANALYSIS  LAB  ADDN  33.000  SF  _ 5.300  01/89  01/90 

TOTAL  5 , 300 


9.  FUTURE  PROJECTS : 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

315.20  U/W  ELEX  SYS  ENG/TEST  FAC  SO.OOu  SF  S.000 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Principal  Navy  RDT8E  canter  For  tne  application  oF  science  and 
technology  associated  vltn  military  operations  carries  out  principally 
in  the  coastal  region.  Maintains  the  primary  in-house  research  and 
development  capability  For  inshore  warFare  including  countermeasures, 
deFense.  surveillance,  and  interdlcat ion;  control  technology;  naval 
swimmer /diver  support  systems;  salvage  support;  acoustic  countermeasures; 
and  r-  .blous  operations. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  <1222) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  12.740 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


65 . 390 
7,330 
5,300 
0 

5,000 

15,070 

98.090 


OD  FORM  1180 
10EC78 


PAGE  NO.  .  2  3  tL 


1.  COMPONENT 


HAW 


FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  and  location 
NAVAL  COASTAL  SYSTEMS  CENTER, 
BAHAMA  CITY,  KflBTnA 


4.  project  title 

COMPUTATION  AND  ANALYSIS 
rAHQBATopv  ArmripTfiN 


S.  PROGRAM  ELEMENT 


6.  CATEGORY  CODE 


-HD. -23 


7.  PROJECT  NUMSER 


P-101 


E.  PROJECT  COST  (SOOO) 


S  f  300 


t.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

COMPUTATION  AND  ANALYSIS  LABORATORY  ADDN  .  . 

SF 

33,000 

- 

4,350 

BUILDING  ....  . 

SF 

33,000 

112.00 

(3,700) 

BUILT-IN  EQUIPMENT  .  ... 

LS 

- 

- 

(  590) 

TECHNICAL  OPERATING  MANUALS . 

LS 

- 

(  60) 

SUPPORTING  FACILITIES . 

- 

- 

- 

430 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

• 

(  70) 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  110) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  90) 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

LS 

- 

- 

(  160) 

SUBTOTAL  . 

- 

- 

- 

4,780 

CONTINGENCY  (St)  . 

- 

“ 

- 

240 

TOTAL  CONTRACT  COST . 

- 

- 

- 

5,020 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5. St).  . 

- 

- 

- 

280 

TOTAL  REQUEST . 

- 

- 

5,300 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (N 

DN-ADD) 

(31,550) 

10.  DESCRIPTION  OP  PR6POSEO  CONSTRUCTION 


Three-story  reinforced  concrete  frsme  building,  concrete  foundation  and 
floors,  masonry  walls,  built-up  roof  capable  of  supporting  electrical 
equipment,  shielded  spaces,  five-ton  monorail  system,  fire  protection 
system,  air  conditioning  and  mechanical  ventilation,  utilities;  demolition 
of  two  buildings. 


11.  REQUIREMENT;  120,320  SF.  ADEQUATE;  87,320  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Provides  building  addition  to  consolidate  the  computation  and 
analysis  area  with  a  multi-discipline  laboratory  for  RDT&E  on  undersea 
countermeasure  and  coastal  and  special  warfare  programs.  (Current  mission.) 
REQUIREMENT:  Adequate  research  and  computer  space  for  high  priority 
programs  in  surface  mine  countermeasure  exploratory  development,  all  Naval 
Special  Warfare,  sonar  and  torpedo  countermeasures,  and  the  Mine 
Countermeasure  (MCM-1)  Class  Combat  System.  The  U.S.  Navy  countermeasure 
technology  requires  continuous  improvements  to  meet  the  threat  of  the 
1990' s.  The  Countermeasures  Evaluator  (CME)  and  the  Active  Sonar  Model 
(ASM)  are  the  center's  computer  simulation  systems,  utilized  to  provide 
real-time,  interactive  simulation  of  acoustic-sensors  (torpedo  and  mine  and 
sonar),  ships  and  submarines,  and  acoustic  countermeasures  in  a  simulated 
at-sea  environment.  The  software  engineering  computer  center  provides 
life-cycle  maintenance  and  supports  the  software  development  for  the  CME 
and  the  Surface  Ship  Torpedo  Defense  (SSTD)  program.  Also  needed  is 
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PREVIOUS  COITIONS  MAY  M  USSD  INTERNALLY 
UNTIL  EXHAUSTED 


PAOE  NO. 


1.  COMPONENT 

NAVY 

FY  19_!LmIIITARY  CONSTRUCTION  PROJECT  DATA 

- 

2.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  COASTAL  SYSTEMS  CENTER,  PANAMA  CITY,  FLORIDA 

|4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

COMPUTATION  AND  ANALYSIS  LABORATORY  ADDITION 

P-301 

a  comprehensive,  multi-discipline  Naval  Special  Warfare  area  which 
incorporates  major  aspects  and  functions  ( i.e.  submersible,  surface  and 
air  platforms,  command/control/communications  and  intelligence,  life 
support,  and  weapons)  from  other  warfare  areas  for  application  in  a 
variety  of  environments  worldwide.  The  continually  changing  nature  of  the 
threat  and  the  requirements  specified  for  the  Naval  Special  Warfare 
community  require  the  development  and  application  of  new  technology  to 
meet  the  difficult  and  complex  missions  of  the  Naval  Special  Warfare 
forces.  The  proposed  facility  will  provide  the  required  apace  to 
centralize  vital  computer  assets  used  for  simulation  studies,  software 
development,  signal  processing,  engineering  design  of  systems  and 
hardware,  and  provide  compartmented  workspace  for  Special  Warfare  programs. 
CURRENT  SITUATION:  The  projected  workload  at  the  center  will  triple  in 
the  future,  as  mandated  initiatives  in  Naval  Special  Warfare  and  undersea 
countermeasures  are  being  developed.  These  programs  will  require  secure 
laboratory  and  computer  space,  and  compartmented  workspace,  which  cannot 
be  provided  in  existing  facilities.  Many  of  the  above  new  and  expanded 
mission  requirements  require  the  scientific  expertise  of  many  different 
disciplines,  all  applied  to  a  single  undertaking.  Current  spatial 
deficiencies  render  colocation  impossible,  requires  scientists  working  on 
a  common  problem  to  work  in  three  separate  facilities,  and  prevents 
scientific  inter-disciplinary  dialogues  and  communication  required  for 
development  of  new  ideas,  new  products  and  maximum  creativity.  Current 
facilities  are  inadequate,  overcrowded,  and  lack  sufficient  secure  space 
to  accommodate  further  system  expansion  from  the  growth  in  computer  and 
equipment  assets,  as  well  as  environmental  controls. 

IMPACT  IF  NOT  PROVIDED;  Navy's  surface  ships  and  submarine  forces  will 
continue  to  operate  with  less  than  optimum  defenses  against  threat,  mines, 
sonar,  and  torpedoes.  Emergent  mandated  research  to  develop  Improved  mine 
and  torpedo  countermeasures  systems  end  equipment  cannot  be  carried  out, 
which  effects  the  product  development  to  be  utilized  by  the  Fleet  for 
protection.  Proper  management,  direction,  and  execution  of  Naval  Special 
Warfare  Research  and  Development  will  be  in  jeopardy,  as  potential 
sciintific  breakthroughs  may  not  be  realized  or  maybe  substantially 
delayed  because  of  continued  operations  in  unsecure  and  inadequate 
facilities  needed  for  special  access  programs. 

12  SUPPLEMENTAL  DATA! 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 1-89 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  7-89 

(d)  Date  Design  Complete .  1-90 


(Continued  on  DD  1391c) 
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PAOi  NO. 


1.  COMPONENT 


FY  19  MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY 


3.  INSTALLATION  ANO  location 

NAVAL  COASTAL  SYSTEMS  CENTER,  PANAMA  CITY,  FLORIDA 


4.  PROJECT  TITLE 

COMPUTATION  AND  ANALYSIS  LABORATORY  ADDITION 


12.  SUPPLEMENTAL  DATA:  (Continued) 

(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

(b)  Where  Design  Was  Most  Recently  Used: 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(c)  Total . 

(d)  Contract . . . . 


*  PROJECT  NUMSER 

P-301 


Yes _ No _ X_ 

N/A 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . . .(  210  ) 

(b)  All  Other  Design  Costs . (  90  ) 

(c)  Total .  300 

(d)  Contract . . . . . (  20  ) 

(e)  In-house . . (  280  ) 

(4)  Construction  start . . 12-90 _ 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
ft'  n  other  appropriations: 

Fiscal  Year 

Equipment  Procuring  Appropriated  Cost 

Nomenclature  Appropriation  or  Requested  ($000) 


CME  Computer  Equip 
w/software 
ASM  Computer  Equip 
w/software 
MK-50  Torpedo  Equip 
LINK  PALM  Computer 
SIGNAL/IMAGE  Computer 
Sys  w/software 
SEETEC  Computer 
w/software 
CAE  Dsgn/Manf  Sys 
Computer  w/software 
VehAech  Comp  Computer 
Sys  w/software 
STAFS  Computer  Sys 
PRIME  9955  Computer  Sys 
for  other  Hang  Sys 
'1ALCON  VAX  11/750 
Computer  w/software 
LAN  Equip 
Test  Control  Elnx 


Procuring 

Fiscal  Year 
Appropriated 

Cost 

ipropriation 

or  Requested 

($000) 

NIF 

1991 

15,000 

NIF 

1991 

7,000 

NIF 

1991 

3,000 

NIF 

1991 

300 

NIF 

1991 

1,000 

NIF 

1991 

1,400 

NIF 

1991 

700 

NIF 

1991 

500 

NIF 

1991 

1,200 

NIF 

1991 

500 

NIF 

1991 

350 

NIF 

1991 

300 

NIF 

1991 

300 

TOTAL 

31,550 

DDi  b«cT.  1391c 
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PftiVIOUS  COITION*  MAY  M  l.ttD  INT* ANALLY 
UNTIL  IXHAUSTBO 


1.  COMPONENT 
NAVY 


FY  199 1  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  INSTALLATION  and  location 

naval  supply  CENTER, 
PENSACOLA.  FLORIDA 


6.  PERSONNEL 
STRENGTH 

».  AS  OF 
09/30/SB 
b.  END  FY 
1994 


COMMAND 

NAVAL  SUPPLY  SYSTEMS 
COMMAND 


5. 


AREA  CONSTR. 
COST  INDEX 

.62 


PERMANENT 

STUDENTS 

supported 

OFFICE* 

ENLISTED 

CIVILIAN 

OFFICE* 

enlisted 

CIVILIAN 

OFFICE* 

ENLISTED 

CIVILIAN 

13 

21 

394 

HI 

3 

H 

■H 

21 

14 

19 

591 

1 

3 

1 

■H 

21 

TOTAL 


452 

648 


7.  INVENTORY  DATA  #0001 

A.  TOTAL  ACREAGE  TENANT  OF  Mas 


b.  INVENTORY  TOTAL  AS  OF  30  SEP  86 .  0 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  3, 640 

a.  authorization  requested  in  this  program  .  6.100 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  0 

1.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  0 

0.  remaining  deficiency .  0 

h.  GRAND  TOTAL .  9.740 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE _ PROJECT  TITLE 

431.10  COLD  STORAGE  WAREHOUSE 
TOTAL 


SCORE  .  . 
39,360  SF 


COST 

ISDOOi 


6,  100 
6.  100 


design  status 

START  COMPLETE 
11/88  01/90 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

This  center  is  the  primary  stock  point  For  Navy  wholesale  supply  an a 
support  aarvlcas  to  flaat  units  and  shora  activities  on  the  Gulf  Coast 
including  local  aviation  activities,  and  the  Naval  Aviation  Depot. 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOO) 

O 

o 

0 


2 


DO  FORM  1390 
10EC76 


PAGE  NO. 


COMPONENT 


NAVY 


FY  19.11.  MILITARY  CONSTRUCTION  PROJECT  DATA 


installation  ano  location 
NAVAL  SUPPLY  CENTER, 
PENSACOLA.  FLORIDA,. 


4.  PROJECT  TITLE 


COLD  STORAGE  WAREHOUSE 


S.  PROORAM  CLEMENT 


fljazaatSH. 


E.  CATEGORY  CODE 


431. IQ 


7.  PROJECT  NUMIER 


P-271 


E.  PROJECT  COST  ItOOO) 


6.1QQ 


E.  COST  ESTIMATES 


u  m 

QUANTITY 

UNIT 

COST 

COS  7 
($000) 

SF 

39,360 

- 

4,270 

SF 

30,560 

83.00 

(2,540) 

SF 

7,300 

30.00 

(  220) 

SF 

1,500 

20.00 

(  30) 

LS 

- 

- 

(1,480) 

- 

- 

- 

1,230 

LS 

- 

- 

(  340) 

LS 

- 

- 

(  250) 

LS 

- 

- 

(  340) 

LS 

! 

- 

(  300) 

- 

- 

- 

5,500 

- 

- 

- 

280 

- 

- 

- 

5,780 

- 

- 

- 

320 

- 

- 

- 

-  ( 

■ 

HH 

ITEM 


COLD  STORAGE  WAREHOUSE  . 

COLD  STORAGE  BUILDING . 

WAREHOUSE  BUILDING  . 

EXTERIOR  STORAGE  AREA . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION  . 

SUBTOTAL  . 

CONTINGENCY  (51)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5. SI). 

TOTAL  REQUEST . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10-  teSCRIPTION  OP  pAoPOllO  CONSTRUCTION 


One-story  high-bay  steel  frame  building,  concrete  foundation  and  floor, 
metal  doors,  masonry  walls,  built-up  roof,  loading  apron,  central 
refrigeration  system,  emergency  electric  power  system,  utilities,  fire 
protection  system,  air  conditioning;  demolition  of  three  buildings. 


11.  REQUIREMENT:  39,360  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  cold  storage  and  controlled  humidity  facilities.  (New 
mission. ) 

REQUIREMENT:  An  adequate  and  energy  efficient  cold  storage  warehouse  for 
frozen  and  chilled  food  products  that  are  issued  to  fleet  units  and  shore 
activities  in  the  Pensacola  area. 

CURRENT  SITUATION:  The  existing  cold  storage  warehouse  has  inadequate 
capacity,  is  antiquated  and  beyond  economical  repair.  Refrigerated  storage 
units  in  the  building  have  obsolete  refrigeration  systems  subject  to 
frequent  breakdowns,  and  for  which  repair  parts  are  difficult  to  obtain. 
With  the  Pensacola  area's  high  temperatures  and  high  humidity,  inadequate 
storage  of  frozen  products  with  an  abnormally  high  amount  of  material 
handling  causes  deterioration.  The  existing  warehouse  with  a  maximum  of 
eight-foot  stacking  height  has  inadequate  storage  capacity  to  insure  stock 
levels  for  45  days. 


IMPACT  IF  NOT  PROVIDED;  Pensacola  will  continue  to  experience  difficulty 
in  supporting  fleet  units  being  served.  Inadequate  cold  storage  will 
continue  product  deterioration,  excessive  product  handling,  and 
unsatisfactory  stock  levels.  (Continued  on  DD  1391c) 
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•mti.TkP-wi-MH 


PfttVIQUt  IOITIONI  MAY  •«  UfKO  INTI  ANALLY 
UNTIL  tXHAUftTKO 


1.  COMPONENT  IS.  DATE 

;  FY  1991  MILITARY  CONSTRUCTION  PROGRAM  ! 

NAVY  ]  ! 


3.  INSTALLATION  AND  LOCATION  4.  COMMAND  jS.  AREA  CONSTR. 

I  '  COST  INDEX 

NAVY  PUBLIC  WORKS  CENTER.  |  NAVAL  FACILITIES 

PENSACOLA,  FLORIDA  1  ENGINEERING  COMMAND  I  .82 


6.  PERSONNEL 

strength 

PERMANENT 

STUDENTS 

SUPPORTED 

a.  AS  OF 
09/30/88 

b.  END  FY 

Off  1  CIA 

ENLISTID 

CIVILIAN 

offices 

INLISTtO 

CIVILIAN 

Of  F  ICES 

ENUSTKD 

CIVILIAN 

881 

757 

D 

■u 

an 

■ 1 

■D 

MM 

765 

1994 

UK 

750 

■H 

1 

i 

K1 

758 

7.  INVENTORY  DATA  #0001 


e.  TOTAL  ACREAGE  (  3(E) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  BB .  61,530 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  5.620 

a.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM .  3.440 

0.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  O 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  2.100 

g.  REMAINING  DEFICIENCY .  18.850 

M.  GRAND  TOTAL .  91.540 


8.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM; 


category 

COPE  _ RROJECT  TITLE 

842.10  WTR  t  SEWER  PIPELINES  SEP 
TOTAL 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

6.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

841.51  POTABLE  WATER  RESERVOIRS  5,680  GM  2.100 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provides  public  work*,  public  utilities,  public  housing,  transports  ion 
support,  engineering  »*rvlc«,  snors  facilities  planning  support,  and  all 
Othar  public  works  logistics  support  incident  tharsto.  required  by  the 
operating  forces,  dependant  activities,  and  other  commands  located  in  the 
vicinity  of  the  Pensacola  Navy  Complex 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  0E* ICIENCI ES :  ($000) 

A:  POLLUTION  ABATEMENT  2,450 

B:  INSTALLATION  RESTORATION  O 

C:  -OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


-SSQgg. 


COST 

<>ooc» 


LS 


3,440 


3.440 


DESIGN  STATUS 
ST  AST  COMPLETE 

04/89  05/90 


DO  FORM  1390 
1DEC76 


PAGE  NO.  239 


1.  COMPONENT 


FY  1891  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  INSTALLATION  AND  LOCATION 


MARINE  CORPS  LOGISTICS  BASE. 
ALBANY.  SEORGIA 


4.  COMMAND 


5.  AREA  CONSTR. 
COST  INDEX 


COMMANDANT  Of  THE 
MARINE  CORPS 


6.  PERSONNEL 
STRENGTH 

а.  AS  OF 
09/30/88 

б.  END  FY 

1994 


PERMANENT 


SUPPORTED 


OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED 


7.  INVENTORY  DATA  #000) 


a.  TOTAL  ACREAGE  ( 

D.  INVENTORY  TOTAL  AS  OF  10  SEP  BB  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

0.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

0.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


87. ISO 
7.270 
5.930 

4.330 

1.330 
2.950 

108.910 


PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

C00€ 


218.43 
831 . 15 


CALIBRATION  E0U1P  TEST  FAC 
INOUST  WST  TRMT  PLNT  IMPVS 
TOTAL 


33.000  SF 
LS 


DESIGN  STATUS 
start  complete 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
213.39  ABRASIVE  BLAST  FACILITY 
TOTAL 


19,600  SF 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
•441.30  FIRE  PROT  WAREHOUSE 
740  74  CHILO  CARE  CENTER 


LS 

6.380  SF 


Parforin  tha  full  ranga  of  Inventory  nanagaiRant  functions  for  aaconoary 
items  to  which  assigned  intagratad  raatarial  management  raapontIDi  1  ity ; 
perform,  subaaquant  to  acquisition  phasa.  full  range  of  invantory 
management  functions  for  principal  end  Items;  oversee  fielded  Marine 
Corps  weapons  systems  readiness  and  logistic  support;  perform  cataloging 
and  dalegatad  standardization  functions  for  the  Marina  Corps;  perform  all 
required  storage  functions  in  support  of  on-hand  stores  materiel;  provide 
fifth  echelon  depot  level  maintenance  capability  for  support  of 
nonconsumable  items  rebuild  requirements;  provide  overflow  fourth  echelon 
maintenance  capability  in  support  of  operating  forces  nonconsumable  item 
repair  requirements :  provide  a  central  logistics  quality  assurance 
program;  conduct  formal  schools  and  training,  as  directed;  and  perform 
such  other  tasKS  and  functions  as  may  be  directed  by  the  Commandant  of 
the  Marine  Corps. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  .( OSH) : 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


24i- 


1.  COMPONENT 

NXVY  FY  19—  M,UTARY  CONSTRUCTION  PROJECT  DATA 

3.  INST1M.LATION  AND  LOCATION  4.  PAOJICT  TITLE 

MARINE  CORPS  LOGISTICS  BASE,  CALIBRATION  EQUIPMENT 

ALBANY,  GEORGIA  _ ' _ _  TEST  FACILITY _ 

6.  PftOOflAM  ILEMCNT  |«.  CATCOOSV  COOE  J  7.  PROJECT  NUMMR  It.  4AOJICT  COST  ItOOoT" 


I  0702896M 


S.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

218.45 

P-310 

».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

<S0Q0) 

CALIBRATION  EQUIPMENT  TEST  FACILITY . 

SF 

35,000 

- 

2,050 

BUILDING  . 

SF 

35,000 

49.00 

(1,720) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(  330) 

SUPPORTING  FACILITIES . 

- 

_ 

- 

880 

UTILITIES . 

LS 

- 

• 

(  720) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  160) 

SUBTOTAL  . 

- 

- 

- 

2,930 

CONTINGENCY  (51)  . 

150 

TOTAL  CONTRACT  COST . 

- 

- 

3,080 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.58).  . 

- 

- 

170 

TOTAL  REQUEST . 

- 

- 

3,250 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

10.  6ESCHI4TION  04  AAC>6ifO  CONSTRUCTION 

-  (N 

DN-ADD) 

(  0) 

One-story  masonry  load-bearing  wall  building,  concrete  foundation  and 
floor,  built-up  roof  on  insulated  metal  deck,  computer  flooring,  electronic 
shielding,  emergency  generator,  noise  suppressor,  special  calibration  and 
testing  clean  room,  storage  area,  fire  protection  system,  environmental 
control  and  comfort  air  conditioning,  utilities. 

in  REQUIREMENT:  135,640  SF.  ADEQUATE:  100,640  SF.  SUBSTANDARD;  0  SF. 
PROJECT:  Provides  a  facility  to  rebuild,  repair,  calibrate  and  test 
various  test,  measurement,  and  diagnostic  equipment.  (Current  mission.) 
REQUIREMENT;  Adequate  and  properly-configured  facility  for  sole  source 
automatic  test  equipment  (ATE)  repair  and  design  and  to  provide  work  space 
for  metrology  branch  (MB)  personnel  and  equipment.  Additional  personnel 
are  necessary  to  reach  established  staffing  goals  based  on  current 
workload.  Personnel  have  increased  from  34  to  90,  with  a  projected 
requirement  for  114  persons  by  1990. 

CURRENT  SITUATION:  The  work  space  currently  available  is  not  sufficient  to 
accomplish  present  work  requirements.  Over  the  years,  as  work  requirements 
expanded  and  personnel  and  equipment  increased,  other  production  areas  of 
the  Depot  Maintenance  Activity  (DMA)  wrre  compressed,  rearranged,  or 
relocated  to  permit  expansion  of  the  MB.  Space  for  further  expansion  is  no 
longer  available  nor  is  it  the  most  effective  uoe  of  current  real  estate. 
The  steadily  increasing  workload  and  the  use  of  more  modern  sophisticated 
|  equipment  have  caused  the  existing  facilities  to  become  overcrowded.  The 

(Continued  on  DD  13Slc) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONKNT 

NAVY 

FY  191L-MIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  LOGISTICS  BASE,  ALBANY,  GEORGIA 

|4.  PROJCCT  TITVC 

6.  PROJECT  NUMSCA  j 

|  CALIBRATION  EQUIPMENT  TEST  FACILITY 

P-310 

11.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION!  (Continued) 

accuracy  and  precision  of  measurements  required  for  testing  and 
calibration  increases  as  the  level  of  technology  increases.  The 
acquisition  of  larger  computer  systems  to  support  the  Marine  Corps  ATE  has 
shown  a  need  to  provide  an  environment  relatively  free  of  electrical 
interference  and  dust  with  reliable  climate  control  and  power 
distribution.  Within  the  current  DMA  facility,  the  movement  of  tanks, 
personnel  carriers,  tank  retrievers,  cranes,  and  other  heavy  equipment, 
under  their  own  power  or  by  a  75-ton  overhead  crane  occurs  directly 
adjacent  to  the  space  occupied  by  the  MB. 

IMPACT  IF  NOT  PROVIDED!  Continued  use  of  inefficient  spaces  will 
adversely  affect  the  quality  of  the  products  produced.  Full  calibration 
and  measurement  services  cannot  be  provided.  If  metrology  projects  cannot 
be  supported,  new  equipment  evaluation  and  procurement,  and  development  of 
new  calibration  and  repair  resources  will  be  adversely  affected.  Marine 
Corps-wide  maintenance  programs  requiring  the  use  of  ATE  will  be  affected, 
if  test  and  maintenance  packages  cannot  be  delivered  on  schedule  or  at 
all.  Existing  maintenance  programs  relying  on  ATE  gear  will  be  adversely 
affected,  if  the  updating  and  test  program  maintenance  functions  cannot  be 
performed.  The  above  elements  directly  affect  and  will  adversely  impact 
Marine  Corps  readiness  and  combat  capability,  since  every  piece  of  radar 
and  communication  equipment  is  involved. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.”) 


(1)  Status: 

(a)  Date  Design  Started.... .  5-87 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . 10-87 

(d)  Date  Design  Complete .  1-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e) :  ($000)  . 

(a)  Production  of  Plans  and  Specifications . (  130  ) 

(b)  All  Other  Design  Costs . (  60  ) 

(c)  Total . . . . .  190 

(d)  Contract.. . (  155  ) 

( a)  In-house . . (  35  ) 

(4)  Construction  start . . .  12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None.- 


DD  i  oic  7*  1391c 
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PACVIOUS  COITIONS  MAY  SC  U8ID  INTt  ANALLY 
UNTIL  IXNAUSTCO 


PAOE  NO. 


24  c 


1.  COMPONENT 


FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  LOGISTICS  BASE, 


4.  PROJECT  TITLE 

INDUSTRIAL  WASTE  TREATMENT 


*.  PROJECT  COST  ($000) 


U/M  QUANTITY 


INDUSTRIAL  MASTS  TREATMENT  PLANT  IMPR.  .  .  . 

TREATMENT  FACILITIES  .  . 

SECONDARY  CONTAINMENT . 

REPAIR  AND  REPLACEMENT  OF  PLANT  COMPONENTS 

SUBTOTAL  . 

CONTINGENCY  (5»)  .  .  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5. SI).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


2,350 
(1,400) 
(  650) 
(  300) 


2, 3S0 
120 


2,470 

130 


2,600 

0) 


New  influent  flow  division  box,  gravity  separator,  chrome  reduction  tank, 
dissolved  air  flotation  tank,  mechanical  mixing  system  in  existing  surge 
tanks,  automatic  polymer  feed  and  dosage  system*  secondary  containment 
tanks  with  spillage  removal  piping  systems;  improvements  to  existing  flow 
metering,  chemical  feed  pump  and  motor;  repair  and  replacement  of  existing 
plant  deteriorated  tanks;  utilities. 


11.  REQUIREMENT;  As  Required. 

PROJECT:  Provides  additional  and  improved  capabilities  to  remove  oils, 
greases,  and  settleable  solids  to  improve  the  industrial  wastewater 
treatment  plant  efficiency.  (Current  mission.) 

REQUIREMENT;  Adequate  facilities  to  bring  the  industrial  wastewater 
treatment  plant  into  full  compliance  with  applicable  Environmental 
Protection  Agency  standards  and  criteria.  Improve  effluent  standards  for 
metal  finishing  and  the  hazardous  waste  management  system. 

CURRENT  SITUATION;  Wastewaters  are  received  from  several  industrial  and 
maintenance  shops.  After  various  wash  and  rinses  and  pumping  through 
separators,  concentrated  wastes  are  periodically  removed,  containerized, 
and  stored  in  dedicated  tanks.  Downstream  of  ths  surge  tanks,  wastes  are 
pumped  through  various  tanks  with  sfflusnt  being  discharged  into  the 
sanitary  sewer  system.  A  recent  study  of  t>.e  effluent  quality  found  oil 
and  grease  carry  through  into  the  sewage  treatment  plant  in  violation  of 
its  National  Pollution  Discharge  Elimination  System  (NPDES)  permit  limit. 

(Continued  on  DD  1391c) 
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PftKVIOUS  KDiTIONS  MAY  BC  UBID  INT8RNALLY 
UNTIL  IXHAU8TID 


|1.  COMPONENT 


2,  OAT 6 


FY  19_MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  and  location 

MARINE  CORPS  LOGISTICS  BASE,  ALBANY,  GEORGIA 

4.  project  title 

S.  PROJECT  NOMIER 

INDUSTRIAL  MASTS  TREATMENT  PLANT  IMPROVEMENTS 

P-605 

11.  REQUIREMENTS  (Continued) 

IMPACT  IP  HOT  PROVIDED:  Present  operations  will  continue, 

causing 

periodic  effluent  quality  violationa.  Unmetered,  poorly  controlled 

procees  operations  and  structural  deterioration  of  existing  tankage  will 

be  perpetuated. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 

Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990.... 

(c)  Date  Design  35t  Complete.. . 

(d)  Cate  Design  Complete . . . . 

(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

Yes  No  x 

(b)  Where  Design  Was  Most  Recently  Used: 

N/A 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) : 

(S000) 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . . 

(d)  Contract . . . . . 

(4)  Construction  start . 

12-90 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 

from  other  appropriations:  None. 

DD  i  dsc  7«  1391c 


PREVIOUS  EDITION!  MAY  SS  UtSD  INTI  ANALLY 
UNTIL  CXHAUtTIO 


PAOl  NO. 


1  .  COMPONENT 

NAVY 

FY  1091  MILITARY  CONSTRUCTION  PROGRAM 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

4.  COMMAND 

8.  AREA  CONSTR. 
COST  INDEX 

NAVAL  SUBMARINE  BASE. 

strategic  systems 

KINGS  BAY.  GEORGIA 

PROJECTS  OFFICE 

.96 

6.  PERSONNEL 
STRENGTH 


PERMANENT 


SUPPORTED 


AS  OF 

OFFICE* 

ENLISTED 

CIVILIAN 

09/30/86 
END  FY 

430 

4373 

4696 

1994 

640 

7017 

4367 

«.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  Of  30  SEP  ••  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
o.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  (1000) 


(  IS, 711) 


A  17,  MO 
807,380 
69. 130 
8,770 
i  1 . 240 
40.330 
1 .354.890 


8.  PR0JECT5  REOUESTED  IN  THIS  PROGRAM: 

category 

CODE  PROJECT  TITLE 

-  9C0»! 

COST 

<fOOO> 

DESIGN 

STAAT 

STATUS 

COMPLETE 

133.10 

EXPLOSIVES  HNDLG  WHARF 

11.210  SV 

86.400 

01/89 

08/90 

171.30 

TRIDENT  TRAINING  FAC  AOON 

43.000  SF 

4.900 

12/88 

06/90 

431.48 

SMALL  ORDNANCE  MAGAZINE 

LS 

620 

09/89 

06/89 

731.11 

BACHELOR  ENLISTED  OUARTERS 

73.000  SF  _ 

7.200 

12/88 

06/90 

TOTAL 

69.120 

!  A.  INCLUDED  IN  FOLLOWING  PROGRAM 

319.77 

PW  STOP  AREA  ADDN 

4.800  SF 

510 

740. 17 

ORMO  OPS 

LS 

500 

740.38 

RECREATION  SERVICES 

LS 

3.530 

740.36 

CAFETERIA 

LS 

1.430 

740.37 

special  services 

LS 

2.810 

TOTAL 

8.770 

Provlda  facl  1 1 1 tat  for  refit  of  POSEIDON  a no  TRIDENT  lubmarinea  ana 
TRIDENT  II  (0-8)  meella  production. 


IWi  iZUiO  W^.r-*TU  «■  '1UMI  f« 


1  1  .  outstan 

A:  POLLUTION  ABATEMENT 

B :  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


1.  COMPONENT 


2.  DATE 


NAVY 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUBMARINE  BASE, 
KINGS  BAY,  GEORGIA 


«.  PROGRAM  CLEMENT 


0101228N 


FY  10 _ MILITARY  CONSTRUCTION  PROJECT  DATA 


ft.  CAT! GORY  CODE 

7.  PROJECT  NUMSCR 

721. 11 

P-418 

*.  PROJECT  TITLE 

BACHELOR  ENLISTED  QUARTERS 


S.  PROJECT  COST  ISOOO) 


t.  COST  ESTIMATES 


BACHELOR  ENLISTED  QUARTERS . .  . 

SUPPORTING  FACILITIES  .  .  - 

UTILITIES  .  .  .  . . LS 

PAVING  AND  SITE  IMPROVEMENT . LS 

SUBTOTAL . . . - 

CONTINGENCY  (5») . - 

TOTAL  CONTRACT  COST . - 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.S«)  .  .  - 

TOTAL  REQUEST . .  .  - 

EQUIPMENT  REQUESTED  PROM  OTHER  APPROPRIATION;?  - 


5,120 
1,380 
(  880) 
(  500) 


6,500 

320 


6,820 

380 


7,200 
(  0) 


Thrse-story  steel-frame  dormitory  buildings,  concrete  foundation  and 
floors,  masonry  walls,  composition  roof,  fire  protection  system,  air 
conditioning,  utilities;  96  two-bedroom  modules  with  private  bathrooms, 
lounges,  laundry,  storage,  vending,  mechanical  equipment. 

Grade  mix:  160  E1-E4,  100  E5-E6,  6  E7-E9.  Total:  266. 


11.  REQUIREMENT:  2,256  PN.  ADEQUATE:  1,172  PN.  SUBSTANDARD:  0  PN. 
PROJECT:  Provides  adequate  billeting  for  bachelor  enlisted  personnel. 

(New  mis* *  on.) 

REQUIREMENT:  Adequate  housing  for  bachelor  enlisted  personnel  in  grades 
E1-E9.  This  is  eight  of  nine  projects  programmed  to  satisfy  the 
deficiency  at  Kings  Bay. 

CURRENT  SITUATION:  Existing  or  under  construction  bachelor  enlisted 
quarters  are  adequate  to  accommodate  berthing  requirements  only  through 
1990.  These  and  follow-on  projects  have  been  programmed  to  match  the  rate 
of  population  build-up  at  Kings  Bay. 

IMPACT  IF  NOT  PROVIDED:  Insufficient  adequate  billeting  space  will  be 
available  to  house  the  bachelor  enlisted  personnel  assigned  to  Kings  Bay. 
Given  the  isolation  of  the  region,  reasonably  priced,  suitable  rental 
housing  is  not  abundant  on  the  private  economy. 


(Continued  on  DD  1391c) 
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PRIVIOUS  COITIONS  MAY  M  USID  INTI  ANALLY 
UNTIL  KXHAUSTCO 


1 .  COMPONINT 

NAVY 

FY  191LMILITARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUBMARINE  BASE,  KINGS  BAY,  GEORGIA 

1 4.  PROJCCT  Ji" 

BACHELOR  ENLISTED  QUARTERS 

1 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started .  12-^8  . 

(b)  Percent  Complete  as  of  January  1990 .  .50  . 

(c)  Date  Design  35%  Complete .  7~89 

(d)  Date  Design  Complete .  6-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  .220  ) 

(b)  All  Other  Design  Costs . (  0  ) 

(c)  Total .  -?20_ 

<d)  Contract . . . (_ _ 0J 

(e)  In-house . (  _22Q._) 

(4)  Construction  start . . . . 12-90  _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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247 


PRIVIOUS  COITIONS  MAY  BC  USKD  INTIRNALLY 

until  ixhaustio 


1.  COMPONENT 


2.  DATE 


NAVY 


3.  installation  ano  location 
NAVAL  SUBMARINE  BASE, 
KINGS  BAY,  GEORGIA 


S.  PROGRAM  ELEMENT 


0101228N 


FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 


0.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

152.10 

P-364 

4.  PROJECT  TITLE 

EXPLOSIVES  HANDLING  WHARF 


a.  PROJECT  COST  (SOOO) 


56,400 


t.  COST  ESTIMATES 


U/M  QUANTITY 


EXPLOSIVE  HANDLING  WHARF . 

WHARF  AND  APPROACH  RAMPS . SY 

IN-HAUL  WHARF  .  SY 

SUPPORT  BUILDING.  . SF 

SLIP  COVER . LS 

BUILT-IN  EQUIPMENT  (CRANES,  BOOMS) . LS 

SUPPORTING  FACILITIES  .  - 

UTILITIES . LS 

PAVING  AND  SITE  IMPROVEMENT,  DREDGING  ...  LS 

DEMOLITION . LS 

SUBTOTAL . - 

CONTINGENCY  (51) . - 

TOTAL  CONTRACT  COST . - 

SUPERVISION,  INSPECTION,  AND  OVERHEAD  <5.S«).  - 

TOTAL  REQUEST . - 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS.  - 


1,500  (16,050) 

1,500  (  860) 

115.00  (  2,010) 

(14,300) 
(  4,910) 
12,790 
(  6,710) 
(  3,770) 
(  2,310) 
50,920 
2,540 
53,460 
2,940 
56,400 
ON-ADD)  (  0) 


10.  DESCRIPTION  OP  PROP 

660-feet  long  reinforced  concrete  wharf,  pilings,  slip  cover,  two  120-ton 
bridge  cranes  and  two  power  utility  booms;  reinforced  concrete  in-haul 
wharf;  in-haul  system,  two-story  masonry  and  concrete  building,  built-up 
roof;  electrical  substation,  lightning  protection  system,  fire  protection 
system,  air  conditioning,  security  system,  utilities;  demolition  of  a 
portion  of  the  marginal  wharf. 


11.  REQUIREMENT:  24,480  SY.  ADEQUATE:  13,270  SY.  SUBSTANDARD:  0  SY. 
PROJECT:  Provides  a  covered  ■  '.ves  handling  wharf.  (New  mission.) 
REQUIREMENT:  Adequate  all-we.  .he.,  .harf  facilities  are  essential  for 
berthing  OHIO  Class  submarines  during  missile  loading  and  off-loading  and 
during  special  operations.  In  addition  to  missiles,  these  activities 
include  loading  and  off-loading  torpedoes,  defensive  weapon  systems, 
missile  guidance  systems,  launcher  gas  generators,  and  miscellaneous  inert 
components. 

CURRENT  SITUATION:  Two  TRIDENT  II  explosive  handling  facilities  are 
required  to  support  a  squadron  of  OHIO  Class  submarines.  One  explosive 
handling  wharf  is  available. 

IMPACT  IF  NOT  PROVIDED;  Capability  will  not  be  available  to  service  the 
full  squadron  of  OHIO  Class  submarines  with  TRIDENT  II  missiles.  Refit 
cycles  would  overlap  and  be  increased  in  duration,  resulting  in  a  decrease 
of  patrol  time  at  sea. 

(Continued  on  DD  1391c) 


nn  porm 
UU<  DIC  71 


1391 


PREVIOUS  COITIONS  MAY  BK  USIO  INTERNALLY 
UNTIL  EXHAUSTED 


S/N  Oltt  k*  -MtJBIO 


I_ 

?Y  1ft  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3-  INSTALLATION  AND  LOCATION 

NAVAL  SUBMARINE  BASE.  KINGS  BAY,  GEORGIA 

U.  PROJECT  TITLE 

EXPLOSIVES  HANDLING  WHARF 

|l 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  1-89 

(b)  Percent  Complete  as  of  January  1990 .  45 

(c)  Date  Design  35%  Complete . . .  9-89 

(d)  Date  Design  Complete . .  8-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  <■  (a)  +  (b)  or  (d)  *  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  750  ) 

(b)  All  Other  Design  Costs.... . (  585  ) 

(c)  Total .  1335 

(d)  Contract . (  1250  ) 

(e)  In-house . . (  85  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  SC  UlCD  INTI  ANALLY 
UNTIL  CXHAUtTCO 


PAOt  NO. 


1.  COMPONENT 

FY  19.iL  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  ANO  LOCATION  4.  PROJECT  TITLE 

NAVAL  SUBMARINE  BASE,  TRIDENT  TRAINING  FACILITY 

_ ADDITION 


#.  RROORAM  ELEMENT  IS.  PROJECT  COST  (SOOO) 


0/M  quantity 


TRIDENT  TRAINING  FACILITY  ADDITION . S 

SUPPORTING  FACILITIES  .  - 

UTILITIES . LS 

PAVING  AND  SITE  IMPROVEMENT . LS 

SUBTOTAL . - 

CONTINGENCY  (5%) . - 

TOTAL  CONTRACT  COST . - 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5*)  .  .  - 

TOTAL  REQUEST . - 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS.  - 


One  two-story  and  one  single-story  concrete  and  steel  frame  building 
additions,  concrete  foundations  and  floors  with  raised  decking,  metal 
panel  and  masonry  walls,  fire  protection  and  security  systems,  air 
conditioning,  utilities. 


11.  REQUIREMENT:  563,900  SF.  ADEQUATE:  521,900  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  two  additions  to  the  TRIDENT  Training  Facility.  (New 
mission. ) 

REQUIREMENT:  Adequate  facilities  to  train  replacement  crews  and  maintain 
proficiency  of  off-patrol  crews  of  Atlantic  Fleet  TRIDENT  II  submarines, 
train  basic  students  in  submarine  strategic  weapons  systems,  and  train 
advanced  students  in  operation  and  maintenance  of  TRIDENT  II  FBM  Weapons 
System  equipment. 

CURRENT  SITUATION:  There  is  no  space  in  the  existing  TRIDENT  Training 
Facility  to  accomplish  the  required  expanded  training  for  the  Atlantic 
Fleet  TRIDENT  II  submarine  crews.  Basic  and  advanced  Strategic  Weapons 
Systems  training  is  presently  being  conducted  at  the  training  center  in 
Dam  Neck,  Virginia.  The  available  classroom  and  laboratory  spaces  at  Dam 
Neck  are  overcrowded  which  has  forced  a  three-shift  operation  in  an 
effort  to  provide  hands-on  training  to  all  students.  These  facilities  are 
needed  for  surface  missile  training,  the  primary  mission  of  the  Dam  Neck 
school. 

(Continued  on  DD  1391c) 


PREVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


page  no. 


i.  component 

NAVY 

FY  19_!i.MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATS 

3.  installation  ano  location 

NAVAL  SUBMARINE  BASE,  KINGS  BAY,  GEORGIA 

|4.  PftOJKCT  TITLC 

S.  PROJSCT  NUMBS  A 

TRIDENT  TRAINING  FACILITY  ADDITION 

P-414 

11.  REQUIREMENT:  (Continued) 

IMPACT  IF  MOT  PROVIDED:  The  existing  overcrowded  conditions  at  Dan  Keck  will 
adversely  affect  the  quality  of  training  for  submarine  and  surface  weapons 
personnel. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started... . . .  12-88 

(b)  Percent  Complete  as  of  January  1990 . . .  50 

(c)  Date  Design  35*  Complete .  7-89 

(d)  Date  Design  Complete . . .  6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  <d)  +  <e)  :  (S000) 

(a)  Production  of  Plans  and  Specifications . (  170  ) 

(b)  All  Other  Design  Costs . (  80  ) 

(c)  Total .  250 

(d)  Contract . (  220  ) 

( e)  In-house . . . . . (  30  ) 


(4)  Construction  start..... . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD’oict*  1391c 


PREVIOUS  COITIONS  MAY  It  USSO  INT* ANALLY 
UNTIL  IXHAUSTiO 


PAOt  NO 


1.  COMPONENT 
NAVY 


2.  DATE 

FY  1M1  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION  4.  COMMAND  I  5.  ARIA  CONSTR. 

!  COST  index 

NAVAL  MAGAZINE ,  COMMA FGER  IN  CHIEF.  ! 


LUALUALEI. 

.  HAWAII 

PACIFIC  FLEET 

i 

1  39 

9.  PERSONNEL 
STRENGTH 

a.  AS  OF 
03/30/99 

b.  ENO  FY 

PERMANENT 

STUOENTS 

SUPPORTED 

total 

OttiCtn 

KNUSTtO 

CIVILIAN 

j  BNUST1D 

CIVILIAN 

OWlCf* 

1NLIST&D 

CIVILIAN 

m 

390 

134 

ma 

WB 

mi 

mi 

mt 

KB 

529 

1994 

Pa 

431 

124 

WKa 

HQ 

PD 

mi 

13 

970 

7.  MVCNTORV  DATA  NOOOI 


R.  TOTAL  ACREAGE  <  12.142) 


b.  inventory  total  as  of  k  set  u  .  102.990. 

G.  AUTHORIZATION  NOT  yet  IN  INVENTORY .  3,020 

0.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  1.400 

R.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  1.190 

f  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  39.700 

0.  REMAINING  DEFICIENCY .  13.000 

h.  GRAND  TOTAL .  194.220 


9.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


Catioopy 

_  CODE  _ PWOJICT  TITLE 


COST 

icaw  Mooo' 


OtSISN  STATUS 
iTAOT  COMFUTi 


912.30  ELECTR  D1ST  LINES  RELOC 
TOTAL 


23.900  LF  _ 1.400  10/99  09/99 

1.400 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
319.10  MSL  TEST  CEL  ADDITION 
TOTAL 

9.  MAJOR  PLANNED  NEXT  THREE  YEARS- 
152-10  AMMUNITION  WHARF 


LS  1.150 

1.150 


LS  39.700 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Racaivaa,  trinumpi.  storaa  and  isauaa  axplonva  orananca  for  tna 
Military  tarvicas  in  Hawaii  and  tha  Pacific  Ocaan  araa. 


(SOOJI 

A 

B: 

C: 

pollution  abatement 

INSTALLATION  RESTORATION 

OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 

0 

1.940 

0 

00  POM*  <330 
1DCC79 


PAGE  NO.  252 


i.  COMPONENT 


NAVY 


i.  installation  ano  location 
NAVAL  MAGAZINE, 

LU  ALP ALE I,  HAWAII 


0204996N 


FY  19  J>I  MILITARY  CONSTRUCTION  PROJECT  DATA 


6.  CATEGORY  CODE 

7.  PROJECT  NUMMR 

812.30 

P-117 

4.  PROJECT  TITLE 

ELECTRICAL  DISTRIBUTION 
LINES  RELOCATION 


«.  PROJECT  COST  (tOOOl 


t.  COST  ESTIMATES 


U/M  QUANTITY 


ELECTRICAL  DISTRIBUTION  LINES  RELOCATION  .  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5»).  . 

TOTAL  REQUEST.  ....  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


23,500  54.00 


1,330 

_ 70 

1,400 

-  (NCN-ADD)  (  0) 


ONST  RUCTION 

Re-route  overhead  electrical  distrioution  lines,  poles,  and  underground 
service  laterals. 


11.  REQUIREMENT:  23,500  LF.  ADEQUATE:  0  LF.  SUBSTANDARD:  (23, 500)  LF. 
PROJECT:  Relocate  electrical  i  Lstribution  lines.  (Current  mission.) 
REQUIREMENT:  Naval  Magazine  Waikele  Branch  utilizes  120  tunnel  magazines 
to  store  explosives.  The  naval  ordnance  manual  requires  that  overhead 
electric  power  lines  be  located  no  closer  than  50-feet  to  buildings 
containing  explosives  and  pole  spacing  be  such  that  no  portion  of  lines  can 
fall  on  explosive  containing  buildings  in  the  event  of  a  line  break. 
Electrical  service  drops  to  magazines  shall  be  underground  for  the  last 
50-feet. 

CURRENT  SITUATION:  The  existing  electrical  distribution  lines  are  overhead 
and  strung  over. the  magazines.  The  electrical  service  drops  to  the 
magazines  are  also  overhead.  An  electrical  line  break  can  cause  the  line 
to  fall  on  the  magazine  structure.  The  overhead  service  and  the 
distribution  line,  because  of  its  location,  is  in  violation  of  safety  code 
requirements. 

IMPACT  IF  NOT  PROVIDED:  Waiver  to  use  tunnel  magazines  must  continue  to  be 
maintained,  and  the  hazards  of  the  overhead  electric  power  lines  in  the 
close  vicinity  v  ii1.  continue.  The  occurence  of,  an  explosion  is  a  constant 
threat  to  life  and  property. 

(Continued  on  DD  1391c) 


PREVIOUS  EOITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1.  COMPONENT 

N  AV* 

FY  19IL.MIUTARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  MAGAZINE,  LUALUALEI ,  HAWAII 

14.  PROJECT  TITLE 

S.  PROJECT  NUMRER  j 

ELECTRICAL  DISTRIBUTION  LINES  RELOCATION 

P-117 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  ♦  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications. ....... ( _ 0_) 

(b)  All  Other  Design  Costs.. . (  75  ) 

(c)  Total .  75 

(d)  Contract . (  0  ) 

(e)  In-house . (  75  ) 

(4)  Construction  start . . . . 2-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  ore  7. 1391c 


FMVIOUS  COITIONS  MAY  SC  US  ID  INTI  SNAIL  Y 
UNTIL  IXHAUSTIO 


IAOI  NO. 


1.  COMPONENT 
NAVY 


FY  199i  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

COMMANOER  OCEANOGRAPHIC  SYSTEM  PACIFIC. 
PEARL  HARBOR.  HAWAII 


4.  COMMAND 

COMMANDER  IN  CHIEF, 
PACIFIC  FLEET 


S.  AREA  CONSTR. 
COST  INDEX 

1.39 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICtft 

iNusno 

CIVILIAN 

OFFICE* 

KNLISTCD 

CIVILIAN 

OFF  1  CM 

KNLISTED 

CIVILIAN 

31 

151 

14 

mot 

■H 

21 

217 

35 

153 

14 

■H 

mO 

IB 

21 

Bfl 

223 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 
0.  ENO  FY 

1994 


7.  INVENTORY  DATA  (1000) 


a.  TOTAL  ACREAGE  TENANT  OF  NS 

0.  INVENTORY  TOTAL  AS  OF  30  SEP  IS .  O 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  1.280 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM .  10.200 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  17,500 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  3,500 

0 .  REMAINING  DEFICIENCY .  2.050 

h.  GRAND  TOTAL .  34.S30 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


COST 

SCOPE _  ISOOOi 


DESIGN  STATUS 
START  COMPLETE 


217.10  SURTASS  SUPPORT  CENTER 
TOTAL 


86.800  SF  10.200 

10.200 


11/88  01/90 


9.  FUTURE  PROJECTS: 

A.  1NCLU0E0  IN  FOLLOWING  PROGRAM 
151. SO  PIER  IMPROVEMENTS 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
137.10  BUILDING  UPGRADE 


LS  17,500 

1 7 , 500 


LS 


3.500 


10-  MISSION  OR  MAJOR  FUNCTIONS: 

Conduct*  ocaanograpnie  observations  to  provida  axtansiva  information 
on  conditions  In  tha  Pacific  Aras. 


11.  OUTSTANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES:  (SOOO) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  0 


PAGE  NO. 


255 


OD  FORM  1390 
1DEC76 


1.  COMPONf  NT 

FY  19  JL  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 


COtMANDER  OCEANOGRAPHIC  SYSTEM.  PACIFIC, 


4.  PROJECT  TITLE 


SORT ASS  SUPPORT  CENTER 


SORT ASS  SUPPORT  CENTER  .  .... 

SOPPORTING  FACILITIES.  .  . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  .  .  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5«).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


9,67 

53 


10,200 
(  0) 


CONSTRUCTION 

Pre-engineered  metal  frame  building,  pile  foundation,  concrete  floor,  metal 
roofing  and  siding,  fire  protection  system,  security  alarm  system, 
ventilation  and  air  conditioning,  utilities,  security  fencing  and  lighting, 
storage  tanks. 


11.  REQUIREMENT:  86,600  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  Surveillance  Towed  Array  Sensor  System  (SURTASS) 
support  center.  (New  mission.) 

REQUIREMENT:  Adequate  facilities  to  support  the  fourteen  SURTASS  ships 
deployed  in  the  Pacific  area  by  1993.  These  ships  require  servicing 
through  support  facilities  sufficient  to  house  the  maintenance  equipment, 
repair  shops,  logistic  supply  storage,  and  administrative  office  space  for 
127  personnel. 

CURRENT  SITUATION:  The  existing  facility  was  originally  sited,  designed 
and  constructed  to  support  Pacific  Ocean  surveillance  operations  for  a 
fl.iet  of  six  mono-hulled  T-AGOS  class  ships.  The  activity  will  not  be  able 
to  support  the  berthing,  maintenance  and  servicing  of  five  SWATH  class  and 
nine  larger  T-AGOS  class  ships. 

IMPACT  IF  NOT  PROVIDED:  Adequate  facilities  will  not  be  available  to 
support  and  maintain  the  SURTASS  Program.  If  the  ships  cannot  be 
maintained  the  required  operating  tempo  and  level  of  ocean  surveillance 
will  not  be  met. 


(Continued  on  DD  1391c) 
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IMEVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


[1.  COWONCNT 


HAVY 


fy  i«1Lmilitary  construction  project  data 


a.  o*t* 


3.  INSTALLATION  ANO  LOCATION 


COMMANDER  OCEANOGRAPHIC  SYSTEM  PACIFIC,  PEARL  HARBOR,  HAWAII 


4.  ANOJiCT  TITL* 

SORTASS  SUPPORT  CENTER 


».  PAOJICT  NUMK  A 

P-417 


12.  SUPPLEMENTAL  DATA: 

a.  BatiMtad  design  status:  (Projsct  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started... . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35t  Complete . 5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  515  ) 

(b)  All  Other  Design  Costs . (  170  ) 

(c)  Total .  685 

(d)  Contract . (  40  ) 

( e)  In-house . (  645  ) 

(4)  Construction  start . . . . 4-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD:o?c"t.  1391c 


MKVIOUS  COITIONS  MAY  ti  USCD  INTIRNALLY 
UNTIL  KXHAUSTID 


PAQS  NO. 


8.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/99 

b.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

Office* 

tNLISTCD 

CIVILIAN 

office* 

INLISTID 

CIVILIAN 

office* 

eNLimo 

CIVILIAN 

430 

4111 

3B2 

32 

238 

0 

21 

82 

0 

51«* 

1994 

42B 

4145 

382 

47 

324 

0 

21 

82 

0 

5299 

1.  COMPONENT 
NAVY 


12.  DATE 


FY  i9oi  Mfl.IT ARY  CONSTRUCTION  PROGRAM 


a.  installation  and  location 

NAVAL  SUBMARINE  BASE, 
PEARL  HARBOR,  HAWAII 


COMMAND 


COMMANDER  IN  CHIEF. 
pacific  fleet 


15. 


AREA  CONSTR. 
COST  INDEX 


1.39 


7.  MVWTOMY  DATA  (8000) 


a.  TOTAL  ACREAGE  < 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROQRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

9.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


105) 


*8,700 
24.0*0 
2,000 
74 , 550 
84 . 330 
33.420 
287.0*0 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


812.30 


PROJECT  TITLE 


-SSSEL. 


COST 

llQDQl 


ELEC  DIST  SYS  IMPROVES 
TOTAL 


LS 


2.000 


DESIGN  STATUS 
START  COMPLETE 

10/88  09/89 


).  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

151.20 

BERTHING  PIER 

33.000  SF 

19,000 

151.20 

PIER  MODERNIZATION 

LS 

21.780 

213.30 

SIMA 

170, 190  SF 

32.400 

740.74 

CHILD  CARE  CTR  ADDITION 

13.700  SF 

950 

912.40 

security  lighting 
total 

LS  _ 

420 

74.550 

10.  MISSION  OR  MAJOR  FUNCTIONS: 

Maintain  and  oparata  shora  facllltlaa  for  training  and  axparimantal 
oparatlona  of  tna  submarina  forca*:  provlda  logistic  support  to 
submarinas.  Sarvicas  tna  Commanoar,  Submarina  Forcas.  US  Pacific 
Flaat  and  two  submarina  attack  squadrons. 


OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: (SOOO) 
A:  POLLUTION  ABATEMENT  0 
B:  INSTALLATION  RESTORATION  230 
C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


E 

I 


00  FORM  1380 
1DEC76 


PAGE  NO.  256 


1.  CCM?Of»«N  i 


FY  19JlL  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  OATt 


I.  INSTALLATION  AND  LOCATION 

NAVAL  SUBMARINE  BASE, 


4.  PAOJKCT  TITLC 

ELECTRICAL  DISTRIBUTION  SYSTEM 


ELECTRICAL  DISTRIBUTION  SYSTEM  IMPROVEMENTS.  LS 

DISTRIBUTION  LINES  .  LF  26,000 

SUBSTATION .  K7  5,500 

SUBSTATION  BUILDING .  SP  590 

CABLE  BOOM .  LS 

SUBTOTAL . . . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST.  .  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS  -  -  (NOi 


1, 

,810 

( 

600) 

(1, 

,020) 

( 

90) 

( 

100) 

1,900 

100 


2,000 
(  0) 


12  KV  electrical  feeder  lines,  transformer  substation  additions  and 
transformers,  primary  switchgear,  secondary  distribution  switchboards, 
feeder  lines,  shorepower  outlets,  cable  booms. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Upgrades  shore  power  to  berthing  wharfs.  (Current  mission.) 
REQUIREMENT:  Sufficient  reliable  electric  power  to  support  testing,  repair 
and  maintenance  of  modern  submarines.  More  repair  and  intermediate 
maintenance  work  will  be  performed  on  submarines  to  extend  overhaul 
intervals.  The  shore  power  system  must  be  upgraded  to  ensure  the  readiness 
sustainability  of  the  submarine  fleet. 

CURRENT  SITUATION:  Submarine  Berths  S10,  Sll,  and  S21A  are  inadequate  to 
service  modern  submarines.  Berth  SB  has  sufficient  capacity  to  support 
special  testing,  however,  testing  is  limited  to  o^e  submarine  at  a  time. 
Scheduling  of  tests  is  dependent  on  the  availability  of  berthing  at  S8  and 
is  often  delayed  because  several  submarines  may  have  to  be  moved  and 
re-berthed.  The  lack  of  adequate  shore  power  limits  the  amount  of 
preparation  and  minor  repair  work  which  can  be  performed  at  the  Berth. 
IMPACT  IF  NOT  PROVIDED:  The  lack  of  adequate  shore  power  will  delay 
submarine  testing,  repair  and  maintenance  schedules,  impacting  on 
maintenance  efficiency  and  operational  readiness  of  the  fleet. 


(Continued  on  DD  1391c) 


1.  component 


t.  DAT* 


FY  19_MIlITARY  CONSTRUCTION  PROJECT  DATA 


X  INSTALLATION  ANQ  LOCATION 

NAVAL  SUBMARINE  BASE,  PEARL  HARBOR,  HAWUI 

«.  rnojicr  mm 

S.  PROJECT  NUMBER 

ELECTRICAL  DISTRIBUTION  SYSTEM  IMPROVEMENTS 

P-114 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  atatua:  (Projact  design  conforms  to  Pact  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Daaign  Guida.") 


(1)  Status: 

(a)  Date  Design  Started . 10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  351  Complete .  3-89 

(d)  Date  Design  Complete.... .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  7es _ No  X 

(b)  Where  Design  Was  Moat  Recently  Used:  _ N/A _ 

<3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  ♦  (e)  :  ($000) 

(a)  Production  of  Plana  and  Specifications . (  70  ) 

(b)  All  Other  Design  Costs . (  25  ) 

(c)  Total . . .  95 

(d)  Contract . (  10  ) 

(e)  In-house . (  85  ) 


(4)  Construction  start . . 4-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1 .  COMPONENT 

NAVY 

1M1  MUTAfiY  CONSTRUCTION  PROGRAM 

|2.  DATE 

i 

3.  INSTALLATION  ANO  LOCATION 

(4.  COMMAND 

'5.  AREA  CONSTR. 

1 

COST  INDEX 

NAVAL  SUPPLY  CENTER. 

1  NAVAL  SUPPLY  SYSTEMS 

PEARL  HARBOR,  HAWAII 

|  COMMAND 

1 .34 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 

09/30/99 

b.  END  FT 

ISM 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

MLItTIO 

CIVILIAN 

OffICt* 

INLISTSD 

CIVILIAN 

omen 

KNLISTtD 

CIVILIAN 

20 

12 

614 

0 

0 

13 

• 

4  { 

42 

T13 

20 

13 

614 

0 

0 

13 

9 

1 

4  . 

42 

T13 

7.  MVmrOftY  OATA  (MOO) 


( 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  SS  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REOUESTED  i N  THIS  PROGRAM 

a.  AUTHORIZATION  INCLUOEO  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

g.  REMAINING  DEFICIENCY . 

h.  GUANO  TOTAL 


■IS) 


132. SSO 
23. 130 
1 ,500 
■ .  200 
C.000 
29 . 290 
191 .110 


S.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COPE 


SSI . 10 


JBftSST  T'TVI 


COST 

ISOOO: 


ROAD 

TOTAL 


LS 


T.SPO 


DESIGN  STATUS 
START  COMPLETE 

os/ae  og/19 


1.500 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
154.20  REPL  SHEET  PILE  QUAYWALL 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
125.10  OIL  SPILL  PREVENTION 


1.04C  LF 


LS 


JLi222 


8.200 

6.000 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Proviaas  a  wtda  variaty  of  supply  ana  Support  ssrvicss  to  Navy  activitiss 
in  tna  goograpmc  aroa  ana  proviaas  supply.  POL,  ana  support  sarvicas  to 
Pacific  Float  units. 


11 .  OUTSTANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(SOOO) 

6.000 

3.(60 

0 


DO  FORM  1390 
1DEC76 


PAGE  N0.2 


O  l 


f 


1 .  COMPONCNT 


FY  19.11.  MILITARY  CONSTRUCTION  PROJECT  DATA 


*.  OAT* 


LBAu _ I _ _ _ _L 

;  3.  INSTALLATION  AND  LOCATION  I  4.  PAOJiCT  TITLI 


NAVAL  SUPPLY  CUTU, 

■KAor.  »»■«»  **AI*^TT _  «QM> 


It.  PflOOHAJtf  ILKMINT 

■ 

sisa i 

1  . 

mn 

1 

■  1 

IT«M 

U/M 

QUANTITY 

UNIT 

COAT 

COST 

(SOSO) 

'ROAD  . 

•  #  •  e 

LS 

- 

- 

1  PAVING  . 

see* 

SY 

8,530 

60.00 

R,  31 

CLEARING  AND  GRADING  . 

*  *  e  e 

LS 

- 

- 

KE  21 

UTILITIES.  .  .  . 

ease 

LS 

- 

- 

lalffTEM 

SITE  IMPROVEMENT 

•  See 

LS 

- 

- 

Mmum 

SUBTOTAL  . 

- 

- 

- 

1,350 

CONTINGENCY  (5%)  . 

- 

* 

- 

70 

TOTAL  CONTRACT  COST.  .  .  . 

e  e  e  «  e 

- 

- 

1,420 

SUPERVISION,  INSPECTION  i  OVERHEAD 

(5.5%).  . 

- 

- 

- 

80 

TOTAL  REQUEST.  .  . 

• 

- 

- 

1,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-(NC 

N-ADD) 

(  0) 

(fl.  BUdSiPTI&h  at  PW6PM«BgoNlTAuCTiON 


Asphaltic  concrete  roadway,  drainags,  street  lighting,  water  line 
relocation,  sidewalk,  and  fencing. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  alternate  on-base  route  to  Navy  facilities.  (Current 
aiission. ) 

REQUIREMENT:  Safe  access  to  Navy  housing,  plets,  wharves,  and  warehouses  on 
the  Pearl  City  Peninsula. 

CURRENT  SITUATION:  Lehua  Avenue,  the  only  access  road  on  the  Pearl  City 
Peninsula,  passes  adjacent  to  the  center'll  Pearl  City  Fuel  Annex  consisting 
of  four  fuel  storage  tanks  that  contain  4<i0,000  barrels  of  volatile  MOGAS 
and  JP-4  and  associated  pumphouses  and  piping  systems.  The  fuel  annex 
facilities  are  located  only  SO-feet  from  Lehua  Avenue  and  are  subject  to 
careless  or  accidental  ignition  sources.  A  fire  or  explosion  at  the  fuel 
annex  will  seriously  endanger  vehicles  and  pedestrians  on  Lehua  Avenue  as 
well  as  disrupt  fuel  resupply  to  Hickam  Air  Fore*  Base  and  other 
aid-Pacific  bases.  In  October  1985  a  fire  did  occur  at  one  of  the  tanks, 
closing  Lehua  Avenue  to  traffic  and  pedestrian  us*.  A  nursery  school 
across  the  street  froa  the  tank  had  to  bo  evacuated.  Although  no  one  was 
injured,  the  need  to  provide  an  alternate  peninsula  access  route  away  from 
fuel  annex  facilities  became  essential. 


(Continued  on  DO  1391c) 


■ANN  'OIM  l4(u  PNCVIOU*  IOITION*  WAV  *(  UtiO  INTISNALLV  - 

UUlDICKlJSn  UNTIL  IXMAUSTIO  tab*  NO.  £  £  ^ 

»/N  HR  LB-401  M10 


f 


1 .  COMPONENT 

rr 

NAVY 

iBBi  MR.  IT  ARY  CONSTRUCTION  PROGRAM 

i2.  DATE 

! 

3.  INSTALLATION  AND  LOCATION 

>4.  COMMAND 

:s.  AREA  CONSTR. 

NAVY  PUBLIC  WORMS  CENTER. 

NAVAL  FACILITIES 

!  COST  INDEX 

PEARL  HARBuii,  HAWAII 

|  ENGINEERING  COMMAND 

1.39 

STRENGTH 

a.  AS  OF 
09/30/M 

b.  END  FY 
1SS4 


PERMANENT 


■MISTED  CIVILIAN 


STUDENTS 


7.  MVtNTOMY  DATA  (SOOO) 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  SO  SEP  St  . 

c.  AUTHORIZATION  NOT  VET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUOEO  IN  FOLLOWING  PROGRAM 
t.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

g.  remaining  deficiency . 

h.  GRAND  TOTAL  . 


SUPPORTED 


ast.ioo 
as. iso 
s.soo 

S.S70 
IS. 400 
S3.RS0 
37S.ST0 


214.20  AUTO  VEHICLE  KAINT  SHOP 

43.200  SF  _ 

_  €.900 

11/M  01/90 

€.900 

».  FUTURE  PROJECTS: 

A  INCLUDED  IN  FOLLOWING  PROGRAM 

SIS. 30  UTILITY  SYSTEMS  improvs 

LS 

6.370 

€.370 

B  MAJOR  PLANNED  NEXT  THREE  YEARS: 

31B.20  PW  SHOP  FIRE  PROTECTION 

■11.10  ELEC  POWER  I 

■13.30  ELEC  OISTR  SYSTEM  IMPVS 

•3’. 10  SEWAGE  SYSTEM  IMPROVEMENTS 

S2.T70  SF 

LS 

3.900  EA 

LS 

SOO 

2.200 

2.700 

4.000 

Provide  public  works.  public  utilities,  houalng,  engineering  aarvicaa. 
■here  facllltlaa  planning  support,  and  all  other  public  works  logistics 
support  incident  thereto,  reouired  by  the  operating  forces,  dependent 
activities,  and  other  commands  located  lit  tna  vicinity  of  tne  Pearl  Hare 
Naval  Complex. 


Naval  Shipyard 

Naval  Air  Station,  Barbers  Point 

Marine  Barracks 

Naval  Magazine,  Lualualei 


Naval  Submarine  Base 
Naval  Station 
Naval  Supply  Center 
Family  Housing  Areas 


FTTIfSHTTCr 


POLLUTION  ABATEMEN. 

INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(EOOOl 
1S.S40 
10. ISO 
1.100 


DO  FORM  1390 
1DEC76 


PAGE  NO.  2  6  4 


11.  COMPONENT 


FY  10  SI  MILITARY  CONSTRUCTION  PROJECT  DATA 


».  INSTALLATION  ANO  LOCATION  «.  PSOJSCT  TITLt 

NAVY  PUBLIC  MOMS  CENTER,  AUTOMOTIVE  VEHICLE 

»«A»f.  K>»»n»,  MANATT - - — MOTICTMAMrE  lano _ 

t.  PAOOAAM  SLSMINT  I*  CATIOONV  CODS  |7  **OWCT  NUMSIft  It  PSOISCT  COST  tSOOOl 


U/M 

QUANTITY 

UNIT 

COST 

COST 

<•0001 

SF 

43,200 

4,040 

SF 

24,400 

70.00 

(2,040) 

SF 

3,400 

50.00 

(  100) 

SF 

13,200 

40.00 

(  530) 

LS 

- 

- 

(1,270) 

• 

- 

- 

2,190 

LS 

- 

- 

(  370) 

LS 

- 

(  580) 

LS 

- 

(  840) 

LS 

- 

- 

(  380) 

- 

- 

- 

5,230 

- 

- 

310 

- 

- 

4,540 

- 

- 

- 

340 

- 

- 

- 

4,900 

■ 

-  (NO 

i-ADD) 

(  o> 

•  COST  MTMATit 


AUTOMOTIVE  VEHICLE  NAINXENAMCB  SHOP . 

REPAIR  AMD  NAIMTENANCE  SHOPS  . 

MAINTENANCE  STORAGE  FACILITY  . 

VEHICLE  AMD  EQUIPMENT  HOLDING  SHED  .... 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION . 

SOYTOTAL . 

CONTINGENCY  <5«)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


Thrss  one-story  high-bay  stssl  frame  metal  buildings,  concrsts  foundations 
and  floors,  weight  handling  squipawnt,  hydraulic  lifts,  exhaust  system, 
compressed  air  system,  paint  spray  booth,  wash  rack,  lubrication  system, 
fir*  protection  syatem,  air  conditioning,  utilities;  demolition  of  six 
buildings. 

11.  REQUIREWHT;  43,200  SF.  ADBOOATEi  0  SF.  SUBSTANDARD;  0  SF. 

PROJECT;  Constructs  autoaotive  vehicle  and  construction  and  weight 
handling  equipment  maintenance  shops,  public  works  maintenance  storage, 
supporting  administrative  space,  vehicle  and  squipawnt  holding  shed. 
(Current  session.) 

REQUIREMENT;  Adequate  end  properly-configured  transportation  maintenance 
facilities  for  efficient  work  areas,  inspection,  maintenance  and  repair  of 
ell  transportation,  construction  and  weight  handling  equipment  assigned 
to  the  Pearl  Harbor  Navel  Base. 

CURRENT  SITUATION;  The  transportation  maintenance  division  is  currant  / 
housed  in  six  wood-f ra*i  buildings  constructed  during  Nor Id  Nar  11.  These 
buildings  are  functionally  inadequate  because  of  age,  proper  layout,  end 
the  lack  of  modern  equipment  and  fire  deterrent  syatems.  All  of  the 
buildings  ere  badly  deteriorated  end  termite  damaged.  The  automotive 
service  shop  is  undersised  and  lacks  necessary  hydraulic  lifts, 
underground  exhaust  systems,  overhead  bridge  cranes  to  handle  the  heavier 
construction  equipment  items,  and  other  modern  built-in  equipment. 

(Continued  on  DD  1391c) 
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PREVIOUS  IOITIONS  MAY  II  UflO  INTtRNALLV 
UNTIC  f  XHAUtTCO 


D0 1  dic  i.  1391c 


»Hf  VIOUS  COITIONS  MAY  SC  US  ID  INTCHNALLY 

until  ixhaustco 


IAQC  NO. 


1.  COMPONENT 
NAVY 


12.  DATE 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  and  location 

NAVAL  TRAINING  CENTER, 
GREAT  LAKES.  ILLINOIS 


4.  COMMAND 


CHIEF  OF  NAVAL 
EDUCATION  AND  TRAINING 


IS. 


AREA  CONSTR. 
COST  INDEX 


1 .06 


6.  PERSONNEL 
STRENGTH 

a.  AS  Of 
09/30/86 

PERMANENT 

STUDENTS 

_ 1 _ 

SUPPORTED 

TOTAL 

OFF' CM 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

259 

3173 

2116 

31 

8716 

0 

0 

270 

0 

14567 

b.  END  FY 

1994 

220 

3272 

2115 

30 

8729 

0 

0 

269 

0 

14635 

7.  INVENTORY  DATA  ($000) 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  SB  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

O.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

#.  AUTHOR I ~ IT ION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  ORAND  total 


1.012) 


197,640 

21.650 

2.800 

4,750 

36,000 

103.890 

356.730 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


COST 


COPE 

PROJECT  TITLE 

SCORE 

<sooo> 

171.20 

FT REMAN  APPRENTICE  TRG  SCH 

TOTAL 

IB, 000  SF  _ 

2.800 
2 .  BOO 

i.  FUTURE 

PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

722.10  MESS  HALL  MODERNIZATION 

104.200  SF 

4.750 

tutal 

4.750 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

171.35  DIESEL/GAS  TURBINE  SCH 

171.60  RECRT  PROCESSING  BLDG 

730.10  FIRE  STATION 

730.15  BRIG 

23.900  SF 
76.510  SF 
7.300  SF 
31.540  SF 

3.40C 

9.800 

1  .  100 
5.350 

DESIGN  STATUS 
START  COMPLETE 


11/88  01/90 


10.  MISSION  OR  MAJOR  FUNCTIONS 

proviOa  banc  indoctrination  (racrult  training)  for  anllstad  parsonnal  ; 
primary,  advancad,  and  apaciallzad  training  for  offlcar  and  anllstad 
parsonnal . 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH). 


(JOOC) 

0 

5.680 

0 


DO  FORM  13S0 
1SEC76 


PAGE  NO.  7.61 


T 


8.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

6.  PROJECT  COST  ($000} 

080579SN 

171.20 

P-471 

2,800 

1,  COMPONENT 
NAVY 


FY  19_£i_  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  TRAINING  CENTER, 
GREAT  LAKES.  ILLINOIS 


2.  DATS 


4.  PROJECT  TITLS 

FIREMAN  APPRENTICE  TRAINING 
SCHOOL 


».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

FIREMAN  APPRENTICE  TRAINING  SCHOOL  . 

SF 

18,000 

111.00 

2,000 

SUPPORTING  FACILITIES . 

- 

- 

- 

520 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  150) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  200) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  80) 

DEMOLITION  . 

LS 

- 

(  90) 

SUBTOTAL  . 

- 

- 

- 

2,520 

CONTINGENCY  (5»)  . 

- 

- 

- 

130 

TOTAL  CONTRACT  COST . 

- 

- 

2,650 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

- 

- 

150 

TOTAL  REQUEST . 

- 

- 

- 

2,800 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

NON-ADD 

)  (  0) 

Two-story  steel  frame  building,  masonry  walls,  concrete  foundation  and 
floors,  built-up  roofing  on  metal  roof  deck,  fire  protection  sprinkler 
system,  utilities,  air  conditioning;  demolition  of  one  building. 


11.  REQUIREMENT:  18,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  an  Instruction  building.  (Current  mission.) 
REQUIREMENT:  Acequate  facilities  for  the  fireman  apprentice  training 


program. 

CURRENT  SITUATION: 


The  existing  facility  is  a  one-story  wood  frame 


building  constructed  45  years  ago  as  an  armory,  and  was  not  intended  to 
function  as  a  vocational  school.  It  is  presently  being  used  both  as  a 
fireman  and  seaman  school. 

IMPACT  IF  NOT  PROVIDED:  Fireman  training  will  continue  to  be  taught  in  a 

deteriorated  building  not  designed  for  training  purposes.  The  quality  of 
instruction  will  suffer,  adversely  affecting  the  ability  of  the  firemen  to 
adequately  support  fleet  activities. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  ‘NTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


•;  e 


* 


[l  COMMON  I  NT 


FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 

NAVAL  TRAINING  CENTER,  GREAT  LAKES,  ILLINOIS 

4.  PAOJtCT  TITLf 

5.  PROJECT  NUMIE R 

FIREMAN  APPRENTICE  TRAINING  SCHOOL 

P-471 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . . .  5-89 

(d)  Date  Design  Complete . . .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  140  ) 

(b)  All  Other  Design  Costs . (  50  ) 

(c)  Total . . .  190 

(d)  Contract . (  165  ) 

(e)  In-house . (  25  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Eguipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDioSc"?.  1391c 


%/h 


PAIVIOUl  f  OITIONS  MAY  •  C  Uf  ID  INTI  ANALLY 

until  ixmauitio 


f»AOI  NO. 


1.  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  and  location 

NAVV  PUBLIC  WORKS  CENTER, 
GREAT  LAKES.  ILLINOIS 


4.  COMMAND 


NAVAL  FACILITIES 
ENGINEERING  COMMAND 


IS.  AREA  CONSTR. 
COST  INDEX 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 
1994 


PERMANENT  STUDENTS  SUPPORTED 


OFFICE*  ENLISTED  CIVILIAN  OFFICE*  ENLISTED  CIVILIAN  OFFICE*  ENLISTED  CIVILIAN 


7.  INVENTORY  DATA  IC000I 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  planned  in  next  three  program  years  .... 

g.  remaining  deficiency . 

h.  GRAND  TOTAL . 


88,830 

1,930 

1,800 

8,850 

4,800 

49,770 

155,980 


8.  PROJECTS  REOUESTEO 

CATEGORY 

CODE 

IN  THIS  PROGRAM: 

PROJECT  TITLE 

SCOFF . 

COST 

<SOOO> 

DESIGN  STATUS 
start  complete 

812.30  ELECT  DISTR 

SYSTEM  IMPROVS 

LS 

1 ,  100 

08/88 

06/89 

871 . 10  STORM  SEWER 

SYSTEM  IMPRVS 

LS 

700 

09/88 

06/89 

TOTAL 

1,800 

UiUifljQdiPiiU- 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
143.11  VEHICLE  MAINT  FAC 

832.10  SANITARY  SEWER  SYS  IMPROVS 

TOTAL 

B.  MAJUR  PLANNED  NEXT  THRFE  YEARS: 

610.10  FACILITY  MAINT  CENTER 
812.30  ELECT  DISTR  SYSTEM  IMPRVS 


88. 130  SF 
750  MG 


41.500  SF 
7,000  SF 


Provlda  public  work*,  public  utilities,  public  housing,  transportst ion 
support,  anglneerlng  services,  shore  facilities  planning  support  and  all 
other  logistic  support  of  a  public  works  nature  incident  thereto,  required 
by  the  operating  forces,  dependent  activities,  and  other  commands  served 
by  the  center,  including  the  Naval  Training  Center,  Naval  Regional  Medical 
Center,  Military  Enlistment  and  Procuremant  Command,  Headquarters,  and 
Department  of  Defense  Housing. 


gsHnajnraEHnimjgggi 


ON  AND  SAFETY  D 
POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOO) 

6,250 

0 

0 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


1.  COMPONENT 


FY  19.iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


«.  PROJECT  TITLE 

ELECTRICAL  DISTRIBUTION 


S.  PROGRAM  ELEMENT 


I’M’rvKXacl 


w  v  1 ;  i  w  ;Wj  sici  sis  PM 

rmr~ - - 


E.  COST  ESTIMATES 


U/M  QUANTITY 


ELECTRICAL  DISTRIBUTION  SYSTEM  IMPROVEMENTS. 

SUBTOTAL  . 

CONTINGENCY  (51)  .  .  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.51).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


-  (NON-ADD)  ( 


i-i  jij.r.i  j.tt  r-Y-r-TTt  w.m-in-T 


Separation  of  high  and  low  voltage  cables,  concrete  manholes,  fiber  ducts 
in  concrete  envelope,  direct  burial  conduit. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  a  network  of  concrete  manholes  connected  by  fiber  ducts 
in  concrete  conduits.  (Current  mission.) 

REQUIREMENT:  Separation  of  high  and  low  voltage  electric  power  cables  to 
correct  code  violations.  Portions  of  the  electrical  distribution  system 
are  in  violation  of  the  National  Electric  Code  and  the  institute  of 
Electrical  and  Electronics  Engineers  Standards. 

CURRENT  SITUATION :  Some  low  voltage  cables  such  as  telephone,  TV,  fire 
alarm,  street  lighting,  and  secondary  feeders  are  in  the  same  manholes  as 
the  medium  voltage  cables.  This  code  violation  presents  a  safety  hazard 
for  maintenance  personnel  entering  the  manholes,  and  presents  a  potential 
problem  of  medium  voltage  feedback  through  the  low  voltage  cables. 

IMPACT  IF  NOT  PROVIDED:  Continual  safety  hazards  and  code  violations. 


(Continued  on  DD  1391c) 


VN  StM  l'  Mt  MIO 


PREVIOUS  *011  IONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1.  COMPONENT 

NAVY 

FY  19l±_MIHTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVY  PUBLIC  WORKS  CENTER,  GREAT  LAKES,  ILLINOIS 

14.  PROJECT  TITLE 

8.  PROJECT  NUMBER 

ELECTRICAL  DISTRIBUTION  SYSTEM  IMPROVEMENTS 

P-538 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  11  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.*) 

(1)  Status: 

(a)  Date  Design  Started .  8-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35»  Complete .  1-89 

(d)  Date  Design  Complete .  6-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  105  ) 

(b)  All  Other  Design  Costs . (  35  ) 

(c)  Total .  140 

(d)  Contract . (  120  ) 

(e)  In-house . (  20  ) 

(4)  Construction  start . . 12-90 _ 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


nn  MM*  PSIVIOUS  COITIONS  MAV  S(  VSID  INTISNALLY 

(#U  1  OIC  T9  M91C  until  ixhavstio 


P  AQK  NO.  <■  ! 


1.  COMPONENT 


FY  19.91.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  weapons  support  center,  . 


4.  PROJECT  TITLE 

ELECTRONICS  COMMUNICATION 


S.  PROGRAM  ELEMENT 


M '  M  i  (•)  'J 


UlitViiL'T.I.' 


I.  COST  t  ST  (MATES 


ITEM 

U/M 

QUANTITY 

ELECTRONICS  COMMUNICATION  MAINTENANCE  SHOP  . 

SF 

25,000 

BUILDING  . 

SF 

25,000 

BUILT-IN  EQUIPMENT  . 

LS 

- 

SUPPORTING  FACILITIES . 

- 

- 

UTILITIES . 

LS 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

SUBTOTAL  . 

- 

CONTINGENCY  (5»)  . 

- 

- 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  &  OVERHEAD  (S.S%).  . 

- 

- 

TOTAL  REQUEST . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

1 

-  ( 

79.00 

(1,980) 

- 

(1,270) 

- 

360 

- 

(  140) 

- 

(  220) 

- 

3,610 

- 

180 

- 

3,790 

- 

210 

- 

4,000 

ION-ADD 

i  (  0) 

u.r-u«MSi 


T-ii.TTT^JT.T: 


One-story  masonry  building,  concrete  floor  and  foundation,  single-ply  roof 
with  composite  decking,  concrete  spill  containment  berms,  plating  waste 
collection  and  treatment  system;  fire  protection  system,  ventilation, 
utilities. 


11.  REQUIREMENT;  25,000  SF.  ADEQUATE;  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Constructs  an  electronic  components  finishing  facility. 

Functional  areas  include  sandblasting  cells,  paint  booths,  zinc,  cadmium, 
stainless  steel  passivation,  anodizing,  and  conversion  coating  process 
lines,  surface  preparation,  post-treatment  machining,  drying  room, 
temporary  storage,  waste  treatment  equipment  control,  and  monitoring  room. 
(Current  mission.) 

REQUIREMENT;  Adequate  and  properly-configured  facility  for  periodically 
checking,  overhauling  and  subsequent  return  to  the  fleet  of  electronic 
components  for  various  weapon  and  guidance  systems.  Electronic  items  are 
tested,  inspected,  and  disassembled;  component  surfaces  are  sandblasted, 
degreased,  or  cleaned  in  solvent;  and  then  plated,  painted,  or  finish 
coated  as  required.  The  primary  program  which  this  facility  will  support 
is  the  AN/ALQ-99  electronic  countermeasures  weapons  system.  The 
refurbishment  of  the  system  is  in  direct  support  of  the  EA-6B  program.  The 
EA-6B  carrier-based  aircraft  is  the  prisury  tactical  jamming  aircraft  for 
the  Navy  and  the  Marine  Co.ps.  Its*  mission  is  to  provide  electronic  cover 
for  fighter  and  bomber  squadrons  operating  in  hostile  environments.  The 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTI* 
UNTIL  EXHAUSTED 
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It.  COM’ONtNT 


2  OAT« 


FY  19_MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  WEAPONS  SUPPORT  CENTER,  CRANE,  INDIANA 

4.  PROJtCT  TITLI 

ELECTRONICS  COMMUNICATION  MAINTENANCE  SHOP 

P-224 

11.  REQUIREMENT:  (Continued) 

AN/ALQ-99  it  the  heett  of  the  electronic  countermeasures  system  of  the 
aircraft  and  provides  active  jamming  against  threats  auch  as  early  warning 
systems,  tracking  radars,  search  and  surveillance  radars,  fire  control 
systems,  and  missile  guidance  systems.  Because  of  the  adverse  marine 
environment  in  which  these  electronic  systems  are  exposed,  the 
transmitters,  exciters,  receivers,  jammers,  and  other  electronic 
components  must  undergo  a  rigorous  corrosion  control  and  refurbishment 
program  at  the  station.  The  proposed  facility  is  vital  to  the  final 
phases  of  preparing  the  electronic  items  for  fleet  return  or  production 
suitability.  This  project  will  allow  consolidation,  upgrading  and 
expansion  of  inadequate  painting,  coating  and  corrosion  control  facilities 
now  in  use. 

CURRENT  SITUATION:  The  number  of  electronic  component  line  items  produced 
annually  by  the  activity  will  increase  from  6,400  units  currently  to  over 
10,000  units  by  the  early  1990's.  This  does  not  include  the  refurbishment 
effort  of  the  hardback  pods  which  house  the  electronic  components  and  are 
mounted  on  the  EA-6B  wings.  This  refurbishment  effort  has  doubled  in 
recent  years  because  of  the  procurement  of  new  EA-6B  aircraft.  The  EA-6B 
aircraft  contain  a  minimum  of  three  AN/ALQ-99  hardback  pods  which  cost 
$1.2  million  each.  The  present  space  will  not  be  capable  of  handling  the 
plating,  painting  and  surface  preparation  processes  required  to  support 
the  growing  work  load. 

IMPACT  IF  NOT  PROVIDED!  The  activity  will  be  unable  to  satisfy  projected 
fleet  demands  for  electronic  items  that  are  vital  components  in  Navy 
weapons  systems.  Without  corrosion  control,  t1  <s  fleet's  limited 
electronic  component  assets  will  deteriorate  quickly  in  a  marine 
environment  making  them  less  reliable  with  shorter  life  expectancy  and 
more  costly  to  maintain. 

ADDITIONAL:  Savings  generated  by  this  facility  will  result  in  an  economic 
payback  of  less  than  one  year. 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  2-89 

(b)  Percent  Complete  as  of  January  1990 . .  40 

(c)  Date  Design  35%  Complete . . .  10-89 

(d)  Date  Design  Complete .  8-90 


(Continued  on  DD  1391c) 
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WaJ  i  o«c  »e  U3  1C  until  ixmaubtso 


S/ft  4«1 -M19 


\ .  COMPQNCNT 

NAVY 

FY  laJLMILITARY  CONSTRUCTION  PROJECT  DATA 

V  OATS 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  SUPPORT  CENTER,  CRANE,  INDIANA 

U.PAOJtCT  TITLS 

5,  PHQJtCT  NUMitA  J 

ELECTRONICS  COWtUNICATION  MAINTENANCE  SHOP 

P-224 

12.  SUPPLEMENTAL  DATA:  (Continued) 

(2) 

Basis: 

(a)  Standard  or  Definitive  Design: 

Yes 

No  X 

(b)  Where  Design  Was  Most  Recently  Used: 

_ NA _  1 

(3) 

Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) : 

(a)  Production  of  Plans  and  Specifications 

(b)  All  Other  Design  Costs . 

($000) 

.(  195  ) 

.(  85  ) 

280 

(d)  Contract  . . , . . 

.  (  240  ) 

(a)  In-house . . . 

.  (  40  ) 

(4) 

Construction  start . 

12-90 

(month 

and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


on  «OQ1.  .AtVIOUf  IDITIONS  MAY  ■(  USID  INTiANALUY  ______  . 

DU  i  o«e  t»  KSSlC  until  sxmaustio  »ao«no.  ,  / 


1.  COMPONENT 


NAVY 


1.  INSTALLATION  ano  location 
NAVAL  WEAPONS  SUPPORT  CENTER, 


FY  19  JL MILITARY  CONSTRUCTION  PROJECT  DATA 


4.  MOJSCT  TITLI 

MECHANIZED  MATERIALS  MANAGEMENT 
FACILITY 


(.  COST  OTIMATtl 


ITiM 

U/M 

QUANTITY 

MECHANISED  MATERIALS  MANAGEMENT  FACILITY  .  . 

m 

80,000 

GENERAL  WAREHOUSE . 

80,000 

BUILT-IN  EQUIPMENT  . 

LS 

SUPPORTING  FACILITIES . 

• 

• 

UTILITIES . 

LS 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

DEMOLITION . 

LS 

- 

SUBTOTAL  . 

• 

- 

CONTINGENCY  (S«)  . 

- 

TOTAL  CONTRACT  COST . . 

- 

- 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5. St).  . 

- 

- 

TOTAL  REQUEST . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

_  ! 

! 

-  ( 

I  ET.M  .1  i  M  .'ll  -AJT-irWVI  M  J  .T.l  l.\  f  1  HM-TT!  *  J.TTTaL  JW 


Convert  high-bay  reinforced  concrete  warehouse  to  multi-level  mechanized 
warehouse,  provide  reinforced  concrete  second  floor,  loading  docks,  paving, 
mechanical  room;  sprinkler  fire  protection  system,  fire  pumps  and  suction 
tank,  ventilation,  utilities;  demolition  of  27  structures. 


11.  REQUIREMENT:  80,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Converts  warehouse  to  an  automated  materials  management 
facility.  Functional  areas  include  high-rise/high  density  mechanized 
warehouse;  loading  and  staging,  shipping  and  receiving,  preservation  and 
packaging  areas.  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  warehouse  facilities  for  the 
receipt,  issue,  tracking,  preservation,  packaging,  storage  and  shipping  of 
advanced  electronic  components.  These  components  will  Include  AEGIS 
microwave  tubes,  electronic  countermeasure  systems,  and  electrochemical 
power  systems  such  as  lithium  batteries.  High  demand  items  are  received  at 
a  central  supply  building  by  commercial  carrier  and  unloaded.  These  items 
are  consolidated,  repackaged  and  transferred  to  Weapons  Center  operational 
sites  where  they  are  tested  and  certified  as  acceptable  then  returned  to 
the  central  supply  system  and  made  ready  for  distribution  to  the  Fleet. 

Over  3,000  deliveries  are  made  monthly  to  various  on-base  operational 
sites.  These  deliveries  travel  as  far  as  6.5  miles  to  the  operational 

(Continued  on  DD  1391c) 
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FNCVIOU*  COITIONS  MAY  SC  USSD  INTCANALLY 
until  exhausted 


r AQK  NO. 


1.  COMPONENT 

NAVY 

FY  IfliLMIUTARY  CONSTRUCTION  PROJECT  DATA 

a.  OATI 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  SUPPORT  CENTER,  CRANE,  INDIANA 

U.  FAOJSCTTITLS 

S.  PROJCCT  NUMSt R  j 

|  MECHANIZED  MATERIALS  MANAGEMENT  FACILITY 

P-244  1 

11.  REQUIREMENT!  (Continued) 

sites.  Deliveries  result  in  over  10,000  miles  per  month  of  on-bese 
transfers.  About  85%  of  these  deliveries  are  within  a  mile  of  the  central 
supply  warehouse.  A  new  centralised  automated  materials  management 
facility  will  reduce  distance  traveled  by  27%  and  eliminate  multi-handling 
of  material.  This  will  lead  to  improved  productivity  and  reduce  the 
number  of  items  damaged  in  shipment. 

CURRENT  SITUATION:  All  inert  materials  are  received  and  shipped  from  the 
activity's  central  supply  building  which  was  constructed  in  1943.  This 
building  is  not  structurally  capable  of  accommodating  automated  materials 
handling  equipment.  Materials  handling  systems  are  needed  to  process  the 
ever  increasing  numbers  of  electronic  items  now  used  in  a  modern  Navy. 

For  example,  the  number  of  AEGIS  microwave  tubes  handled  by  Crane  is 
expected  to  grow  from  the  4,600  processed  in  1987  to  10,000  in  1996, 
supporting  the  increased  number  of  AEGIS  ships.  Efficiency  improvements 
from  automation  will  permit  accomplishment  of  the  increasing  workload  and 
allow  eventual  attrition  of  12  persona  for  a  cost  savings  of  $376,000 
annually.  Reliance  on  the  present  manual  procedure  for  material  movement 
and  inventory  control  is  time  consuming  and  does  not  provide  the  means  for 
rapidly  making  high-priority  issues  of  essential  electronic  items  and 
components. 

IMPACT  IF  NOT  PROVIDED:  Continuation  of  labor  intensive  supply  operations 
in  an  era  of  declining  personnel  resources  will  result  in  further 
constrained  responsiveness  to  fleet  requirements.  Present  manual 
procedures  for  material  movement  and  inventory  control  will  continue  to  be 
performed  in  a  less  cost-effective  manner. 

ADDITIONAL:  An  economic  analysis  indicates  that  the  proposed  project  will 
generate  savings  that  will  result  in  a  payback  of  less  than  one  year. 

This  amount  results  from  improved  operational  efficiency,  reduced 
personnel  downtime,  improved  office  efficiency,  personnel  reduction, 
transportation  reduction,  and  reduced  inventory  damage.  Economic  analysis 
also  indicates  that  conversion  of  an  existing  facility  is  more  cost 
effective  than  constructing  a  new  facility. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  2-89 

(b)  Percent  Complete  as  of  January  1990 . . 35 


(Continued  on  DD  1391c) 


DGi  oi?»«1391c 


PRiVIOUS  kOITIONl  MAT  SI  USID  tNTSAWALLY 
UNTIL  IXHAUST10 


AAOt  NO. 


t.  COMPONCNT 

NAVY 

FY  18  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATS 

S.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  SUPPORT  CENTER,  CRANE,  INDIANA 

14.  AAOJiCT  TlTLC 

MECHANISED  MATERIALS  MANAGEMENT  FACILITY 

Enmm 

12.  SUPPLEMENTAL  DATA!  (Continued) 


(c)  Date  Design  3S%  Complete....... .  11-89 

(d)  Date  Design  Couplet* . . . .  10-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yea _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  *  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  260  ) 

(b)  All  Other  Design  Costs . (  70  ) 

(c)  Total .  330 

(d)  Contract . . . . . (  300  ) 

(e)  In-houae . (  30  ) 

(4)  Construction  start . . .  1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations!  None. 
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UNTIL  SXHAUSTIO 


PAQS  NO. 


1.  COMPONENT 


PY  i*9i  MILITARY  CONSTRUCTION  PROGRAM 


a.  installation  ano  location 
naval  ordnance  station. 

LOUISVILLE.  KENTUCKY 


4.  COMMAND 


IS.  AREA  CONSTR. 
COST  1NOEX 


NAVAL  SEA  SYSTEMS 
COMMA  NO 


6.  PERSONNEL 
STRENGTH 

A.  AS  OF 

oa/ao/t* 

b.  END  FY 
1M4 


STUDENTS 


OFFICSR  M.ISTSD  CIVILIAN 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  ••  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0.  REMAINING  DEFICIENCY . 

h.  OR  ANO  TOTAL 


7.  MVtNTORY  DATA  (SOOO) 


(  1SJ) 


34.450 

31 .740 
S.40O 

o 

0 

4.20C 

65.790 


(.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATIOORY 

COOf  WIOJICT  TITLI 

. SCOPE 

COST 

<SOOO< 

0€SIQN  STATUS 
START  COMRUITt 

215.20  PHALANX  SHOP  MODERNIZATION 

233.160  SF  _ 

5,400 

05/89  06/90 

TOTAL 

3.400 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


Daaigna,  oavalop*.  producaa.  nodifiaa  and  ovarnaula  intarmadiata  cal iDar 
guna,  gun  barralt,  gun  mount*,  miaaila  motor  natal  part*,  componanta . 
apara  part*,  tool*  ana  accaaaoriaa.  Tha  atation  provioas  anginaanng 
aaalatanca  to  i natal  ling  activitiaa  ana  For**  afloat.  Production 
anglnaanng  i*  davaiopao  and  malntalnad  in  aaaignad  araaa. 


ANQING  PQLLUTIO 

POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DO  FORM  1390 
1DEC76 


PAGE  NO.  2  8  C 


I 


1.  COMPONENT 


NAVY 


FY  19_2LMIUYARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  ORDNANCE  STATION, 
KENTUCKY 


4.  PROJECT  title 


PHALANX  SHOP  MODERNIZATION 


5.  PROGRAM  ELEMENT 

«-  CATEGORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  ($000) 

0702096N 

215.20 

P-215 

5,400 

•.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

PHALANX  SHOP  MODERNIZATION  . 

SF 

235,160 

- 

4,880 

BUILDING  MODERNIZATION  . 

SF 

235,160 

16.00 

(3,690) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(  810) 

UTILITIES  UPGRADE . 

LS 

- 

- 

(  130) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  80) 

DEMOLITION  . 

LS 

- 

- 

(  170) 

SUBTOTAL  . 

- 

- 

4,880 

CONTINGENCY  (5») . . 

- 

- 

- 

240 

TOTAL  CONTRACT  COST . 

- 

- 

- 

5,120 

SUPERVISION,  INSPECTION  «  OVERHEAD  (5.5%).  . 

- 

280 

TOTAL  REQUEST . 

- 

- 

5,400 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

( 

^ON-ADD 

1  (  0) 

RUCTION 

Modify  building  interior  to  accommodate  additional  production  support  and 
work  areas;  renovate  and  upgrade  heating,  ventilation,  and  air  conditioning 
system,  insulation,  fire  protection  system;  demolition  of  obsolete 
facilities. 


11.  REQUIREMENT:  235,160  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  (235,160)  SF. 
PROJECT:  Modernizes,  upgrades,  and  internally  expands  facilities  to 
support  the  Mark  15  PHALANX  weapon  system  overhaul  effort.  (Current 
mission. ) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  support  and 
accommodate  an  increasing  workload  and  PHALANX  weapon  system  design 
change.  The  PHALANX  is  the  Navy's  first  all-weather  automatic  controlled 
gun  system  providing  quick  reaction  and  automatic  defense  against  close-in 
air  and  surface  sea-skimming  cruise  missile  threats  which  penetrate  the 
outer  defense  system. 

CURRENT  SITUATION;  Present  facilities  are  inadequate  in  configuration, 
production  and  engineering  support,  modern  equipment,  and  utilities. 

IMPACT  IF  NOT  PROVIDED:  Production  will  continue  to  be  hampered.  PHALANX 
program  will  continue  to  operate  inefficiently,  which  ultimately  will  cause 
delays  in  scheduled  deliveries  to  the  fleet. 


DDi  of?  76 1391 

1/M  Ql  03  L*  001  31110 


(Continued  on  DD  1391c) 

_ I 

2b 


PREVIOUS  EDITIONS  MAY  0E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


NAVi 


FY  19lL 


3,  INSTALLATION  ANO  LOCATION 


MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVAL  ORDNANCE  STATION,  LOUISVILLE,  KENTUCKY 

S.  PROJECT  NUMBER 

P-215 


12.  SUPPLEMENTAL  DATA: 


4.  PROJECT  TITLE 

PHALANX  SHOP  MODERNIZATION 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started . 5-89 

(b)  Percent  Complete  as  of  January  1990 .  50 

<c)  Date  Design  35%  Complete .  11-89 

(d)  Date  Design  Complete . . .  6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Ye s _ No X 

(b)  where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  300  ) 

(b)  All  Other  Design  Costs . (  150  ) 

(c)  Total . . .  450 

(d)  Contract . . (  400  ) 

(e)  In-house . (  50  ) 


(4)  Construction  start . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  dec  ™  1391c 


previous  coitions  may  sc  usio  inti  anally 

UNTIL  CXHAUSTKO 


*AQC  NO. 


1.  COMPONENT 


2.  DATE 


FY  ie.iL  military  construction  project  data 

NAVY 


3.  INSTALLATION  ANO  LOCATION  4.  PAOJtCT  TITLE 

PORTSMOUTH  NAVAL  SHIPYARD,  DRY  DOCK  MODERNIZATION  AND 

KITTERY,  MAINE _ COVER  (INCREMENT  I) 


S.  H4O0AAM  ELEMENT  S.  CATEGORY  CODE  7.  PAOJ6CT  NUMtER  |8.  PROJECT  COST  ($000) 


0707228N 


213.10 


I  P-228 
•.  COST  ESTIMATES 


30.500 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000 

DRY  DOCK  MODERNIZATION  AND  COVER  ...... 

SF 

124,360 

- 

is, se 

0 

FIXED  COVER  PORTION . 

SF 

73,920 

150.00 

(11, os 

>0) 

MOVABLE  COVER  PORTION . 

DECK  CLOSURE-DOCK  HEAD  END  . 

SF 

LS 

50,440 

170.00 

(  8,5- 
(  2) 

ro) 

10) 

SUPPORTING  FACILITIES . 

- 

- 

- 

7,6! 

>0 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  1,7 

50) 

UTILITIES . 

LS 

- 

- 

(  2,3 

40) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(3*5 

50) 

SUBTOTAL  . 

- 

- 

- 

27,530 

CONTINGENCY  (5%)  . 

- 

- 

1,380 

TOTAL  CONTRACT  COST . 

- 

- 

- 

28,910 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

- 

1,590 

TOTAL  REQUEST . 

- 

- 

- 

30,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

- 

NON-ADI 

)  (13, 

770) 

10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

Reinforced  concrete  footings  and  foundation  walls,  steel-frame  with 
insulated  translucent  and  metal  wall  and  roof  panels,  windows  and  access 
doors;  cranes;  operable  cover  portion  designed  to  ro.ll-open  on  gantry 
cranes  and  be  stored  under  the  fixed  cover;  fire  protection  system, 
ventilation,  utilities;  canopy  door  at  caisson  end. 


11.  REQUIREMENT:  214,030  SF.  ADEQUATE:  89,670  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  the  first  of  two  increments  for  a  weather  protection 
covering  and  associated  utility  upgrades  at  Dry  Dock  2  dedicated  for 
overhauls  and  repairs  of  SSN  688  and  SSN  21  class  submarines.  (New 
mission. ) 

REQUIREMENT :  Adequate  and  properly-configured  facilities  at  Dry  Dock  2  for 
major  submarine  overhaul  and  repairs  including  the  enhancement  capability 
and  flexibility  for  meeting  increased  (SSN  688)  and  new  (SSN  21)  work 
assigned  to  the  shipyard.  The  fleet  soon  will  be  comprised  of  these  two 
classes  of  submarines,  which  have  an  extraordinary  degree  of 
standardization  of  equipment.  The  Navy  is  acting  on  this  opportunity  to 
apply  cost  savings  anJ  efficient  production  line  techniques  (PL'1')  into  the 
submarine  overhaul  process.  For  example,  this  shipyard  has  already 
implemented  such  PLT  features  as  rotatable  equipment,  pool  and  recyclable 
package  program,,  and  is  in  the  process  of  executing  others.  However,  a 
covering  and  the  permanent  installation  of  associated  utilities  and 
services  are  items  that  require  military  construction  funding  to 

(Cuntinued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 

FY  19?i_MIUTAR .  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

PORTSMOUTH  NAVAL  SHIPYARD,  KITTERY,  MAINE 

I  A,  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

DRY  DOCK  MODERNIZATION  AND  COVER  (INCREMENT  I) 

s-228 

11.  REQUIREMENT:  (Continued) 

enhance  the  overhaul  process  starting  in  1993.  These  submarine  overhauls 
must  be  routinely  accomplished  in  an  efficient  and  accurate  manner  to 
sustain  the  fleet  deployed  at  sea.  The  first  increment  provides  a 
combination  of  permanent  and  operable  cover.  The  permanent  cover  will  be 
as  large  as  necessary  and  still  allow  access  for  refueling.  The  operable 
cover  will  be  used  to  complete  the  enclosing  of  the  refueling  access 
area.  It  will  be  designed  to  retract  under  the  permanent  portion  of  the 
cover  at  the  head  half  of  the  dry  dock.  The  moving  of  the  sections  will 
be  by  cranes  which  will  support  the  cover  while  each  section  is  rolled 
under  the  permanent  cover.  Additional  work  includes  railroad  trackage 
relocation,  and  utility  upgrades.  The  second  increment  will  provide  a 
separate  facility  adjacent  to  the  dry  dock  cover  for  a  waterfront  field 
shop,  project  team  work  spaces,  and  permanent  installation  of  supporting 
temporary  services. 

CURRENT  SITUATION;  The  shipyard  is  presently  operating  with  three  graving 
docks  fully  utilized.  Dry  Dock  1  is  limited  to  docking  the  smaller  older 
submarines  including  SSN  594  and  SSN  637  classes  which  require  the  aid  of 
external  flotation  tanks  to  enter  the  dry  dock.  Dry  Dock  3  is  capable  of 
docking  a  SSN  688  class  and  smaller  for  overhauls  and  repairs.  Refuelings 
can  only  be  accomplished  on  the  SSN  637  class  and  smaller,  and  the  dry 
dock  is  fully  utilized  in  performing  either  overhauls  or  refuelings  on 
these  classes  of  submarines.  Since  1986,  Dry  Dock  2  has  been  considered 
the  candidate  for  modernization  because  of  its  central  location,  two 
vessel  docking  capacity,  laydown  space  availability  and  proximity  to 
existing  buildings  having  the  potential  for  full  or  partial  utilization. 
New  England  area  weather  has  a  big  affect  on  the  overhaul  process.  A 
submarine  going  through  overhaul  and  repairs  in  an  open  dry  dock  including 
exterior  hull  preservation  work  such  as  sandblasting,  welding,  painting, 
and  special  hull  treatment  is  subjected  to  production  delays  because  of 
the  harsh  inclement  weather  which  causes  productivity  losses  for  reasons 
of  snow  removal,  need  for  freeze  protection,  cold,  rain  and  wind, 
equipment  damage,  and  the  safety  hazards  on  unprotected  staging 
platforms.  All  of  these  setbacks  could  be  reduced  by  a  permanent  dry  dock 
enclosure.  The  proposed  covering  will  effect  savings  in  techniques, 
equipment,  and  man  days  for  submarine  overhauls. 

IMPACT  IF  NOT  PROVIDED:  There  will  be  a  continued  adverse  effect  on 
production  morale,  quality  of  work,  and  lingering  safety  hazards  resulting 
from  an  open  dry  dock  operation  exposed  to  the  harsh  inclement  weather. 

Navy  will  be  unable  to  fully  implement  the  PL V  concept,  and  the  resulting 
realization  of  substantial  cost  savings  in  overhauls  would  not  materialize. 
ADDITIONAL:  An  industrial  engineering  concept  study  was  performed  on  the 
proposed  project  where  alternative  technical  solutions,  as  well  as  an 
economic  analysis,  have  concluded  that  it  is  more  advantageous 

-  (Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 

FY  19ii_MIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

PORTSMOUTH  NAVAL  SHIPYARD,  KITTERY,  MAINE 

4.  PROJECT  TITLE 

6.  PROJECT  NUMBER 

DRY  DOCK  MODERNIZATION  AND  CCVER  (INCREMENT  I) 

P-228 

11.  REQUIREMENT:  (Continued) 

ADDITIONAL:  (Continued) 

economically  to  modernize  dry  dock  2  with  a  covering  and  the  associated 
utilities  and  waterfront  field  shop  facilities.  This  solution  will 
provide  a  significant  savings  of  $6  million  per  overhaul  for  every 
submarine,  with  an  estimated  payback  of  6.5  years. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  confori  s  to  Part  II  of 
Military  Handbook  1190,  "Pacility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started.. .  1-89 

(b)  Percent  Complete  as  of  January  1990 .  40 

(c)  Date  Design  354  Complete .  10-89 

(d)  Date  Design  Complete . . .  9-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  other  Design  Costs . 

(c)  Total . 

(d)  Contract . 

(ej  In-house . 


($000) 
1200  ) 
510  ) 
1710 
1580  ) 
130  ) 


(4)  Construction  start. 


. _ 3-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

($000) 


Bridge  Cranes 


13,770 
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PREVIOUS  EDITION*  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


11.  COMPONENT 


FY  19SJ _ MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  ACADEMY , 


IS.  PERSONNEL 
STRENGTH: 


4.  COMMAND 
CHIEF  OF  NAVAL 


5.  AREA  CONST R, 
COST  INDEX 


PERMANENT 

_ 1  MCMBiOMna, 

1  STUDENTS 

SUPPORTEC 

— J-JL 

o»»ci«  «ikrie  civi'an 

OFF  ‘Cl  R 

INL-tTtQ  CVIL'RN 

•Rl'PIC 

C'V'LIAS 

356  375  1688 

0 

4689  0 

0 

0 

0 

356  383  1755 

0 

4689  0 

0 

0 

0 

b  end  fy  19  94  |356  383  1755  0  4689  0  0  0  0 

_ 7.  INVENTORY  DATA  (SOOQt _ “ 

..  TOTALACREAGE  (  1,747) 

b.  INVEN  TORY  TOTAL  AS  OF  30  SEP  1988  229,760 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  I1,', 800 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  0 

•  .  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  3,130 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  0 

g.  REMAINING  DEFICIENCY .  3,630 

b.  GRAND  TOTAL . 256,320 

8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATIGOP, 

CODE 


OtSlON  STATES 
STAAT  CCMElITE 


721.12  Bancroft  Hall  Expan  (Phase  II)  LS 

TOTAL 

•Appropriation  Request:  $24,000,000. 

9.  Future  Projects: 

a.  Included  in  following  program: 

141.25  Fire  Station  LS 

441.10  General  Warehouse  LS 

852.30  Pedestrian  Bridges  LS 

TOTAL 


06/88  01/90 


b.  Major  Planned  Next  Three  Years:  None. 

10.  Mission  or  Major  Functions:  Prepare  young  people  morally,  mentally, 
and  physically  to  be  professional  officers  in  the  naval  service. 

11.  Outstanding  pollution  and  safety  deficiencies:  ($000) 

a.  Pollution  Abatement:  0 

b.  Installation  Restoration:  0 

c.  Occupational  safety  and  health  (OSH):  0 
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PAGE  NO.  S  £  / 


1 . COMPONENT 

NAVY  FY  19~  MILITARY  CONSTRUCTION  PR 


J.  INSTALLATION  ANO  LOCATION 

NAVAL  ACADEMY, 
ANNAPOLIS,  MARYLAND 


S.  PBOOBAM  CLCMCNT 


0805896N 


<.  CATEGORY  CODE 


721.12 


4.  RAOJi'-T  VITLt 

BANCROFT  HALL 
EXPANSION  (PHASE  II) 


7.  PROJECT  NUMSER  t.  PROJECT  COST  ISOOOI 

|  AUTH:  0* 

P-259  APPR:  24,000 


9.  COST  ESTIMATES 


U/M  QUANTITY 


UNIT 

COST 

COST 

($000) 

- 

IH  ,'S)UU 

99.00 

(33,600) 

- 

(  5,240) 

- 

(  60) 

- 

4,430 

- 

(  1,190) 

- 

(  820) 

(  840) 

- 

(  1,580) 

- 

43,330 

- 

2,170 

- 

45,500 

- 

2,500 

48,000 

- 

-24,000 

- 

24,000 

DN-ADD) 

(  0) 

BANCROFT  HALL  EXPANSION 

BUILDING  . 

BUILT-IN  EQUIPMENT  . 

TECHNICAL  OPERATING  MANUALS . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  .  .  . 

MECHANICAL  UTILITIES  .  .  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5% )  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

SUBTOTAL  . 

LESS:  PHASE  I  FUNDING  REQUEST:  FY  1990  . 

PHASE  II  FUNDING  REQUEST:  FY  1991  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 
•PRIOR  YEAR  AUTHORIZATION 


10.  DESCRIPTION  OP  PROPOSED  CON 

Two  six-story  reinforced  concrete  frame  building  additions,  pile 
foundations,  concrete  floors,  slate  and  copper  roofs  on  steel  roof  trusses, 
granite  exterior  facing  to  match  existing,  fire  protection  systems,  air 
conditioning  and  environmental  control,  utilities;  dormitory  rooms  to 
accommodate  924  midshipmen,  built-in  room  furniture,  storage. 


11.  REQUIREMENT:  4,689  PN.  ADEQUATE:  3,765  PN.  SUBSTANDARD:  0_  PN. 
PROJECT:  Provides  additions  to  Bancroft  Hall  to  house  924  midshipmen. 
(Current  mission.) 

REQUIREMENT:  Adequate  housing  to  alleviate  overcrowding.  A  third  person 
has  been  added  in  the  two-man  rooms  and  each  midshipman  has  been  issued  a 
computer.  With  more  in-room  study  required  because  of  computer-related 
courses,  the  room  study  environment  must  be  suitable  for  the  midshipmen 
to  maintain  an  expected  high-level  of  academic  excellence. 

CURRENT  SITUATION:  Bancroft  Hall  houses  4,689  midshipmen  in  facilities 
designed  for  3,765.  The  problem  of  housing  three  men  in  two-man  rooms  is 
further  compounded  by  the  additional  space  requirement  to  accommodate  each 
midshipman's  computer  which  is  necessary  for  present  and  future  cu.ricula. 
This  project  is  being  phased  within  the  FY  1990/1991  biennial  program  to 
eliminate  the  space  deficiency. 

IMPACT  IF  NOT  PROVIDED:  Academic  excellence  will  be  severely  impeded  by 
the  absence  of  a  quality  study  environment.  Midshipmen  will  continue  to 
experience  overcrowding  conditions  adversely  affecting  their  training  and 
morale.  (Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 


FY  19_?i_MIUTARY  CONSTRUCTION  PROJECT  DATA 


2.  OATS 


3.  INSTALLATION  AND  LOCATION 


NAVAL  ACADEMY,  ANNAPOLIS,  MARYLAND 

T  PROJECT  NUMIER 
P-259 


12.  SUPPLEMENTAL  DATA: 


4.  PROJECT  TITLE 

BANCROFT  HALL  EXPANSION  (PHASE  II) 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started..... .  6-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  11-88 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  ♦  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  2880  ) 

(b)  All  Other  Design  Costs . (  720  ) 

(c)  Total .  3600  « 

(d)  Contract . . . (  3200  ) 

(e)  In-house . (  400  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


*  Estimated  total  for  phases  I  and  II. 
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e/hotta-LP-ooi 


1  .  COMPONENT 


FY  Iasi  MILITARY  CONSTRUCTION  PROGRAM 


installation  and  location 


NAVAL  HOSPITAL. 
BETHE50A.  MARYLAND 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 

00/30/88 

b.  END  FY 

1004 


|  4 .  COMMAND 


NAVAL  medical 
COMMAND 


I  5.  AREA  CONSTR. 
COST  INDEX 


PERMANEN1 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED  |  CIVILIAN 

1278 

2058 

1613 

650 

372 

7 

€0 

333  j  0 

1379 

2181 

1659 

875 

463 

10 

63 

_ 

347  |  0 

a.  TOTAL  ACREAGE  TENAI 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88 . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  !N  THIS  PROGRAM  .  . 

•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f,  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0 •  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  ($000) 
TENANT  OF  NNMC 


O 

0 

9.000 

3.100 

8.700 

16.200 

37,000 


PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


721.12  BACHELOR  ENLISTED  QUARTERS 
TOTAL 


103,950  SF 


DESIGN  STATUS 
START  COMPLETE 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

832.10  SEWAGE  LINE  REPLACEMENT  LS  1.400 

842.10  POTABLE  LINE  REPLACEMENT  LS  1.700 

TOTAL  3. '00 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

721.12  BEQ  MODN  LS  5.000 

730.80  PARKING  STRUCTURE  LS  3.700 

To.  MISSION  OR  MAJOR  FUNCTIONS- 

Provide  a  comprehansive  range  of  emergency,  outpatient,  ano  inpatient 
healtn  care  services  to  active  duty  Navy  and  Marine  Corps  personnel ,  and 
active  duty  members  of  other  Federal  Uniformed  Service*.  Ensure  that  all 
assigned  military  personnel  are  properly  trained  for  the  performance  of 
their  assigned,  contingency,  and  wartime  duties.  Conduct  appropriate 
education  programs  for  Naval  Medical  students  and  Medical  Department 
officers . 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFET v  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DD  FORM  1390 
1DEC76 


PAGE  NO. 


|  BETHESDA ,  MARYLAND 

BACHELOR 

ENLISTED  QUARTERS 

S.  PROGRAM  ELEMENT 

•.  CATEGORY  code 

7.  project  number 

B.  PROJECT  COST  (SOOOJ 

0807796N 

721.12 

P-912 

9,000 

1.  COMPONENT 
NAVY 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


J.  INSTALLATION  AND  LOCATION 

NAVAL  HOSPITAL, 


2.  DATE 


4.  PAOJECT  TITLE 


S.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

ItOOO) 

bACHbLOR  ENLlSTSrt  gUAfcrghs  . 

BP 

103,950 

- 

7,471) 

BUILDING  ....  . 

SF 

S3, 160 

79.00 

(6,570) 

PARKING  GARAGE  . 

SF 

20,790 

29.00 

(  600) 

BUILT-IN  EQUIPMENT  .  .  . 

LS 

- 

- 

(  300) 

SUPPORTING  FACILITIES  . 

- 

- 

- 

650 

ELECTRICAL  UTILITIES  .  .... 

LS 

(  150) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  300) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  200) 

SUBTOTAL  . 

- 

8,120 

CONTINGENCY  (5»)  . 

- 

- 

410 

TOTAL  CONTRACT  COST . 

- 

8,530 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

- 

- 

470 

TOTAL  REQUEST . 

- 

- 

- 

9,000 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

40N-ADD 

1  (  0) 

Four-story  reinforced  concrete  frame  building,  concrete  foundation  and 
floors,  masonry  walls,  built-up  roofing,  solar  domestic  hot  water  system, 
fire  protection  and  alarm  systems,  elevators,  air  conditioning,  utilities, 
technical  operating  manuals;  108  two-bedroom  modules  with  private 
bathrooms,  lounges,  laundry,  storage,  vending,  mechanical  equipment; 
parking  structure. 

Grade  Mix;  72  E1-E4,  180  E5-E6.  Total;  252. _ 


11.  REQUIREMENT:  1,356  PN.  ADEQUATE:  871  PN.  SUBSTANDARD:  £  PN. 
PROJECT:  Provides  adequate  billeting  for  252  enlisted  personnel.  (Current 
mission. ) 

REQUIREMENT:  Adequate  housing  for  1,356  bachelor  enlisted  personnel. 

These  personnel  are  either  assigned  to  the  hospital  as  staff  or  are 
undergoing  training. 

CURRENT  SITUATION:  Existing  adequate  berthing  capacity  of  871  includes  724 
adequate  spaces  and  147  spaces  in  the  local  community.  The  total  number  of 
adequate  spaces  is  insufficient,  resulting  in  overcrowding.  A  new 
construction  deficiency  of  485  adequate  billeting  spaces  exists.  After 
construction  of  the  spaces  requested  by  this  project,  the  remaining 
projected  space  deficit  will  be  satisfied  by  a  follow-on  project  currently 
unprog rammed. 

IMPACT  IF  NOT  PROVIDED:  Degrade  safety,  productivity  and  training,  morale 
and  health  of  personnel,  and  Navy's  career  retention  efforts. 

ADDITIONAL:  The  surrounding  community  has  insufficient  housing  and  cannot 
satisfy  the  ae  ivity's  berthing  requirements.  (Continued  on  DD  1391c) 


DO 


,  0?C  7.1391 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
until  EXHAUSTED 


PAGE  NO. 


%/H  0103  LF  QOt  JtIO 


f 


1,  COMPONENT 

NAVY 

FY  19_!i_MlLlTARY  CONSTRUCTION  PROJECT  DATA 

2  C  f  E 

3.  INSTALLATION  AND  LOCATION 

NAVAL  HOSPITAL,  BETHESDA,  MARYLAND 

4.  project  title 

1.  PROJECT  NUMBER  j 

BACHELOR  ENLISTED  QUARTERS 

P-912  j 

12.  SUPPLEMENTAL  DATA; 

«.  Estimated  design  status:  (Projact  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35%  Complete . 

(d)  Date  Design  Complete . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Tes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  (S000) 

(a)  Production  of  Plans  and  Specifications . (  175  ) 

(b)  All  Other  Design  Costs.. . (  190  ) 

(c)  Total .  ••  _  365 

(d)  Contract... . . . - . .  •  •  (  95  ) 

(e)  In-house . (  270  > 

(4)  Construction  start. . . . . 1«~90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


11-88 

100 

5-89 

1-90 
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VH  ItOt  if-MI  MU 


PREVIOUS  EDITIONS  MAY  9E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1.  COMPONENT 


FY  1fl91  MILITARY  CONSTRUCTION  PROGRAM 


I  2.  DATE 


NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  ORDNANCE  STATION. 

INDIAN  HEAD.  MARYLAND 

A.  COMMAND 

NAVAL  SEA  SYSTEMS 
COMMAND 

j  5 

i 

AREA  C0NS1R. 
COST  INDEX 

1 .03 

6.  PERSONNEL 

PERMANENT 

STUDENTS 

SUPPORTED 

STRENGTH 

OFF  1  CIA 

CNLISTKD 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

a  AS  OF 

09/30/88 

54 

r  - 

289 

2570 

64 

0 

0 

3328 

b.  END  FY 

1994 

60 

329 

2595 

107 

■H 

■n 

0 

0 

3827 

7.  INVENTORY  DATA  ($000) 


a.  TOTAL  ACREAGE  (  3.410) 

t).  INVENTORY  TOTAL  AS  OF  30  SEP  88 . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

0-  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL  . 

8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COST 

DESIGN 

STATUS 

CODE 

PROJECT 

TITLE 

SCOPE 

(SOOO) 

start 

COMPLETE 

831 . 10 

INDUST  WSTWTR  TRMNT 
TOTAL 

FACS 

LS 

6.400 

6.400 

1  1/88 

01/90 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

226.66  PROPELLANT  &  CHEMICAL  FAC 

841.10  WASTEWATER  TREATMENT 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS 

143.60  BULK  EXPLOSIVE  FACILITY  LS  14,030 

310.13  CHEMISTRY  LABORATORY  21,600  SF  16.100 


10.  MISSION  OR  MAJOR  FUNCTIONS 

Provide  material  ana  technical  support  for  weapon  systems,  weapons  or 
components.  Maintain  ana  operate  facilities  for  mixing,  blending,  casting 
and  extruding  cnemicals.  propellants  ana  explosives  and  for  the  assembly 
,ind  test  of  rocket  and  missile  motors.  Conduct  research  in  propellants, 
explosives  and  related  fields,  including  producing  pilot  plant  quantities 
of  new  chemicals.  Repair,  rework,  and  modify  fleot  returned  guided 
missile  propulsion  units.  Provide  logistic  support  for  the  Naval 
Explosive  Ordnance  Disposal  Facility  and  the  Naval  School.  Explosive 
Ordnance  Disposal. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (SOOO) 

A:  POLLUTION  ABATEMENT  5,400 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAPETY  AND  HEALTH  (OSH):  0 


LS  2.000 

LS  _ 5.400 

7,400 


1 19,570 
9,590 

6.400 

7.400 
30,130 
53.400 

226.490 


PAGE  NO. 


0  G 
C  /  ■ 


OD  FORM  1390 
1DEC76 


COMPONENT 


FY  ,891  MILITARY  CONSTRUCTION  PROGRAM 


INSTALLATION  AND  LOCATION 

NAVAL  AIR  TEST  CENTER, 
PATUXENT  RIVER,  MARYLAND 


PERSONNEL 

STRENSTH 


i  4.  COMMAND 


NAVAL  AIR  SYSTEMS 

command 


AREA  CONSTR. 
COST  INDEX 


a.  AS  OF 
09/30/88 
B.  END  FY 

1894 


PERMANEN1 

STUDENTS 

SUPPORTEC 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICtR 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

S 19 

2903 

3476 

57 

0 

0 

4 

12 

0 

6971 

S62 

2956 

3550 

57 

0 

0 

3 

— 

7 

0 

7135 

a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

o-  remaining  deficiency . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  ($000) 

(  7.127) 


222. 540 
27,640 
3.000 
0 

21.660 

58,970 

333.810 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


_ PROJECT  TITLE 

SECURITY  IMPROVEMENTS 
TOTAL 


9.  FUTURE  PROJECTS. 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
211.81  JEST  ENGINE  TEST  CELL 

3 17. 20  ELEC/ELEX  SYS  LAB  MOON 

441.30  HAZ/FLAMM  MATRL  STRG  FAC 

311.25  ADVANCED  WARFARE  FACILITY 


DESIGN  STATUS 
START  COMPLETE 


LS 

LS 

12.860  SF 
83.720  SF 


Taat  ana  avaluata  aircraft  and  waapon  ayctanis.  componants,  ana  thair 
ralatad  aqulpmant  for  Flaat  uaa.  Station  alao  supports  tactical  aupport 
squadrona  ana  tha  Navy  Taat  Pitot  School. 

Flaat  Air  Raconnalaaanca  Squadron  VO-4 
Ocaanographlc  Oavalopnant  Squadron  VXN-8 
Air  Taat  and  Evaluation  Squadron  VX-1 
Navy  Taat  Pilot  School 

11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEF I C I  ENCI  E  S~  (LOOP) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  2,250 


DD  FORM  1390 
1DEC76 


PAGE  NO. 


On 


t.  COMPONENT 


2.  DATE 


NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  TEST  CENTER, 
PATUXENT  RIVER,  MARYLAND 


S.  PROGRAM  CLEMENT 


0605896N 


FY  19_9±_  MILITARY  CONSTRUCTION  PROJECT  DATA 


6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

872.10 

P-420 

4.  PROJECT  TITLE 

SECURITY  IMPROVEMENTS 


8,  PROJECT  COST  1*000) 


«.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

SECURITY  IMPROVEMENTS . 

LS 

- 

CONTROL  CENTER  MODIFICATIONS  . 

LS 

- 

SECURITY  LIGHTING . 

LS 

- 

SECURITY  FENCING  . 

LS 

- 

ACCESS  CONTROL  PAVILIONS  . 

LS 

- 

UTILITIES . 

LS 

- 

SUBTOTAL . . 

- 

- 

CONTINGENCY  (5»)  . 

1 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

- 

- 

TOTAL  REQUEST . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-(NO 

10.  DESCRIPTION  OF  PROPOSED  CONSTRU 

Modify  alarm  control  center  building;  emergency  generator;  security  fencing 
and  lighting;  controlled  personnel  access  pavilions;  camera  mount 
foundations;  utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  upgraded  security  at  this  aircraft  test  and  development 
activity  with  an  "enclave"  concept  of  protection  around  critical  assets  by 
restricting  and  controlling  access.  The  concept  is  comprised  of  a  sensored 
fence  and  buried  line  sensors  to  detect  an  attempted  or  actual  intrusion. 
Lighted  clear-zones  will  be  watched  using  closed  circuit  television. 
Features  to  limit  vehicle  penetration  will  also  be  provided.  (Current 
mission.) 

REQUIREMENT:  Adequate  physical  security  for  critical  test  and  development 
aircraft,  equipment,  facilities  and  personnel.  Surveillance  of  these 
assets  will  provide  protection  and  reduce  pilferage  at  the  activity  and 
help  promote  the  loss  prevention  program.  Terrorism  around  the  world  is  on 
the  increase.  Targets  include  US  military  installations,  equipment  and  - 
personnel.  Experiences,  such  as  destruction  of  Navy  aircraft  in  San  Juan 
several  years  ago,  highlight  the  need  to  improve  security  around  military 
installations  and  airfields.  Monitoring  devices,  alarms,  lighting  and  a 
surveillance  control  center  will  greatly  improve  effectiveness  of  fencing 
and  will  protect  valuable  assets.  Less  visible  but  just  as  damaging  is 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 

FY  19iL.MILITAnY  CONSTRUCTION  PROJFCT  DATA 

2.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  TEST  CENTER,  PATUXENT  RIVER,  MARYLAND 

4.  PROJECT  TITLE 

S.  PROJECT  NUMBER 

SECURITY  IMPROVEMENTS 

P-420 

11.  REQUIREMENT!  (Continued' 

the  threat  of  espionage  of  technologies  and  weapons  development.  After 
recent  loss  of  submarine  technologies  through  spies  and  technology 
transfers,  the  Navy  has  stepped-up  its  effort  to  protect  important 
military  developments.  NATC  Patuxent  River  is  the  Navy's  primary  center 
for  aircraft  development,  test  and  life-cycle  engineering  support.  All 
types  of  existing  Navy  aircraft  are  tested  here.  New  radar,  electronic 
warfare  and  communication  systems  are  tested  along  with  the  airframes. 

New  aircraft  or  existing  aircraft  scheduled  for  extensive  modifications 
are  throughly  tested  prior  to  full  scale  production.  Lose  of  hardware  and 
computer  software  or  the  "eavesdrop"  monitoring  of  tests  through  espionage 
would  compromise  the  combat  effectiveness  of  the  aircraft  and  the 
subsystems.  It  would  also  make  develoment  of  countermeasures  by  potential 
enemies  much  easier.  Improved  physical  security  measures  is  a  proven 
method  of  greatly  reducing  the  terrorist  threat  and  the  loss  of  technology 
and  military  secrets  through  espionage. 

CURRENT  SITUATION:  Like  most  military  installations,  Patuxent  River's 
primary  means  of  security  protection  is  a  perimeter  fence  and  security 
patrols.  In  general,  once  inside  the  installation,  a  person  has 
unchallenged  access  to  most  assets.  Assets  are  left  unattended  in  dark  or 
in  poorly-lit  areas.  With  these  conditions,  intruders  could  do 
considerable  damage  to  Navy  assets  with  a  low  risk  of  being  apprehended. 
Persons  could  enter  unoccuppied  buildings  and  steal  hardware  or 
information.  "Eavesdroppers*  could  set  up  monitoring  stations  on-base  and 
receive  test  data  through  visual  and  electronic  means.  The  proposed 
physical  security  improvements  will  provide  an  integrated  security  system 
completely  encompassing  critical  assets,  with  the  capability  to  deter  or 
detect  unauthorized  intruders  seeking  entry  into  sensitive  areas. 

IMPACT  IF  NOT  PROVIDED!  Access  to  the  base  is  de  facto  access  to 
sensitive  and  classified  mission  assets  and  information.  Weapons  systems, 
classified  test  and  evaluation  data  and  aviation  assets  will  continue  to 
be  vulnerable  to  compromise  or  destruction.  Loss  of  this  data  would 
enable  hostile  forces  to  nullify  weapons  designs  prior  to  their  initial 
operational  capability  and  devise  similar  advanced  weapons  at  a  greatly 
reduced  cost. 


(Continued  on  DD  1391c) 
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PRfVIOUS  COITIONS  MAY  SC  USCD  INTERNALLY 
UNTIL  EXHAUSTED 


PAOE  NO. 


*/N01#M.F-0©1  Mi* 


II.  COMPONENT 


FY  19.LLMIUTARY  CONSTRUCTION  PROJECT  DATA 


1 3.  INSTALLATION  ANO  LOCATION 


NAVAL  AIR  TEST  CENTER,  PATUXENT  RIVER,  MARYLAND 

«.  PROJECT  TITLE 


S.  PROJECT  NUMBER 


SECURITY  IMPROVEMENTS _ | _ P-420 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  dssign  conforms  tc  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.*) 

(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  180  ) 

(by  All  Other  Design  Costs . (  60  ) 

(c)  Total .  240 

(d)  Contract.. . (  210  ) 

(e)  In-house . (  30  ) 


(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Intrusion  Detection 
System,  monitoring 
equipment,  electrical 
cables,  alarm  control 
center. 


! « 1391c 


PftiVtOUS  COITIONS  MAY  SC  USCO  INTI  ANALLY 
UNTIL  KXHAUSTKD 


*/m  •itn-LF-M'-sm 


1 .  COMPONENT 


FY  1Ssi  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

NAVAL  HOSPITAL. 

PATUXENT  RIVER,  MARYLAND 


PERMANENT 


OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED 


6.  PERSONNEL 
STRENGTH 

«.  AS  OF 

09/30/88  46  136  62  0  0 

b.  END  FY 

19S4  84  88  62  0  0 

7.  INVENTORY  OATA  ($0001 

a.  TOTAL  ACREAGE  TENANT  OF  NATC 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  authorization  reouested  in  this  program  . 

a.  authorization  included  in  following  program  . 

f.  planned  in  next  three  program  years  . 

8.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


SUPPORTED 


CATEGORY 

CODE 


_ PROJECT  TITLE 

AVIAT  PHYSIOLOGY  TRNG  FAC 
TOTAL 


DESIGN  STATUS 
TART  COMPLETE 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

To  provide  general  clinical  hospi tali zet ion  for  active  duty  Navy  ana 
Marina  Corps  personnel ,  active  duty  mempers  of  otner  armed  services, 
dependents  of  active  duty  personnel ,  and  otner  authorized  persons  as 
outlinad  in  current  directives.  To  cooperate  with  military  and  civil 
authorities  in  matters  pertaining  to  health,  sanitation,  local  disasters, 
and  other  emergencies. 


AFETY  DEFICIENCIES : 


0 _ 

A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


OD  FORM  1390 
1DEC76 


PAGE  no: 


29b 


1.  COMPONENT 


FY  19.21-  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

naval  hospital. 


*■  PROGRAM  ELEMENT 


4.  PROJECT  TITLE 

AVIATION  PHYSIOLOGY 
TRAINING  FACILITY 


8.  PROJECT  COST  1*000) 

2,250 


UNIT  COST 

COST  ItOOO) 


AVIATION  PHYSIOLOGY  TRAINING  FACILITY.  .  .  . 

BUILDING  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES  . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . .  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


108.00 


2,030 
100 
2,130 
120 
2,250 
5N-ADD)  (  0) 


10.  DESC 


One-story  steel  frame  building,  concrete  foundation  and  floor,  masonry 
walls,  built-up-roof,  air  conditioning,  utilities,  fire  protection  system; 
equipment,  utilities  and  technical  operating  manuals  to  support  training 
units. 


11.  REQUIREMENT;  13,800  SF.  ADEQUATE;  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Constructs  training  facility  including  administrative  space, 
classrooms,  low  pressure  chamber,  and  ejection  seat  training  devices. 
(Current  mission.) 

REQUIREMENT;  Adequate  facilities  to  accommodate  aviation  physiology  and 
water  survival  training  for  Fleet  aviation  personnel  including  those  at 
the  Naval  Air  Test  Center. 

CURRENT  SITUATION;  The  aviation  physiology  training  department  presently 
occupies  only  2,700  square  feet  of  one  building.  The  building  is  shared 
by  two  other  major  departments  of  the  host  installation.  The  aviation 
physiology  training  devices  are  housed  in  two  rooms  which  must  also 
accommodate  a  maintenance  area,  office  spaces,  static  displays,  and 
storage.  Because  there  is  a  lack  of  adequate  storage  space,  son*-  items 
are  stored  in  the  crawl  space  under  a  building  some  distance  away  leading 
to  equipment  deterioration  and  lack  of  accountability.  The  department 
does  not  have  a  dedicated  classroom.  The  building's  conference  room  is 
used  on  a  shared  basis  and  is  not  available  two  full  days  per  week. 
Students  who  travel  from  other  activities  to  receive  training  spend  two 

(Continued  on  DD  1391c) 


DDi  o?c"?.1391 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


’•  299 


I'M  OttO  LF  OOl  MIO 


1.  COMfONCNT 

NAVY 

FY  l9_!i_MIUTARY  CONSTRUCTION  PROJECT  DATA  j 

2  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  HOSPITAL,  PATUXENT  RIVER,  MARYLAND 

4.  PROJECT  TITLE 

S.  PROJECT  NUMBER 

AVIATION  PHYSIOLOGY  TRAINING  FACILITY 

P-903 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

day*  at  the  facility  to  get  one  day's  worth  of  training.  It  i*  projected 
that  the  training  workload  will  increase  by  20%  because  new  aircraft  and 
systems  will  receive  full  scale  development,  test  and  evaluation  at  the 
test  center. 

IMPACT  IF  NOT  PROVIDED:  The  department  will  be  unable  to  comply  with 
training  requirements  for  modular  training  of  aviation  life  support 
systems  in  fixed  and  rotary  wing  aircraft.  The  existing  deficiency  of 
adequate  training  space  will  result  in  continued  degradation  of  air  crew 
training  in  survival  techniques  and  may  result  in  unnecessary  loss  of  life 
or  serious  injury. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  12-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete..... . 5-89 

(d)  Date  Design  Complete..... .  1-90 

(2)  Basts: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plana  and  Specifications . .  115  ) 

(b)  All  Other  Design  Costs . (  170  ) 

(c)  Total . . .  285 

(d)  Contract . (  260  ) 

( e)  In-house . . . (  25  ) 

(4)  Construction  start.... . . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PAGE  NO. 


1 .  COMPONENT 


FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


NAVY 


3.  INSTALLATION  AND  LOCATION 

1 

4.  PROJECT  TITLE 

NAVAL  ELECTRONIC  S 
ACTIVITY,  ST.  INIG 

Y STEMS  ENGINEERING 

OES.  MARYLAND 

FACSFAC  ELECTRONIC  SYSTEMS 
_ INTEGRATION _ 

5.  PROGRAM  ELEMENT 

«.  CATEGORY  CODE  j 

7.  PROJECT  NUM8ER 

8.  PROJECT  COST  ($000) 

317.  2S _ | 

_ P-723 _ 

_ 3.900 

9.  COtT  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COtT 

COST 

(SOOO) 

FACSFAC  ELECTRONIC  SYSTEMS  INTEGRATION  .  .  . 

SF 

25,400 

- 

2,760 

BUILDING  . 

SF 

25,400 

90.00 

(2,300) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

(  460) 

SUPPORTING  FACILITIES . 

- 

- 

- 

760 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  620) 

UTILITIES . 

LS 

- 

- 

(  50) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  90) 

SUBTOTAL  . 

- 

- 

- 

3,520 

CONTINGENCY  (5%)  . 

- 

- 

- 

180 

TOTAL  CONTRACT  COST . 

- 

- 

- 

3,700 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

- 

- 

- 

200 

TOTAL  REQUEST . 

- 

- 

- 

3,900 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

4— ADD) 

(  0) 

10.  DESCRIPTION  OF  A AO^OSEb  dONiTnuCtlON 


Two-3tory  steel  frame  and  masonry  building,  pile  foundation,  concrete 
floors,  built-up  roof,  security  alarms,  energy  monitoring  and  control 
system,  fire  protection  system,  air  conditioning,  utilities.. 


11.  REQUIREMENT:  38,000  SF.  ADEQUATE:  12,600  SF.  SUBSTANDARD:  0  SF. 
t  t.OJECT ;  Constructs  a  facility  for  life-cycle  support  of  the  Fleet  Area 
Control  ,:nd  Surveillance  Facility  (FACSFAC)  systems.  (Current  mission.) 
REQUIREMENT:  Adequate  and  proparly-configured  facilities  to  accommodate 
software  aid  hardware  m-intenance,  repair,  software  configuration 
management  and  problem  analysis  for  the  FACSFAC  life-cycle  support 
program.  3oth  hardware  and  software  support  must  be  provided  to  ensure  the 
highest  level  of  ^edmical  assistance,  to  optimize  maintenance  and  logistic 
activities,  and  to  provide  for  the  software  development,  modification,  and 
configuration  control  of  all  FACSFAC  installations.  As  recommended  by 
congress,  the  ?aCSFAC3  collaborate  with  FAA  air-traffic-control  to  provide 
continuous  surveillance  and  traffic  control  in  those  areas  where  civilian 
and  i/ilitary  aircraft  might  intermingle,  in  an  effort  to  avoid  mid-air 
collisions  ami  enhance  air  safety.  Four  TACSFACs  have  been  constructed  tc 
naval  bases  in  facksor-viile,  the  Virginia  Capes,  San  Diego,  and  Oahu  to 
control  airspace  over  large  off-shors  operating  areas.  In  addition, 
systems  are  used  f>r  c-ntrol  and  surveillance  at  Key  West,  Fallon,  and  Hill 
Air  Force  Base  in  Utah. 


(Continued  on  DD  1391c) 
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S/N  0197  UP -001  3910 


Il,  COMPONCNT 


FY  19.1LMIUTARY  CONSTRUCTION  PROJECT  DATA 


13  INSTALLATION  ANO  LOCATION 


NAVAL  ELECTRONIC  SYSTEMS  ENGINEERING  ACTIVITY,  ST.  INIGOES,  MARYLAND 


1 4.  PSOJtCT  TITLS 


|1.  SAOJfCT  NUMIER 


PACSPAC  ELECTRONIC  SYSTEMS  INTEGRATION  I  P-723 

-  -  - - 1 _ _ 

11.  REQUIREMENT:  .(Continued) 

CURRENT  SITUATION:  The  PACSPAC  program,  with  its  stats-of-the-art 
equipment  and  markedly  increased  number  of  applications,  has  greatly 
increased  the  current  and  projected  workload.  Several  new  systems  which 
require  immediate  support  have  been  brought  on-line.  The  present  support 
facility  cannot  keep  pace  with  current  operating  systems  and  the  projected 
seven  new  systems  that  will  become  operational  during  the  1990' s. 

Dramatic  increases  in  monitoring  of  air  traffic  have  increased  system 
overloads  which  jeopardize  air  traffic  safety, 

IMPACT  IF  NOT  PROVIDED:  Navy  will  be  unable  to  provide  the  software  and 
hardware  support  to  keep  the  PACSFACs  in  operation.  This  could  adversely 
affect  national  security,  as  well  as  air  safety  over  thousands  of  square 
miles  of  coastal  and  land  range  warning  areas.  The  same  would  apply  for 
the  other  related  facilities  that  have  been  designated  for  PACSPAC  type 
support. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . . . 5-89 

(d)  Date  Design  Complete .  9-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Us;d:  _ N/A _ 

(3)  Total  cost  <c)  *  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  230  ) 

(b)  All  Other  Design  Costs . (  80  ) 

(c)  Total . . . . .  310 

(d)  Contract . (  270  ) 


In-house . (_ 


(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTI  ANALLY 
UNTIL  EXHAUSTED 


11.  CO1'-  PONG  NT 


NAVY _ | _ 

3.  INSTALLATION  ano  LOCATION 


FY  19li _ MILITARY  CONSTRUCTION  PROGRAM 


4.  COMMAND 


NAVAL  INTELLIGENCE  COMMAND  HEADQUARTERS,  NAVAL  INTELLIGENCE 


5.  AREA  CONSTR. 
COST  INDEX 


SUITLAND,  MARYLAND 

16. PERSONNEL  P 

STRENGTH:  — 

...  r  e  9/30/88 


COMMAND 


{  PERMANENT 

STUDENTS 

SUPPORTEC 

a«*  ct" 

i<i.'tTie 

CiVtw.AR. 

0»«>CI" 

C.VIL-AP. 

IkLit’IC 

C'vl.aN 

291 

285 

952 

972 

1357 

1556 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

•  .  AS  C’F 

b.  END  FY  19  94  285  972  1556  0  0  0  0  0  0 

3^3HIZIIZIZ _ 7.  INVENTORY  DATA  (»000l _ 

7.  TOTAL  ACREAGE  I 

b.  INVENTORY  TOTAL  AS  OF  3°  SEP  l888  0 

e.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 114,000 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  0 

«.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  0 

f.  PLANNEO  IN  NEXT  THREE  PROGRAM  YEARS .  0 

g.  REMAINING  DEFICIENCY .  0 

h.  GRAND  TOTAL . 114,000 

8.  PROJECTS  REQUESTEO  IN  THIS  PROGRAM: 


CATIOO"" 

COOK 


OftlCN  >TATVS 
JTART  CDMALI^I 

02/87  02/90 


143.65  Headquarters  Bldg  (Incr  XI)  LS  _ 0*  02/87  02/9 

TOTAL  0 

*  Appropriation  Request:  $55,048,000. 

9.  Future  Projects: 

a.  Included  in  following  program:  None. 

b.  Major  Planned  Next  Three  Years:  None. 

10.  Mission  or  Major  Functions:  Direct  and  manage  the  activities  of  the 
Naval  Intelligence  Command  to  insure  the  fulfillment  of  the  intelligence 
requirements  and  responsibilities  of  the  Department  of  the  Navy;  and  to 
perform  such  other  functions  and  tasks  as  may  be  directed  by  higher 
authority, 

11.  Outstanding  pollution  and  safety  deficiencies:  ($000) 

a.  Pollution  Abatement:  0 

b.  Installation  Restoration:  0 

c.  Occupational  safety  and  health  (OSH) :  0 
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PAGE  NO.  ,5  Q  4 


FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  and  LOCATION 

NAVAL  INTELLIGENCE  COMMAND  HEADQUARTERS 


ITEM 

U/M 

quantity 

HEADQUARTERS  BUILDING . 

SF 

812,000 

BUILDING . . . 

SF 

587,000 

PARKING  STRUCTURE . . . 

SF 

225,000 

SUPPORTING  FACILITIES . 

- 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

“ 

UTILITIES . 

LS 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

“ 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  «,  OVERHEAD  (5.5»).  . 

- 

SUBTOTAL . . . 

- 

- 

LESS:  INCREMENT  I  FUNDING:  FY  1989.  .  .  . 

- 

INCREMENT  II  FUNDING  REQUEST  . 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

* 

-  (NO 

*  PRIOR  YEAR  AUTHORIZATION 

'vw-HT-nr. 


Multi-story  reinforced  concrete  building,  pile  foundation,  sensitive 
compartmented  information  facility  construction,  computer  flooring,  earth 
berms  from  imported  fill  material,  intrusion  detection  systems,  radio 
frequency  shielding,  secure  raceways  for  power,  communications  and  data, 
vehicle  barricades,  hardened  guard  structures,  air  conditioning,  special 
ventilation  systems,  silver  waste  recovery,  waste  neutralization  and 
treatment  system,  grease  removal  system,  60  HZ  emergency  generators,  400  Hz 
electric  power,  uninterruptible  power  supply,  grounding  and  lightning 
protection,  independent  power  house,  parking  garage,  utilities,  elevators. 


11.  REQUIREMENT:  812,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  a  building  with  secure  and  technically  supported 
environment  for  critical,  highly  sensitive  intelligence  gathering  services, 
accommodating  approximately  2,230  employees,  and  a  supporting  parking 
facility.  (Current  mission.) 

REQUIREMENT:  The  Naval  Intelligence  Command  (NIC)  in  Suitland,  Marylanu 
needs  to  be  centralized  to  provide  necessary  functionality  and  security. 
Projections  indicate  an  expansion  of  the  commands  mission  with  associated 
increases  in  staff  and  apace  needs  including  major  requirements  for 
additional  data  processing  equipment  space.  The  existing  NIC  complex  is 
not  designed  for  expansion. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
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1.  COMMONS  NT 

NAVY 

FY  19  ^MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATS 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  INTELLIGENCE  COMMAND  HEADQUARTERS,  SUITLAND,  MARYLAND 

4.  PXOJtCT  TITLI 

S.  PflOJiCT  NUMBER  J 

HEADQUARTERS 

BUILDING  (INCREMENT  II) 

P-001A 

XI.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION:  NIC  facilities  are  currently  overcrowded  and 
fragmented  leased  spaces  in  several  locations.  No  space  exists  for 
expansion  or  consolidating  requirements.  The  majority  of  the  command  is 
split  between  leased  buildings  with  additional  activities  at  Crystal  City> 
Chesapeake  Beach  and  a  Smithsonian  Warehouse. 

IMPACT  IF  NOT  PROVIDED:  NIC  facilities  will  remain  overcrowded  and 
fragmented  with  conditions  worsening  because  of  staff  increases.  Costly 
commercial  leased  space  will  still  be  required  and  lease  costs  will 
continue  to  escalate. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Pacility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 2-87 

(b)  Percent  Complete  as  of  January  1990 .  90 

(e)  Date  Design  35t  Complete .  2-89 

<d)  Date  Design  Complete .  2-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  3030  ) 

(b)  All  Other  Design  Costs . (  1100  ) 

(c)  Total .  4130 

(d)  Contract . . . (  3800  ) 

(e)  In-house . (  330  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDi  oic7«  1391c 


PKIVIOU*  COITIONS  MAY  SC  USSD  INTI RNALLV 
UNTIL  IXMAUSTtO 


RAO*  N6* 


'5.C 


1.  COMPONENT 

NAVY 

FY 

1991  MILITARY  CONSTRUCTION  PROGRAM 

12. 

i 

DATE 

3.  INSTALLATION  AND  LOCATION 

i 

4.  COMMAND 

|S. 

1 

1 

AREA  CONSTR. 

NAVAL  OCEANOGRAPHY  COMMAND 
BAY  ST.  LOUIS,  MISSISSIPPI 

FACILITY,  1 

1 

NAVAL  OCEANOGRAPHY 
COMMAND 

COST  INDEX 

.  85 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 

1994 


PERMANENT  STUDENTS 


OFFICER  ENLtSTEO  CIVILIAN  |  OFFICER  |  ENLISTED 


17 


SUPPORTED 


IVILIAN  OFFICER  ENLISTED 


a.  TOTAL  ACREAGE  TENAI 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

«.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h .  GRAND  TOTAL 

8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


7.  INVENTORY  DATA  ($000) 


TENANT  OF  NASA 


CATEGORY 

CODE 


RROJECT  TITLE 


137.10  OCEANOGRAPHIC  BUILDING 
TOTAL 


9.  FUTURE  PROJECTS 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


-SC.PPE _ 

12,420  SF 


DESIGN  STATUS 
START  COMPLETE 


Maintain  and  distrtpute  tachmcal  documants  in  support  of  tha  Naval 
Oceanography  Program,  manage  the  Meteor 1 ogicai  and  Oceanographies 
Program,  end  serve  as  the  program  aami m strator  of  the  Naval 
Oceanography  Reserve  Program. 


1  1  .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


00  FORM  1390 


1.  COMPONENT 


NAVY 


FY  19_2L  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  OCEANOGRAPHY  COMMAND  FACILITY, 
BAY  ST.  LOUIS,  MISSISSIPPI 


4.  PROJECT  TITLE 


OCEANOGRAPHIC  BUILDING 


5.  PROGRAM  ELEMENT 

«.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

a.  PROJECT  COST  ($000) 

0305196N 

J.37.1Q _ 

..  E-.Q91 _ 

1.700 

9.  COST  ESTIMATES 


ITEM 


U/M 


UNIT 

COST 


COST 

1*0001 


OCEANOGRAPHIC  BUILDING  .  .  ,  . 

BUILDING  .  . 

BUILT-IN  EQUIPMENT . .  .  .  . 

SUPPORTING  FACILITIES.  ...  . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


SF 

SF 

LS 

LS 

LS 

LS 

LS 


12,420 

12,420 


97.00 


1,290 
(1,200) 
(  90) 

240 
50) 
80) 
50) 
60) 


(NON-ADD) 


1,530 

_ 80 

1,610 

_ 90 

1,700 
(  0) 


10.  DESCRIPTION  Of  PROPOSED  CONSTRUCTION 


One-story  reinforced  concrete  frame  building,  pile  foundation  and  concrete 
floor,  reinforced  concrete  walls  and  roof  capable  of  supporting  heavy 
electronic  equipment,  fire  protection  system,  air  conditioning,  utilities. 


11.  REQUIREMENT;  12,420  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Provides  sufficient  space  to  house  administration,  training, 
meteorlogical  and  oceanography  program  department  personnel,  and  the 
reserve  readiness  department  personnel.  (Current  mission.) 

REQUIREMENT:  Adequate  collocated  facilities  to  house  personnel  working  in 
support  of  worldwide  meteorlogical  and  oceanographic  services.  Personnel 
are  responsible  for  program  management  of  the  Meteorlogical  and 
Oceanographic  Equipment  Program  (MOEP) ,  for  climatology,  meteorlogical, 
and  oceanographic  training,  and  for  logistic  support  of  Naval  Oceanography 
Command  activities  worldwide.  Space  is  also  necessary  for  climate 
controlled  storage  and  associated  workshops  to  fully  support  the  worldwide 
meteorlogical  and  oceanographic  services. 

CURRENT  SITUATION:  The  Naval  Oceanography  Command  Facility 
(NAVOCEANCOMFAC)  is  currently  housed  in  inadequate  facilities  because  of 
configuration  and  location.  There  is  also  a  shortage  of  space  for 
storage,  equipment  maintenance,  and  support  services. 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTEO 


1.  COMPONENT 

NAVY 

FY  192L_MIL!TARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

13.  INSTALLATION  AND  LOCATION 

(naval  OCEANOGRAPHY  COMMAND  FACILITY,  BAY  ST.  LOUIS,  MISSISSIPPI 

|4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  J 

OCEANOGRAPHIC  BUILDING 

P-001 

11.  REQUIREMENT:  (Continued) 

IMPACT  IP  NOT  PROVIDED:  Personnel  will  continue  to  work  in  inadequate 

facilities  not  constructed  for  the  activity's  mission.  Emergency 
equipment  repair  parts  and  routine  fleet  distribution  items  will  continue 
to  be  stored  in  four  scattered  locations.  Inefficient  operations  will 
continue  because  of  overcrowded  and  inadequate  facilities. 

J 12 .  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1) 

Status: 

(a)  Date  Design  Started, . . . 

.  10-88 

(b)  Percent  Complete  as  of  January  1990.... 

.  100 

(c)  Date  Design  35%  Complete . 

.  3-89 

(d)  Date  Design  Complete . 

.  9-89 

(2) 

Basis: 

(a)  Standard  or  Definitive  Design: 

Yes 

No  X 

(b)  Where  Design  Was  Most  Recently  Used: 

N/A  I 

(3) 

Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

($000) 

. (  100  ) 

.  (  10  ) 

(c)  Total . 

.  110 

(d)  Contract . 

•  (  100  ) 

.  (  10  ) 

(4) 

Construction  start . 

12-90 

(month 

and  year) 

b.  Equipment  associated  with  this  project  which  will 
from  other  appropriations:  None. 

be  provided 
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«/N  •1ttlP401  »1» 


1  .  COMPONENT 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

.2.  DATE  | 

3.  INSTALLATION  ANO  LOCATION 

14.  COMMAND 

15.  AREA  CONSTR. 

1 

COST  INDEX 

NAVAL  CONSTRUCTION  BATALLION  CENTER. 

NAVAL  FACILITIES 

(JULFPORT.  MISSISSIPPI 

ENGINEERING  COMMAND 

.85 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
08/30/M 

b.  END  FY 

1894 


PERMANENT 


SUPPORTED 


OFFICER  INUSTtD  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  I  OFFICER  ENLISTED  CIVILIAN 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  66 . 

C.  AUTHORIZATION  NOT  Y£T  IN  INVENTORY . 

d.  AUTHORIZATION  REOUEJTEO  IN  THIS  PROGRAM  .  . 
ft.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  -  .  . 

0.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  ($000) 


(  4.772) 


82. 190 
29.510 
6.900 
600 
9.000 
24.680 
153.060 


B.  PROJECTS  REQUESTED 

IN  THIS 

PROGRAM: 

CATEGORY 

CODE 

PROJECT 

title 

SCOH 

cost 

ISOOOi 

DESIGN  STATUS 
start  complete 

441.20  CONTROLLED 

HUMIDITY 

wrhse 

150,000  SF 

€.900 

.1/88  01/90 

TOTAL 

€.900 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
740.74  CHILD  CARE  CENTER  ADDITION 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YE«RS: 
411.40  SOAP/MTIS  BLDG 

219.10  PW  SHOPS 


LS 

53.740  SF 


10.  MISSION  OR  MAJOR  FUNCT 


Support  th*  Nava)  Construction  Forca,  flaat  units  and  assignaa 
organizational  units  daployad  from  or  nomaportad  at  tha  cantar; 
support  mobilization  raqu 1 ramant*  of  tha  Naval  Construction  Forca; 
stora.  parsarva.  and  ahip  advanced  basad  and  mobilization  stocks. 

20tn  Naval  Construction  Ragimant 

5  Naval  Mobil#  Construction  Battalions 

Naval  Construction  Training  Cantor 

17  Rasarva  Naval  Mobil#  Construction  Battalions 

9  Rasarva  Naval  Construction  R«gl  mants 

1  Rasarva  Naval  Construction  Forca  Augmantstion  Unit 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(»000) 

30 

9.940 

0 


00  FORM  1390 
1DEC7S 


PAGE  NO. 
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I 


1 . COMPONENT 


FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY 


1.  INSTALLATION  ANO  LOCATION 

NAVAL  CONSTRUCTION  BATTALION  CENTER, 
GULFPORT,  MISSISSIPPI 


».  PROORAM  ELEMENT 


0702896N 


•  CATEGORY  CODE 

7.  PROJECT  NUMBER 

441.20 

P-745 

4.  R RO.iCT  TITLE 

CONTROLLED  HUMIDITY  WAREHOUSE 


1.  PROJECT  COST  (SOOOI 


t.  COST  ES  '-  r  j; 


ITEM  U/M  QUANTITY 


CONTROLLED  HUMIDITY  WAREHOUSE.  . . SF 

BUILDING . SF 

BUILT-IN  EQUIPMENT  .  LS 

SUPPORTING  FACILITIES . - 

SPECIAL  CONSTRUCTION  FEATURES . LS 

UTILITIES . . . LS 

PAVING  AND  SITE  IMPROVEMENT . LS 

SUBTOTAL  .  ........ 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5»).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS  . 


COST 

(SPOO) 

4, 

,310 

(3, 

,9S0) 

( 

360) 

1, 

,920 

( 

840) 

( 

370) 

( 

710) 

6,900 
(  0) 


10.  DESCRIPTION  OP  PROPOSEO  CONSTRUCTION 

One-story  reinforced  concrete  frame  building,  pile  foundation,  reinforced 
concrete  floor  and  roof,  masonry  walls,  special  flooring,  fire  protection 
and  alarm  systems,  intrusion  detection  system,  utilities. 


11.  REQUIREMENT:  999,160  SF.  ADEQUATE:  649,160  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  a  controlled  humidity  warehouse.  (Current  mission.) 
REQUIREMENT:  Adequate  controlled  humidity  storage  space  for  pre¬ 
positioned  war  reserve  material  stock  (PWRMS)  and  civil  engineering  support 
equipment  (CESE)  to  support  readiness  of  the  Naval  Construction  Forces. 
Storage  of  this  material  and  equipment  is  one  of  the  primary  missions  of 
Gulfport.  If  full  mobilization  occurs,  up  to  three  active  construction 
battalions,  one  active  construction  regiment,  four  reserve  construction 
regiments,  and  eight  reserve  construction  battalions  will  be  processed 
through  Gulfport.  These  units  must  move  to  Gulfport,  draw  equipment, 
pack-up  the  equipment  and  move-out  within  a  45-day  period.  Therefore, 
properly  designed  and  efficient  storage  facilities  are  mandatory. 

CURRENT  SITUATION:  PWRMS  bulk  items  such  as  lumber,  pipe,  fencing,  and 
refrigeration  units  are  stored  outside.  There  is  inadequate  inside  storage 
space  for  CESE  equipment  such  as  hand  tools  and  medical  supplies. 

Materials  valued  at  more  than  $29  million  will  continue  arriving  at 
Gulfport  through  1992.  Gulfport  is  located  in  a  high-humidity  climate 
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|l.  COMPONENT 


2.  DATE 


fy  iaILmilitary  construction  project  data 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  CONSTRUCTION  BATTALION  CENTER ,  GULFPORT,  MISSISSIPPI 

- 1 - 

A.  PROJECT  TITLE 

S.  PROJECT  NUMBER 

CONTROLLED  HUMIDITY  WAREHOUSE 

P-745 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

where  salinity  in  the  air  causes  rapid  metal  deterioration 

,  and  where  the 

average  annual  rainfall  is  80  inches.  Storing  materials  and  equipment 
outaida  will  accelerate  datarioration  and  raault  in  a  shorter  preventive 
maintenance  cycle  and  an  unsarvicabla  condition. 

IMPACT  IF  NOT  PROVIDED:  Increased  equipment  maintenance  costs,  materials 
costs,  and  a  negative  impact  on  readiness  of  the  Naval  Construction  Forces 
to  support  the  Fleet. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 . .  100 

(c)  Date  Design  358  Complete . . . . . . .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  75  ) 

(b)  All  Other  Design  Costs . (  35  ) 

(c)  Total .  110 

(d)  Contract . (  85  ) 

(e)  In-house . (  25  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  >  ore?*  1391c 


PREVIOUS  COITIONS  MAY  SC  USCO  INTI  ANALLY 
UNTIL  EXHAUSTED 


PAOI  NO.  _ 

< 


1.  COMPONENT  ]  | 2.  DATE 

!  FY  1991  MILITARY  CONSTRUCTION  PROGRAM  j 

NAVY  I 


3.  INSTALLATION  AND  LOCATION  ; 4 .  COMMAND  15.  AREA  CONSTR . 

I  '  TOST  INDEX 

NAVAL  CONSTRUCTION  TRAINING  CENTER,  j  CHIEF  OF  NAVAL 

GULFPORT,  MISSISSIPPI  I  EDUCATION  AND  TRAINING  '  .85 


1 


6.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

OFF  i  cm 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

a.  AS  OF 

09/30/88 

7 

126 

34 

2 

413 

0 

0 

0  1 

0 

564 

b.  END  FY 

1804 

6 

143 

34 

0 

933 

0 

0 

-  1 

0  1 

0 

7  l€ 

7.  INVENTORY  DAT*  (*000) 


a.  TOTAL  ACREAGE  TENANT  OF  NCBC 


6.  INVENTORY  TOTAL  AS  OF  30  SEP  88 .  0 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  5,250 

a.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM .  8,600 

a.  AUTHORIZATION  INCLUOED  IN  FOLLOWING  PROGRAM  .  O 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  0 

0-  REMAINING  DEFICIENCY .  ...  4 ,  BOO 

H.  GRAND  TOTAL .  18,650 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 

PROJECT  TITLE 

.  ..  SCORE 

COST 

(SOOO 

DESIGN  STATUS 
STAR'  COMFLETE 

171.20 

APPLIED  INST 

BLDG 

12.560  $F 

1 .500 

lO/86 

09/89 

721.14 

barracks 

TOTAL 

73.000  SF  _ 

7.  IOC 
6.600 

11/88 

01/90 

9 ■  FUTURE  PROJECTS- 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

b.  major  planned  next  three  years: 

NONE 


1C.  MISSION  OR  MAJOR  FUNCTIONS 

Train  Saaoet  ptrionnt ,  to  pnpirt  for  aarly  uaef'jlnass  in  triair 
aasignatad  soacialtias:  supplamant  on-tna-ioc  training  witn  aovancaa 
ana  apacial  izad  training  wnan  such  training  i*  mora  acvantagapus 1 > 
g i van  in  a  formal  school. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  ( SOOO) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


OD  FORM  1390 
1DEC76 


PAGE  NO.  3  1  ‘ 


I 


y . COMPONENT 

■NAVY 


FY  19!L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 


4.  PROJECT  TITLE 


NAVAL  CONSTRUCTION  TRAINING  CENTER 
GULFPORT,  MISSISSIPPI 


APPLIED  INSTRUCTION  BUILDING 


S.  PROGRAM  ELEMENT 

«.  CATEGORY  CODE 

7.  PROJECT  NUMSER 

B.  PROJECT  COST  (S000) 

0805796N 

171.20 

P-716 

1,500 

•.  COST  ESTIMATES 


ITEM 

j^Jjj 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

‘APPLIED  INSTRUCTION  BUILDING . 

SF 

m+n-'vn 

90.66 

ITUS 

SUPPORTING  FACILITIES . 

- 

- 

- 

220 

UTILITIES . 

LS 

- 

- 

(  80) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  90) 

DEMOLITION  . 

LS 

- 

(  50) 

SUBTOTAL  . 

- 

- 

- 

1,350 

CONTINGENCY  <5»)  . 

- 

- 

- 

70 

TOTAL  CONTRACT  COST . 

- 

- 

- 

1,420 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.54). 

- 

- 

- 

80 

TOTAL  REQUEST.  .  . 

- 

“ 

1,500 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

* 

-  < 

ION-ADD 

(  0) 

Tfl'DTifRiT>iflN  6f  fA6»6iED-g6NSY«UCTiON 


One-story  steel  frame  building,  concrete  foundation  and  floor,  masonry 
walls  with  brick  facing,  built-up  roof,  fire  protection  and  security  alarm 
.vstems,  air  conditioning,  utilities,  demolition  of  one  building. 


11.  REQUIREMENT:  57,990  SF.  ADEQUATE:  45,430  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  in  instruction  building.  (Current  mission.) 
REQUIREMENT:  Adequate  facilities  for  training  Seabees  in  the  basic  and 
advanced  construction  electrician  skills. 

.'Jl.Rr'NT  SITUATION:  The  existing  construction  electrician's  school  is 
id  tec,  in  a  43-year  old  converted  Battalion  Headquarter's  Building.  The 
acility  has  undersized  classrooms,  not  permitting  proper  safety  zones  or 
instructor  observation  areas.  Floor  loading  is  approaching  unsafe  limits. 
IMPACT  IF  NOT  PROVIDED:  The  construction  electricians  will  continue  to  be 
tai  at  in  a  deteriorated  building,  poorly  configured  for  training,  and 
co.  lining  many  safety  hazards.  The  quality  of  instruction  will  suffer, 
adversely  affecting  the  Seabees  to  support  fleet  activities. 


DO:  OE 07.1391 

S7N0102  LP  OOt-UIO 
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T 


GULFPORT,  MISSISSIPPI 

BARRACKS  | 

5.  PROOflAM  ELEMENT 

S.  CATEGORY  code 

7.  PROJECT  NUMBER 

•  PROJECT  COST  ($000) 

0804731N 

721.14 

P-723 

7,100 

|  BARRACKS  .....  7T  .' . 

SUPPORTING  FACILITIES . . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


1.  COMPONENT 

NAVY 


FY  19  Ji  MILITARY  CONSTRUCTION  PROJECT  DATA 


J.  INSTALLATION  and  LOCATION 

NAVAL  CONSTRUCTION  TRAINING  CENTER, 


A.  tAOJiCT  TITLt 


t.  corrccTMAm 


U/M 

■sr 


LS 

LS 


/J.UUU 


UNIT 

COST 

or 


(NON-ADO) 


COST 

(SOOOI 


6,730 

370 


7,100 
(  0) 


10.  OSSCNI»Ti6n  o*  Aa6sOSEO  CONStsuCTION 

Three-story  steel-frame  dormitory  building,  concrete  foundation  and  floors, 
masonry  walls  with  brick  and  stucco  facing,  air  conditioning,  fire 
protection  and  alarm  systems,  utilities;  semi-open-bay  living  compartments 
concept. 

Grade  mix:  424  E1-E4.  Total:  424. 


11.  REQUIREMENT:  424  PN.  ADEQUATE:  0  PN.  SUBSTANDARD:  0  PN. 

PROJECT;  Provides  adequate  billeting  for  424  enlisted  personnel.  (Current 
mission. j 

REQUIREMENT:  Adequate  housing  for  enlisted  "A"  school  students  assigned 
construction  trades  training  at  this  center. 

CURRENT  SITUATION:  All  "A"  school  students  are  being  berthed  in  r?our 

A 

This 


45-year  old  wood-frame,  inadequate  barracks  beyond  economical  repair, 
new  construction  deficiency  of  424  adequate  billeting  spaces  exists, 
project  will  satisfy  the  current  projected  space  deficit. 

IMPACT  IF  NOT  PROVIDED:  Continued  use  of  existing  barracks  will  degrade 
the  safety,  training,  productivity,  morale,  and  health  of  students. 
First-terra  retention  rate  for  personnel  attending  *A*  schools  at  Gulfport 
will  poasibly  decline.  Loss  of  one  of  the  existing  barracks  because  of 
structural  failure  would  seriously  hamper  the  mission  of  this  center. 


(Continued  on  DD  1391c) 
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f 


tin 


1  CQMPONINT 

NAVY 

fy  isILmilitary  construction  project  data 

ra  OATE 

3.  INSTALL  ATI  ON  ANO  LOCATION 

NAVAL  CONSTRUCTION  TRAINING  CENTER,  GULFPORT,  MISSISSIPPI 

4.  fSOjiCT  TITLi 

BARRACKS 

S.  PROJECT  NUMBER 

P-723 

12.  SUPPLEMENTAL  DATA: 


A.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.”) 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35%  Complete . 

(d)  Date  Design  Complete . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  200  ) 

(b)  All  Other  Design  Costs . (  65  ) 

(c)  Total . . . . .  265 

(d)  Contract . (  40  ) 

(e)  In-house . . . .....(  225  ) 


(4)  Construction  start.... . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


11-88 

100' 

5-89 

1-90 


DD 


form 
i  dec 


1391c 


PREVIOUS  COITIONS  MAY  SC  US2D  INTERNALLY 
UNTIL  SXMAUSTSO 


«/n 


1 .  COMPONENT  l 

j  FY 

NAVY  1 

igg,  MILITARY  CONSTRUCTION  PROGRAM 

; 3 .  DATE 

3.  installation  and  location 

j 4 .  COMMAND 

:s.  AREA  C-'NSTR. 

i 

COST  INDEX 

NAVAL  AIR  STATION. 

j  COMMANDER  IN  CHIEF. 

FALLON.  NEVAOA 

j  pacific  fleet 

1  .  34 

6.  PERSONNEL 
STRENGTH 

a.  as  or 

OR/JO/I* 

b.  END  FY 
1M4 


permanent  students  supported 


OFFICE*  |  ENLISTED  j  CIVILIAN  |  OFFICE*  |  ENLISTED  CIVILIAN  OFFICE*  j  ENLISTED  I  CIVILIAN 


30 

30 


7.  INVENTORY  DATA  ISOOOI 


AGE  (  141,0*0) 


a.  TOTAL  ACREAGE  (  1 

D.  INVENTORY  TOTAL  AS  OF  JO  SEP  ••  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
F.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  . 

g.  REMAINING  DEFICIENCY . 

h.  OR  AND  TOTAL 


a.  projects  requested  in  this  program. 


as, cco 

75,730 

3.340 

0 

1 '  .930 
1 1  .000 
197,650 


CATEGORY 

COOE 


project  title 


C 

04  l 

0 

DESIGN  STATUS 
STAB*  COMPLIT 


10-  MISSION  OR  MAJOR  FUNCTIONS 

Maintains  and  operates  facilities  ana  provides  services  and  materials  tc 
support  aerial  weapons  traimno  for  fleet  squadrons  and  carrier  air  wings 
on  rotational  deployments - 

Navy  Strike  warfare  Center 
Four  air-to-ground  ranges 
One  electronic  warfare  range 


OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


($000) 

870 

44,330 

0 


OD  FORM  1390 
1DEC76 


PAGE  NO.  ' 


1 1,  COMMON t  NT 


FY  19 JJL MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION, 


4.  PROJECT  TITLE 

RANGE  AIR  SURVEILLANCE 


It.  RROQRA.4  ELEMENT  «.  CATEOORY  COOE 


7.  PROJECT  NUMSER 


I  PROJECT  COET  ($000) 


S.  COST  irriMATtt 


RANGE  AIR  SURVEILLANCE  SYSTEM . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . , 

SUBTOTAL  . 

CONTINGENCY  (5») . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.51).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M  quantity 


-(NON-ADD) 


UNIT  COET 

COET  IEOOOI 


760 
2,260 
(1,370) 
(  690) 

3,020 
150 
3,170 
170 
3,340 
(18,000) 


Three  fixed  radar  sites  including  concrete  pads,  fence,  transformer, 

generator,  access  road,  and  electric  power  transmission  line. _ 

11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  site  preparation  and  support  facilities  for  three 
separated  air  traffic  control  radar  units.  (Current  mission.) 

REQUIREMENT:  All  areas  of  concentrated  air  traffic,  military  and  civilian, 
require  ground-based  radar  tracking  equipment  to  facilitate  safe  separation 
among  scheduled  and  unscheduled  air  traffic.  Fallon  is  required  to  provide 
real-time  air  space  management  within  its  Special  Use  Airspace  (SUA) 
complex,  which  comprises  eight  restricted  areas,  five  military  operating 
areas,  a  supersonic  operating  area  and  a  civil  air  corridor.  These  sites 
will  provide  essential  range  surveillance  and  air  traffic  advisory 
assistance  to  both  the  military  and  civilian  pilots.  This  system  will 
provide  the  air  traffic  controller  a  means  to  take  positive  action  to 
alleviate  potentially  hazardous  situations,  and  provide  improved  air 
traffic  safety  within  those  areas  where  the  greatest  concentration  of  air- 
traffic  occupies  the  least  amount  of  airspace. 

CURRENT  SITUATION:  The  existing  air  traffic  radar  systems  provide  very 
limited  coverage  of  the  Fallon  SUA.  Two  of  the  radars  are  long-range,  but 
have  relatively  long  periods  (12  seconds)  between  updates.  These  systems 
are  adequate  for  high-altitude  commercial  air  traffic  operating  on  charted 
airways,  but  are  not  capable  of  tracking  high-speed-maneuvering  military 
aircraft.  The  third  radar  has  a  much  shorter  update  period,  but  is  strictly 

(Continued  on  DD  1391c) 
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II.  COMTONtNT 


FY  19__MILITARY  CONSTRUCTION  PROJECT  DATA 


ll.  installation  ano  location 


NAVAL  AIR  STATION,  FALLON,  NEVADA 

4.  FAOJtCT  TlTLi 


I  I.  4A0JICT  NOMICA 


RANGE  AIR  SURVEILLANCE  SYSTEM  P-282 

11.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION!  (Continued) 

utilised  as  area  approach  radar  for  the  immediate  vicinity  of  the  airfield. 
IMPACT  IF  NOT  PROVIDED!  This  project  is  critical  to  the  low-altitude, 
safe  separation  of  military  and  civil  aircraft  in  areas  of  high  air 
traffic  congestion.  This  concern  is  of  such  importance  that  potential 
near-miss  situations  or  mid-air  collision  between  military  and  civil 
aircraft  in  the  Fallon  airspace  complex  will  result  in  broad  scale  adverse 
publicity  and  substantial  litigation  against  the  Navy.  Long-term 
improvement  toward  air  safety  within  the  Navy's  finest  air  training 
complex  will  not  be  realized. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 4-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35%  Complete .  9-88 

(d)  Date  Design  Complete .  3-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No_X _ 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  150  ) 

(b)  All  Other  Design  Costs . (  295  ) 

(c)  Total .  445 

(d)  Contract . (  425  ) 

( e)  In-house . . . (  20  ) 


(4)  Construction  start. 


, _ 11-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 

Fiscal  Year 

Equipment  Procuring  Appropriated  Cost 

Nomenclature  Appropriation  or  P.ccuasted  ($000) 


Operational  Communication 
Systems 


18,000 


DDoicn  1391c 


PREVIOUS  COITIONS  MAY  SC  US  ID  INTCANAULY 
UNTIL  BXHAUSTKD 


SIM  LF -Ml  Mil 


1.  COMPONENT 


I 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


.2.  DATE 


NAVY 


3.  installation  and  location  |a.  command  is.  area  constr. 

i  cost  index 

NAVAL  WEAPONS  STATION,  j  NAVAL  SEA  SYSTEMS 

EARLE.  NEW  JERSEY  j  COMMAND  111 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
0S/30/BS 

b.  END  Fy 

PERMANENT 

STUDENTS 

Supported 

OFF  1 CIA 

knlisteo 

CIVILIAN 

OFFICE* 

■NLISTID 

CIVILIAN 

OFFICER 

69 

1163 

74? 

■1 

■B 

■ 

0 

1979 

1994 

120 

2333 

747 

■  3 

0 

o  |  o 

3200 

7.  INVENTORY  DATA  ISOOOI 


a.  TOTAL  ACREASE  (  11.159) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  98  .  91,930 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  73.980 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  30,000 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  15,100 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  46.610 

0-  REMAINING  DEFICIENCY .  14,550 

h .  GRAND  TOTAL .  353.170 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COST 

DESIGN  STATUS 

CODE 

PROJECT  TITLE 

(S000> 

start  complete 

151 .  10 

TRESTLES 

TOTAL 

REPLACE  (INCR  1) 

LS 

20 . 000 
20.000 

06/89  07/90 

9.  FUTURE  PROJECTS : 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
148. 25  TRUCK  HOLDING  YARD 

191.10  TRESTLES  REPLACE  (INCR  II) 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS 

151.10  TRESTLES  REPLACE ( INCR  III) 

421  72  MISSILE  MAGAZINES 

421.72  MISSILE  MAGAZINE 


LS  1.000 

LS  _ 14 . 100 

15, 100 


LS  36 , 700 

18.000  SF  4,460 

LS  2.000 


10.  MISSION  OR  MAJOR  FUNCTIONS. 

”  Racaive.  r«novata.  maintain,  store.  ana  issua  ammunition,  axpiosivas. 
axpanaaoia  ordnanct  itams.  waapona ,  ana  tacnnlcal  orananca  matar-iai. 
Maintain  Daatc  ana  war  raaarva  ammunition  atoeks.  Act  as  ovaraaas 
ammunition  transshipment  point  for  Armae  Forces  Conduct  RDT&E 
in- service  anBinaanng  ana  flaat  support  for  packaging,  handling, 
atoraga,  ana  transportation  of  ammunition.  Provloa  logistics  and 
port  tarmlnal  sarvlcaa  in  support  of  homsportsd  ammunition  ships. 


1 1 


OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (SOOO) 
A:  POLLUTION  ABATEMENT  0 
B:  INSTALLATION  RESTORATION  39,690 
C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


SO  FORM  1390 

40EP7K 


PAGE  (JO.  ?  0 


321 


M. COMPONENT 


FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION, 


4.  PROJICT  TITLE 

TRESTLES  replacement 


Is.  PROGRAM  ELEMENT  Is.  CATEGORY  CODE  I  7.  PROJECT  NUMBER 


*.  PROJECT  COST  (*0001 


•.  corr  ESTIMATES 


U/M  QUANTITY 


TRESTLES  REPLACEMENT  . 

SUBTOTAL  . 

CONTINGENCY  (St) . . . 

TOTAL  CONTRACT  COST . ' . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


18,060 

18,060 

900 

18,960 

1,040 

20,000 

-  (NON-ADD)  (  0) 


10.  DESCRIPTION  OP  PROPOSE!)  CONSTRUCTION 

Construct  adjacent  to  existing  trestles  1  and  2,  a  segment  of  a  new 
reinforced  concrete  trestle,  46-feet  wide,  on  concrete  piles,  with  two  • 
railroad  tracks,  two-lane  roadway,  and  utilities. 

11.  REQUIREMENT!  As  Required! 

PROJECT:  Replaces  segment  of  two  trestles  extending  from  the  shoreline 
outward  into  Sandy  Hook  Bay  to  juncture  with  existing  trestle  4,  a  distance 
of  approximately  two  miles.  (Current  mission.) 

REQUIREMENT:  Trestles  built  in  1944  show  signs  of  severe  structural 
deterioration  and  must  be  replaced  for  safe  access  to  the  offshore  piers  to 
accommodate  the  mission  of.  ordnance  loading  and  homeporting.  Ordnance  is 
transported  by  both  truck  and  railcar  over  these  trestles  enroute  to  and 
from  storage  magazines  in  the  inland  area  of  the  weapons  station.  Homeport 
plm  includes  berthing  three  ammunition  ships  (AE's)  and  two  fast  combat 
support  ships  (AOE's)  which  resupply  the  Atlantic  Fleet  while  underway  with 
ammunition,  fuel  and  other  vital  provisions.  This  is  the  first  of  three 
planned  increments  to  totally  replace  trestles  1  and  2  from  shore  to 
trestle  4.  Funding  for  increments  II  and  III  will  be  requested  in  Fiscal 
Years  1992  and  1993. 

CURRENT  SITUATION:  Structural  testing  and  analysis  of  existing  trestles  1 
and  2  show  significant  areas  of  deterioration  currently,  with  accelerating 
deterioration  of  the  concrete  deck,  caused  by  freeze-thaw  cycles.  The 
remaining  life  of  the  concrete  deck  may  be  limited  to  five  more  feeze-thaw 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO.  - 


0109  LF  001-9*10 


1.  COMMON  tNT 

NAVY 

FY  19_!LmIUTARY  CONSTRUCTION  PROJECT  DATA 

2-  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION,  EARLE,  NEW  JERSEY 

|4,  PflOJfCT  TITLi 

S.  PAOJCCT  NUMIER  | 

TRESTLES  REPLACEMENT  (INCREMENT  I) 

P-949 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

cycles  or  about  five  years.  Height  limitations  have  been  placed  on  trucks 
and  railcars  resulting  in  increased  loading  times  and  cost. 

IMPACT  IF  NOT  PROVIDED:  The  Navy  will  not  have  safe  access  from  shore  to 
the  pier  complex  at  the  end  of  trestles  1  and  2  for  transport  of 
ammunition,  supplies  and  personnel. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  6-89 

(b)  Percent  Complete  as  of  January  1990 .  50 

(c)  Date  Design  35%  Complete .  10-89 

(d)  Date  Design  Complete .  7-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  3000  ) 

(b)  All  Other  Design  Costs . (  250  ) 

(c)  Total .  3150 

(d)  Contract . (  3000  ) 

(e)  In-house . (  250  ) 


(4)  Construction  start . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PRKVtOUS  COITIONS  MAY  SC  USCO  INTS  ANALLY 
UNTIL  IXHAUSTCO 


PAOI  NO. 


FY  ,991  MILITARY  CONSTRUCTION  PROGRAM 


NAVY  | 

INSTALLATION  and  location 


NAVAL  ORDNANCE  MISSILE  TEST  STATION, 
WHITE  SANDS.  NEW  MEXICO 


6.  PERSONNEL 
STRENGTH 

ft.  AS  OF 

09/30/S6 
0.  END  FY 
1094 


,2.  OATE 


5  area  constr. 
COST  INDEX 


NAVAL  SEA  SYSTEMS 
COMMAND 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

INLISfED  j  CIVILIAN 

6 

65 

CO 

0 

0 

0 

0 

o 

o 

5 

70 

60 

0 

0 

0 

0 

0  !  0 

a.  TOTAL  ACREAGE  ( 

to.  INVENTORY  TOTAL  AS  OF  30  SEP  08  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

fi.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


7.  INVENTORY  DATA  ($000) 
(  $5)  ~ 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  title 


GUN  TEST  RANGE 
TOTAL 


DESIGN  STATUS 
STAR"  COMPLETE 


03/89  09/89 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

6.  MAJOR  PLANNED  NEXT  THREE  YEARS. 

421.72  STANDARD  MISSILE  MAGAZINE  LS  1.500 

107~ MISSION  OR  MAJOR  FUNCTIONS- 

Conouct  and  *upport  Navy  guiaed  missile.  rockat .  gun  and  directaa  energy 
program*,  including  grouna  ana  flight  tasting  ana  participate  in  opera^ 
tion  of  000  missile  ta*t  range  at  White  Sana*. 


1 1 .  OUTSTANPINC  POLLUTION  AND  SAFETY  DEFICIENT 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


OD  FORM  1390 
10EC76 


NO:}  3 


CXI 


1 .  COMPONENT  ; 2 .  DATE 

FY  19a  i  MIL  (TAR  Y  CONSTRUCTION  PROGRAM 

NAVV  I 

3.  INSTALLATION  AND  LOCATION  I  A.  COMMAND  IS.  AREA  CONSTR. 

i  '  COST  INDEX 


OIRECTOR  1ST  MARINE  CORPS  OISTRICT.  COMMANDANT  OF  THE 

GAROEN  CITY,  NEW  YORK  I  MARINE  CORPS  I  1.28 


6.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

total 

OfflCOT 

CNUSTfO 

CIVILIAN 

OFFlCt* 

INLISTtO 

CIVILIAN 

OFF  1  CIA 

CNLISTKD  i  CIVILIAN 

1 

09/30/88 

2 

mmn 

3 

559 

b.  ENO  FY 

i 

1994 

2 

WKmm 

BBS 

3 

■on 

558 

7.  INVENTORY  DATA  #0001 


a.  TOTAL  ACREAOE  (  7) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  ••  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  authorization  reouested  in  this  proqram  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

o.  remaining  deficiency . 

h.  GRAND  TOTAL 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE  _ PROJECT  TITLE 

872.10  PHYSICAL  SECURITY  IMPROVES 

total 


8.  FUTURE  PROJECTS: 

A.  INCLUOEO  IN  FOLLOWING  PROGRAM 
NONE 

b.  major  planned  next  three  years. 

NONE 


10-  MISSION  OR  MAJOR  FUNCTIONS 

Providai  fAeilma*  for  Fir*t  Manna  Corea  diftrici.  vnicn  auoarviaaa 
Mertne  Corps  recruiting  in  New  York  eno  New  England,  end  for  units  of 
tne  selected  Marnie  Corps  Reserve. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES .  ( SPOQ ) 

A:  POLLUTION  ABATEMENT  0 

6 :  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


COST 

tSOOO' 


LS 


44Q 


DESIGN  STATUS 
ST  AWT  COMPLETE 

09/08  06/09 


950 

€20 

440 

O 

0 

O 

2.010 


00  FORM  1990 
JDCC76 


page  no.  32; 


( 


^  .  COMPONENT 

!  FY  1991 

NAVY  i 

MILITARY  CONSTRUCTION  PROGRAM 

2.  OATE 

3.  INSTALLATION  AND  LOCATION 

i4.  COMMAND 

S.  AREA  COHSTR. 

■ 

COST  INDEX 

MARINE  CORPS  BASE. 

COMMANDANT  OF  THE 

CAMP  LEJEUNE.  NORTH  CAROLINA 

!  MARINE  CORPS 

.92 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 

1994 


PERMANENT  STUDENTS  SUPPORTED 


OFFICER  INCI8TED  CIVILIAN  OFFICER  tNUSTID  CIVILIAN  OFFICER  I  ENLISTED  CIVILIAN 


7.  INVENTORY  DATA  ($0001 


A.  TOTAL  ACREAGE  (  • 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  98  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
•-  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  . 

Q.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL  . 


560.820 
119,750 
4  1 . 580 

51,900 
48. 110 
36  1 . 490 
1 . 183.650 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATEGORY 

CODE 

PROJECT  TITLE 

SCOPE . 

COST 

(SOOC 

DESIGN 

START 

status 

COMPLETE 

171.20 

MECHANICS  TRG  BDG-INCR  III 

34.010  SF 

3.00C 

03/88 

08/89 

214.53 

FIELD  MAINTENANCE  COMPLEX 

210.300  SF 

2C.90C 

12/88 

06/90 

217.10 

ELEC  COMM  MAINT  SHOPS 

26.010  SF 

4.100 

02/87 

01/88 

721.11 

BACHELOR  ENLISTED  QUARTERS 

192.850  SF 

13.58C 

12/BB 

06/90 

TOTAL 

41.580 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

124.50  VEHICLE  READY  FUEL  STORAGE 

171.20  APPLIED  INSTRUCTION  BLDG 

214.51  COMBAT  VEH  MAINT  SHOP 

217.10  ELEC  COMM  MAINT  SHOP 

911. 1C  LAND  -ACQUISITION 

total 


154,000  GA 
34.730  SF 
14,820  SF 
4.760  SF 
LS 


1.80C 
4.20C 
3 . 90C 
2.000 
40,000 
5 i , 90C 


R  FUNCTION 


Provide  housing,  training  facilities,  logistics  support,  and  certain 
admi ni strs t i va  support  for  Fleet  Marine  Force  units  end  other  units 
assigned.  Conduct  specialized  schools  for  other  training  as  directed 


TANDING  POLLUTION  ANO 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH)- 


ItOOO) 

16.600 

27,020 

2,000 


00  FORM  1390 
1DEC76 


PAGE  NO.  3  /  t 


1.  COMPONENT 

NAVY 


FY  19il  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  installation  and  locat  on 


4. 


PROJSCT  TITlI 


i.  OATS 


MARINE  CORPS  BASE, 


CAMP  LEJEUNE,  NORTH  CAROLINA 

BACHLLOR  ENLISTED  QUARTERS  j 

6.  PROGRAM  ELEMENT 

ft.  C A.  tuORY  CODE 

7.  PROJECT  NUMSER 

t  PROJECT  COST  ($000) 

0206496M 

721.11 

P-630 

13,580 

I.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(S000) 

bA7h£l6r  ENLISTED  QUARTERS  . 

~sw~ 

rsr.esi. 

- 

BUILDING  . 

SF 

113,040 

61.00 

(6,900) 

BUILDING  CONVERSION . 

SF 

79,810 

43.00 

(  3,470) 

SUPPORTING  FACILITIES . 

- 

- 

1,890 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

(  200) 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  260) 

MECHANICAL  UTILITIES  . 

LS 

(  320) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  800) 

DEMOLITION  . 

LS 

- 

(  310) 

SUBTOTAL  . 

- 

12,260 

CONTINGENCY  (5»)  . 

- 

“ 

610 

TOTAL  CONTRACT  COST . 

- 

12,870 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

“ 

710 

TOTAL  REQUEST . 

- 

13,580 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-(NO 

J-ADD) 

(  C) 

10.  iticRIPTlON  6t  PROPOSCO  CONiYpuCTlON 


Two  three-story  reinforced  concrete  frame  buildings,  pile  foundations, 
concrete  floors,  masonry  walls  with  brick  facing,  built-up  roof  on  rigid 
insulation,  fire  protection  systems,  air  conditioning,  utilities; 
recreation  field;  144  two-bedroom  modules  with  private  bathrooms,  lounges, 
laundry,  storage,  vending,  mechanical  equipment;  conversion  of  three 
buildings;  demolition  of  seven  buildings. 

Grade  Mix;  480  E1-E4,  28  E5,  10  E6-E9.  Total:  518. 


11.  REQUIREMENT:  24,698  PN.  ADEQUATE;  15, 571  PN.  SUBSTANDARD:  8,022  PN. 
PROJECT:  Provides  adequate  billeting  for  enlisted  personnel.  (Current 
mission.) 

REQUIREMENT:  Adequate  housing  for  unaccompanied  enlisted  personnel  of  the 
2nd  Marine  Division  and  the  8th  Marine  Regiment. 

CURRENT  SITUATION:  Existing  billeting  is  comprised  of  inadequate,  45-year 
old  open  squad-bay  barracks  with  coosnunal  heads  and  showers.  A  replacement 
program  began  in  1978.  This  is  the  last  increment  of  the  planned 
replacement  sequence  for  barracks  which  do  not  meet  DOD  habitability 
requirements. 

IMPACT  IF  NOT  PROVIDED:  Enlisted  Marines  will  continue  to  live  in 
Inadequate  barracks  with  a  resulting  detrimental  impact  on  morale  and  the 
Marine  Corps'  ability  to  retain  trained  Marines  in  an  all  volunteer  service. 


(Continued  on  DD  1391c) 
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01 07  LF -001-3010 


PREVIOUS  EDITIONS  MAT  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1. COMPONENT 

NAVY 

FY  19.!LmIUTARY  CONSTRUCTION  PROJECT  DATA 

7-  DATE 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  BASE,  CAMP  LEJEUNE,  NORTH  CAROLINA 

U.  PROJECT  TITLE 

S.  PROJECT  NUMIER  j 

BACHELOR  ENLISTED  QUARTERS 

P-630 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  12-8S 

(b)  Percent  Complete  as  of  January  1990 .  75 

(c)  Date  Design  35%  Complete .  7-89 

(d)  D*te  Design  Complete .  6-90 


(2)  Pasis: 

(a)  Standard  jr  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . ( _ 0_) 

(b)  All  Other  Design  Costs . (  <40  ) 

(c)  Total .  440 

(d)  Contract . (  20  ) 

(e)  In-house . (  420  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD<  ore  7. 1391c 


pervious  toiTioNS  may  ■(  usto  int* anally 
UNTIL  IXHAUSTKO 


PAor  no.  3  2  b 


f 


1 .  COMPONENT  rrsrs — 

MAVy  fy  19—  military  construction  project  data 

3.  INSTALLATION  and  LOCATION  "  4.  PROJECT  TITLE  L - 

MAAINE  CORPS  BASE,  ELECTRONICS  COMMUNICATION'' 

CAMP  LEJEUNE ,  NORTH  CAROLINA  MAINTENANCE  SHOPS 

».  PROGRAM  ELEMENT  I  6.  CATIOOSY  COM  |  ..  K„M,rr< 13.  *nojeeT  COST  (*000) 


0206496M 


i  P-679 

fl.  COST  ESTIMATES 


BUILDING  . 

BUILT-IN  EQUIPMENT  . 

TECHNICAL  OPERATING  MANUALS . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  .  ,  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . ' . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%) 
TOTAL  REQUEST . 


U/M 

QUANTITY 

UNIT 

COST 

COST 

i*000) 

SF 

SF 

40*  UJ.U 

26*0X0 

78.00 

'  2,4011 

(2,020) 

LS 

- 

- 

(  300) 

LS 

- 

- 

(  80) 

-  j 

- 

- 

1,310 

LS 

- 

(  420) 

LS 

- 

(  650) 

LS 

- 

- 

(  240) 

- 

- 

- 

3,710 

- 

- 

180 

- 

- 

3,890 

- 

- 

- 

210 

- 

- 

- 

4,100 

-(NO 

1-ADD) 

(  0) 

10.  DESCnlPTION  0*  t  ROPOSE  D  CONSTRUCTION - 

One  one-story  and  one  partial  two-story  steel  reinforced  masonry  buildings, 
concrete  foundations  and  floors,  built-up  roof  over  rigid  insulation  on 
steel  decking,  roll-up  doors,  bridge  crane  and  monorail  hoists  in  high-bay 
area,  compressed  air,  400  Hz  electric  power,  grounding,  radio-frequency 
shielding,  exhaust  systems,  wash  aprons,  security  fencing,  perimeter 
lighting;  access  road;  fire  protection  system,  air  conditioning,  utilities. 

11.  REQUIREMENT:  33,840  SF.  ADEQUATE:  7,830  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  two  electronics  and  communications  maintenance 
facilities.  (Current  mission.) 

REQUIREMENT:  Adequate  electronics  and  communications  maintenance 
facilities  to  support  third  and  fourth  echelon  maintenance  for  the  Second 
Maintenance  Battalion  and  first  and  second  echelon  maintenance  for  the 
Landing  Support  Battalion.  The  maintenance  battalion  performs  major 
maintenance  on  1,500  pieces  of  equipment  including  mounted  radios, 
cryptographic  equipment,  and  micro-miniature  printed  circuit  boards.  In 
addition,  they  are  responsible  for  the  calibration  of  all  organic 
electronic  and  communication  gear.  Approximately  175  marines  are  assigned 
to  this  unit.  The  Landing  Support  Battalion  performs  first  and  second 
echelon  maintenance  on  a  variety  of  equipment  including  vehicle  mounted 
frequency  converters,  mine  detectors,  and  related  hardware.  There  are  69 
marines  assigned  to  this  unit. 

CURRENT  SITUATION:  The  maintenance  battalion  is  currently  working  in  a 
building  which  was  constructed  for  a  motor  transportation  battalion 

(Continued  on  DD  139.1c) 
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^BEVlOUS  EDITIONS  MAY  BE  USED  INTEANA/.LY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

ra\\/Y 

91 

FY  19  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  |N*TALLAT 

MARINE  CORPS 

kNO  LOCATION 

BASE,  cnnr  turmni.  NORTH  CAROLINA 

4.  PROJECT  TITLE 

1.  PROJECT  NUMICft 

ELECTRONICS  COMMUNICATIONS  MAINTENANCE  SHOPS 

P-679 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

in  the  1950's.  It  i«  not  designed  or  adaptable  for  optimum  electronic 
communications  maintenance  operations.  The  building  ia  inadequate  from  a 
health  and  safety,  as  well  as  a  santitation  standpoint.  High  ceilings 
prevent  the  facility  from  maintaining  the  desired  68  degree  temperature 
necessary  for  electronic  testing  and  calibration.  Additionally,  there  is 
a  deficiency  of  electrical  outlets  and  a  lack  of  adequate  storage  space. 
The  present  facility  ia  located  in  the  Hadnot  Point  area,  over  two  miles 
away  from  the  main  operational  area  of  French  Creek.  The  Landing  Support 
Battalion  is  also  working  out  of  several  masonry  and  metal  buildings 
constructed  in  the  1950 's  which  are  not  conducive  to  performing 
electronics  and  communications  maintenance.  There  is  no  humidity  control 
for  electronic  testing  and  there  is  a  lack  of  adequate  storage  for  the 
over  100  types  of  electron. c  and  communication  items  being  maintained. 

The  building  also  lacks  proper  ceiling,  door  height  and  bay  size, 
electrical  service,  lighting,  and  work  areas. 

IMPACT  IF  NOT  PROVIDED:  Maintenance  work  will  continue  to  be  performed  in 
scattered  inadequate  buildings,  causing  protracted  maintenance  efforts 
with  a  resulting  increase  in  deadlined  equipment.  The  combat  readiness 
posture  will  be  adversely  affected. 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 2-87 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  351  Complete .  7-87 

(d)  Date  Design  Complete .  1-88 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  <d)  +  (e) :  (<000) 

(a)  Production  of  Plans  and  Specifications . ( _ 220  ) 

(b)  All  Other  Design  Costs . (  110  ) 

(c)  Total .  330 

(d)  Contract . (  280  ) 

(e)  In-house . (  50  ) 

12-90 

(month  and  year) 


Construction  start. 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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MfVlOU*  tOITlON*  MAY  USED  INTERNALLY 
UNTIL  CXHAUtTfO 


1 .  COMMON! NT 

NAVY 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  BASE, 

CAMP  LEJEUNE,  NORTH  CAROLINA 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  PROGRAM  CLEMENT 

•.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

0206496M 

214.53 

P-804 

4.  PROJECT  TITLE 

FIELD  MAINTENANCE  COMPLEX 


t.  PROJECT  COST  ($0001 

20,300 


BUILDING  . 

BUILT-IN  EQUIPMENT  . 

TECHNICAL  OPERATING  MANUALS.  .  .  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  4  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVID  3  FROM  OTHER  APPROPRIATIONS 


SF  210,300 

LS 

LS 


-  I  20,900 

-  (NON-ADD)  |(  0) 


CONSTRUCTION  “ “  i— - - — - 

Two-story  reinforced  concrete  and  masonry  building,  pile  foundation, 
engineered  fill,  concrete  floors,  membrane  roof  over  insulation,  high-bay 
area  with  monorails  and  hoists,  bridge  crane,  dehumidification,  compressed 
dry  air  system,  engine  exhaust  system,  400  Hz  electric  power,  vehicle 
lifts,  28V  DC  electric  power,  security  lighting  and  fencing,  lubrication 
dispensing,  hardened  weapons  repair  area,  storage  area,  fire  protection 
system,  air  conditioning,  ventilation,  intrusion  detection  system,  paint 
booth,  utilities. 


11.  REQUIREMENT:  210,300  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Const! ucts  a  field  maintenance  shop  complex  for  maintaining  and 
repairing  all  east  coast  Fleet  Marine  Force  ground  equipment,  (Current 
mission. ) 

REQUIREMENT;  Adequate  and  properly-configured  facilities  for  the  2d 
Maintenance  Battalion  to  perform  its  mission  of  field  maintenance  on  all 
East  Coast  Marine  ground  equipment  including  wheeled  and  tracked  vehicles 
(tanks,  light  armored  vehicles,  trucks,  etc.),  ordnance  (small  arms, 
artillery  anc  tank  weaponry),  heavy  construction  and  materials  handling 
equipment  (bulldozers,  cranes,  etc.),  and  communications  and  electronics 
equipment.  The  2d  Maintenance  Battalion  provides  field  maintenance 
support  for  the  2d  Marine  Division  and  2d  Force  Service  Support  Group 
located  at  Camp  Lejeune,  NC  and  the  2d  Marine  Air  Wing  elements  located  at 
Cherry  Point,  NC;  New  River,  NC;  and  Beaufort,  SC. 

(Continued  on  DD  1391c) 


PREVIOUS  EDITIONS  MAY  IE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


^COMPONENT 


3  DATE 


FY  192LMILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  LOCATION 

MARINE  CORPS  BASE,  CAMP  LEJEUNE,  NORTH  CAROLINA 

4.  PROJECT  TITLE 

S.  PROJECT  NUMSER 

FIELD  MAINTENANCE  COMPLEX 

' “V 

P-804 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  The  2d  Maintenance  Battalion  preeent^y  performs  field 
maintenance  in  four  converted  warehouses,  a  45-year  old  maintenance  depot, 
and  a  small  metal  building.  These  facilities  are  scattered  throughout  the 
industrial  area  of  Camp  Lejeune.  Artillery  and  ordnance  maintenance  is 
being  performed  at  several  areas  within  the  indicated  facilities.  Many 
buildings  are  physically  too  small  to  allow  new  items.  of  equipment  to 
enter  and  allow  maintenance  to  be  carried  on  indoors.  Staging  areas  for 
equipment  to  be  repaired  are  also  scattered  throughout  the  industrial 
area.  Scattered  location  of,  and  makeshift  substitute  work  spaces,  cause 
cumbersome  and  uncoordinated  work  efforts  severely  hampering  the  mission 
of  this  battalion. 

IMPACT  IF  NOT  PROVIDED:  Maintenance  activities;  will  remain  impaired 
because  existing  facilities  cannot  accommodate  state-of-the-art  items  of 
equipment  because  of  size,  density  and  increased  complexity. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Late  Design  Started . 12-88 

(b)  Percent  Complete  as  of  January  1990 .  75 

(c)  Date  Design  35»  Complete .  7-89 

(d)  Date  Design  Complete .  6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  (>000) 

(a)  Production  of  Plans  and  Specifications . (  800  ) 

(b)  All  Other  Design  Costs . (  300  ) 

(c)  Total .  1100 

(d)  Contract . (  1000  ) 

(e)  In-house . . . ..../. . (  100  ) 

(4)  Construction  start . . . . 11-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  EDITIONS  MAY  0E  USED  INTERNALLY 
UNTIL  EXHAI  STEO 


$ 


1.  COMPONENT  2.  DATE 

NAVy  FY  19 ii.  MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  AND  LOCATION  1 4.  PROJECT  TITLE 

MARINE  CORPS  BASE,  MECHANICS  TRAINING  BUILDING 

CAMP  LEJEUNE,  NORTH  CAROLINA _ _  (INCREMENT  III)  _ 

S.  PSOOSAM  ikCMCNT  IT  CATiOOAV  COOE  I  7  PAOJICT  NUMtt  A  It.  PAOJkCT  COST  1*000) 


0206496M 


171.20 


I  P-810 

•.  COST  ESTIMATES 


MECHANICS  TRAINING  BUILDING . 

BUILDING . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . .  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 

QUANTITY 

UNIT 

COST 

COST 

<»000) 

SF 

34,010 

- 

2,450 

SF 

34,010 

66.00 

(2.250) 

LS 

- 

- 

(  “00) 

- 

- 

- 

250 

LS 

- 

(  50) 

LS 

- 

- 

(  50) 

LS 

- 

- 

(  150) 

- 

- 

- 

2,700 

- 

- 

140 

- 

2,840 

- 

160 

- 

- 

3,000 

-(NOE 

I-ADD) 

(  0) 

_ 

One-story  reinforced  concrete  and  masonry  building,  pile  foundation, 
concrete  floor,  built-up  roof  on  insulation  over  metal  decking,  high-bay 
area  with  monorail  and  hoist,  sound  attenuation,  compressed  air,  exhaust 
systems,  lift-lube  dispensing  equipment,  fire  protection  system,  air 
conditioning,  utilities. 

lTI  REQUIREMENT:  108,670  SF.  ADEQUATE:  74,660  SF~.  SUBSTANDARD;  0  SF. 
PROJECT:  Constructs  the  third  of  three  increments  for  applied  and  academic 
instruction  facilities  for  the  Marine  Corps  Mechanics  School.  (Current 
mission. ) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  for  training 
military  personnel  in  second,  third,  and  fourth  echelon  maintenance  of 
Marine  Corps  motor  transport  equipment.  Both  academic  and  applied 
instruction  will  be  accomplished  in  this  facility.  This  is  the  only  formal 
mechanics  school  in  the  Marine  Corps,  employing  64  full-time  instructors 
and  training  over  1,S80  students  annually.  It  is  anticipated  the  workload 
will  increase  as  the  Field  Logistic  System  is  introduced  into  the  Marine 
Corps.  This  system  is  comprised  of  several  sub-systems  such  as  motor 
transportation,  material  handling,  container  and  shelter  logistics.  The 
Mechanics  Training  School  utilises  the  motor  transportation  sub-system. 

This  project  is  designed  to  accommodate  the  training  procedures  of  the 
various  new  motor  transport  systems  developed  in  recent  years,  such  as  the 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USID  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONiNT 

NAVY 

FY  MILITARY  CONSTRUCTION  PROJECT  DATA 

2  OAT* 

1.  installation  and  location 

MARINE  CORPS  BASE,  CAMP  LEJEUNE,  NORTH  CAROLINA 

14.  PHOJICT  TITLI 

1.  PROJICT  NUMBIR  | 

MECHANICS  TRAINING  BUILDING  (INCREMENT  III) 

P-810 

11.  REQUIREMENT)  (Continued) 

REQUIREMENT)  (Continued) 

Dragon  Wagon  and  the  HumVee's.  This  facility  will  alao  provide  training 
in  the  repair  and  organisational  maintenance  of  track  and  wheeled  vehicles. 
CURRENT  SITUATION)  The  existing  Mechanics  Training  School  is  located  in 
converted  40  year-old  storage  facilities,  mess  halls,  barracks,  and  a 
variety  of  enclosed  metal  structures.  These  facilities  are  located  at 
least  one  mile  from  each  other,  are  functionally  obsolete,  and  too 
dispersed  for  efficient  utilization.  Many  were  built  without  utilities 
and  plumbing.  During  the  summer,  these  facilities  reach  over  100  degrees 
in  the  classrooms  and  laboratories,  and  during  the  winter,  these  buildings 
are  quite  uncomfortable.  Some  of  the  new  type  vehicles  barely  fit  Inside 
the  existing  facilities.  There  are  no  other  facilities  which  can  be  used 
for  this  purpose. 

IMPACT  IF  NOT  PROVIDED)  Continue  training  Marine  Corps  personnel  in 
crowded,  inefficient,  and  inadequate  facilities  impairing  the 
effectiveness  and  readiness  of  the  Marine  Corps.  The  inadequacy  of  school 
facilities  will  continue  to  be  aggravated  with  the  introduction  of  new 
vehicular  equipment  into  the  Marine  Corps  inventory, 

12.  SUPPLEMENT'.).  ^A: 

a.  Estij^i  V.  ■ -sign  status:  (Project  design  conforms  to  Part  II  of 
Military  Han-yp>'.r.u  1190,  "Facility  Planning  and  Design  Guide.") 


(.).)  St.atus: 

(a)  Date  Design  Started . 3-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  3 j*  Complete, .  10-88 

(d)  Date  Design  Complete . . .  8-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used: _ N^A _ 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  160  ) 

(b)  All  Other  Design  Costs . (  80  ) 

(c)  Total . . . . . .  240 

(d)  Contract . . . ^ . (  200  ) 

(e)  In-house . . . . . . (  40  ) 

(4)  Construction  start. . . . . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriationr:  None. 
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PMVIOUS  COITIONS  MAY  St  USiD  INT*  ANALLY 
UNTIL  IXHAUSTIO 


aaoc  no. 


1.  COMPONENT 

FY  1991 

NAVY 

MILITARY  CONSTRUCTION  PROGRAM 

j  2 . 

1 

1 

DATE 

3.  INSTALLATION  ANO  LOCATION 

j  4 .  COMMAND 

is. 

AREA  CONSTR. 

1 

COST  INDEX 

MARINE  CORPS  AIR  STATION, 

1  commandant  of  the 

i 

CHERRY  POINT,  NORTH  CAROLINA 

!  MARINE  CORPS 

.96 

6.  PERSONNEL 
STRENGTH 

a.  AS  OP 
09/30/M 

b.  END  FY 

1994 


PERMANENT  STUDENTS  SUPPORTED 


OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN 


OFFICER 

ENLISTED 

110 

107 

305 

292 

a.  TOTAL  ACREAGE  ( 

b.  INVENTORv  TOTAL  AS  OF  30  SEP  98  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
«.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

fl.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  «000) 


(  37,999) 


323.080 

100,350 

10.400 

7.600 

23.840 

254.530 

719.800 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM : 

— 

CATEGORY 

COOC 

RROJECT  T.TLI 

SCORE 

COST 

ISOOO' 

OESIGN 

START 

STATUS 

COMPLETE 

179 . 10 
€10-71 

841.10 

A/C  BOMBING  RANGE-INCR  III 

REGIMENTAL  group  heaootrs 

WATER  TREATMENT  FACILITY 

LS 

13. 190  SF 

LS 

1  .050 
1.750 
7.600 

10/88 

01/87 

1  1/88 

09/89 

09/89 

01/90 

TOTAL 

10.400 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
211.06  MAINT  HANGAR  RENMOVATION 
441.12  AVIATION  SUPPLY  WAREHOUSE 
€10.71  OPERS/MAINT  FACILITY 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
131.15  COMMUNICATIONS  CENTE* 
214.51  AUTO  ORGANIZATIONAL  SHOP 


35, 150  SF 
14,800  SF 
18.600  SF 


LS 

21,110  SF 


FUNCTIONS: 

Maintain  and  oparata  facilities  and  provida  sarvicas  and  matariala  to 
suoport  tha  oparation*  of  a  Marina  Aircraft  Wing,  or  units  tharaof,  and 
othar  activitias  and  units  as  dasignatad  by  tha  Commandant  of  tha  Marina 
Corps  in  coordination  with  tha  Chi af  of  Naval  Oparations. 


OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B :  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


33,660 

300 


1.  COMPONENT 


FY  19.11.  MILITARY  CONSTRUCTION  PROJECT  DATA 


J.  DATE 


3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR  STATION, 


S.  PROGRAM  ELEMENT 


4.  PROJECT  TITLE 


S.  COST  ESTIMATES 

ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

<•000) 

AIRCRAFT  BOMBING  RANGE  .  LS 

SUBTOTAL  . 

CONTINGENCY  (5%)  .  ......... 

TOTAL  CONTRACT  COST . . . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  .  - 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS  -  -(NO 1-AD 


Site  preparation  including  filled  and  graded  areas  with  thirty-foot  high 
tower  platforms  on  which  to  mount  emitter  pedestal  and. control  assemblies; 
access  roads,  security  fencing,  electric  power. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  site  preparation  and  utilities  for  the  installation  of 
20  electronic  warfare  emitters  on  the  Mid-Atlantic  Electronic  Warfare 
Range,  located  on  the  northern  end  of  Piney  Island,  including  tower 
platforms,  an  access  road  network  interfacing  with  existing  roads  and 
abandoned  runways,  and  a  secondary  power  distribution  systems  to  the 
sites.  (Current  mission.) 

REQUIREMENT:  Expansion  of  the  bombing  range  and  the  placement  of  44 
electronic  warfare  threat  simulators  in  configuration  to  simulate  the 
threat  which  may  be  encountered  during  an  operation.  Eleven  major 
locations  will  be  developed  to  install  the  emitters.  The  first  project 
funded  in  the  FY  1S89  MILCON  Program  prepared  the  site  and  provided  the 
ten-foot  high  platforms  on  which  the  simulator  equipment  will  be  placed  for 
the  first  ten  locations.  The  second  project  in  FY  1990  will  complete  the 
eleventh  major  location  for  the  installation  of  the  emitters.  This  project 
continues  the  range  upgrade  by  constructing  the  remaining  towers, 
installing  emitters,  improving  utilities,  and  providing  access  to  the  najor 
sites-.  Additional  emitters  will  by  procured  through  FY  1994  using 

(Continued  on  DO  1391c) 


Fi.  COMPONENT 


J  DATE 


NAVY 

FY  19_fi_MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION,  CHERRY  POINT,  NORTH  CAROLINA 

4.  PROJECT  TITLE 

9.  PROJECT  NUMBER 

AIRCRAFT  BOMBING  RANGE 

P-031 

11.  REQUIREMENT:  (Continued) 

non-MILCON  funding.  The  bombing  range  presently  serves  as  the  major  range 
for  the  Mid-Atlantic  Coast  in  support  of  Navy,  Air  Force,  and  Marine  Corps 
training  missions.  Nearby  Atlantic  Field  provides  a  deployment  field  for 
helicopters  and  attack  aircraft  to  conduct  acquisition 
and  ground  control  radar  exercises.  This  versatile  range  is  equipped  to 
facilitate  bombing  and  strafing  missions  on  both  land  and  sea-based 
simulated  targets.  Depending  on  the  scenario  to  be  presented  to  incoming 
aircraft,  different  emitters  will  be  activated  for  various  threat 
simulations.  Because  of  the  limitations  presented  by  radiation  hazard 
clearances,  the  individual  sites  must  be  spaced  to  allow  for  personnel 
safety.  With  the  demand  for  power  from  each  emitter,  the  use  of  generators 
is  considered  impractical.  In  order  to  provide  the  amount  and  quality  of 
power  required  to  operate  the  emitters,  it  is  necessary  to  provide 
commercial  power  to  the  sites.  The  transmission  of  real-time  data  to  the 
debriefing  facility  is  necessary  for  the  effective  training  of  aircrews  in 
realistic  conditions. 

CURRENT  SITUATION:  Existing  facilities  are  not  adequate  to  support  the 
emitters.  At  present,  the  range  is  configured  as  a  traditional  bombing 
range  using  bullseye  targets  and  simulated  stationary  targets.  The  use  of 
remote-controlled  mobile  land  and  boat  targets  provides  little  realistic 
training.  No  electronic  warfare  emitters  presently  exist.  Naval 
engagements  in  the  Mediterranen  Sea  and  the  Persian  Gulf  have  proven  the 
value  of  training  in  a  simulated  electronic  warfare  environment. 

IMPACT  IF  NOT  PROVIDED:  The  emitters  scheduled  for  placement  at  this 
range  will  not  have  a  source  of  commercial  power  and  will,  therefore,  be 
unusable. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  I  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35t  Complete. . . 

(d)  Date  Design  Complete..... . 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAT  t(  USIO  INTERNALLY 
UNTIL  EXHAUSTED 


PAOS  NO. 


<>3  / 


10-88 

100 

3-89 

9-89 


( 


|1.  COMPONENT 


S  OATS 


NAVY 


FY  19 _ MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 

MARINE  CORPS  AIR  STATION,  CHERRY  POINT,  NORTH  CAROLINA 

.  1 _ 

<.  PROJECT  TITUE 

6.  PROJECT  NUMftEft 

AIRCRAFT  BOMBING  RANGE 

P-031 

12.  SUPPLEMENTAL  DATA:  (Continued) 

(3)  Total  cost  (c)  *  (a)  4-  (b)  or  (d)  +  (e) : 

($000) 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs... . 

(c)  Total.. . . . . . 

.  133 

(d)  Contract. . . . . . . 

(e)  In-house . 

(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Radar  Threat  Emitters 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


1991  -  1994 


Cost 

($000) 


13,600 


r*n  FOAM  .NfvlOUS  IOITIONS  MAY  S*  U**P  INTiSNALLY 

|JUlDIC7t  1J91C  UNTIc  IXMAUSTID 


•/N*,«kFA*<mi 


1.  COMPONENT 
NAVY 


FY  1911,  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR  STATION, 
CHERRY  POINT.  NORTH  CAROLINA 


«.  PROJECT  TITLE 


REGIMENTAL  GROUP  HEADQUARTERS 


5.  PROGRAM  ELEMENT 

•  CATEGORY  CODE 

7.  PROJECT  NUMSER 

8.  PROJECT  COST  ($000) 

0206496M 

610.71 

P-883 

1,750 

*.  COST  ESTIMATE* 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO* 

REGIMENTAL  GROUP  HEADQUARTERS . 

SF 

13,190 

- 

1,260 

OPERATIONS  BUILDING . 

5F 

11,630 

86.00 

(1,000) 

SUPPORT  BUILDING  .  . . .  . 

SF 

1,560 

166.00 

(  260) 

SUPPORTING  FACILITIES . 

- 

- 

320 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  50) 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  50) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  170) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  50) 

SUBTOTAL  . 

- 

- 

1,580 

CONTINGENCY  (51)  . 

- 

80 

TOTAL  CONTRACT  COST . 

- 

- 

- 

1,660 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

• 

- 

- 

90 

TOTAL  REQUEST . 

• 

“ 

1,750 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-(NO 

J-ADD) 

(  0) 

Two  one-atory  reinforced  concrete  and  masonry  buildings,  pile  foundations, 
concrete  floors,  built-up  roof  over  insulation  on  metal  decking,  fire 
protection  system,  air  conditioning,  utilities. 


11.  REQUIREMENT:  38,230  SF.  ADEQUATE:  25,040  SF.  SUBSTANDARD:  0  SF. 
PROJECT :  Provides  operations  and  training  facilities  for  Marine  Wing 
Support  Group  27  (MWSG  27)  and  Headquarters  and  Headquarters  Squadron  27 
(H&HS  27).  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  house 
operational  support  functions  for  the  2nd  Marine  Air  Wing.  MWSG  27  is 
responsible  for  operational  planning  and  coordination,  logistics  oversight 
and  provisioning,  personnel  management,  and  all  functions  attendant  to  the 
command  and  control  of  an  aviation  ground  support  organisation  and  five 
subordinate  squadrons.  H&HS  27  provides  administrative,  selected 
maintenance  and  supply  support  for  assigned  units  of  MWSG  27. 

CURRENT  SITUATION:  MWSG  27  and  HtHS  27  are  presently  housed  in  leased 
trailers  lacking  toilet  facilities,  adequate  operations  and  training  space, 
and  cannot  accommodate  electrical  and  telephone  system  development  which 
would  enhance  command  and  control. 

IMPACT  IF  NOT  PROVIDED:  Continued  utilisation  of  trailers  precludes  the 
efficient  functioning  of  the  largest  group  in  the  2nd  Marine  Aircraft  Wing. 


(Continued  on  DD  1391-') 
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PREVIOUS  EDITIONS  MAY  SC  USED  INTERNALLY 

until  s  xhaustco 


PAOC  NO 


3  3> 


«/N  UK  l»  «•*  MIO 


1.  COMPONENT 

NAVY 

FV  19_!i_MIUTARY  CONSTRUCTION  PROJECT  DATA 

2  DAT! 

|3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS 

AIR  STATION,  CHERRY  POINT,  NORTH  CAROLINA 

4.  PROJECT  TITLE 

S.  PROJECT  NUMBER  I 

|  REGIMENTAL  GROUP  HEADQUARTERS 

P-883 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.'') 


(1)  Status: 

(a)  Date  Design  Started .  1-87 

(b)  Percent  Complete  as  of  January  1090 .  100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  ♦  (b)  or  (d)  +  (e)  :  (SHOP) 

(a)  Production  of  Plans  and  Specifications . (  95  ) 

(b)  All  Other  Design  Costs . (  45  ) 

.(c)  Total .  HO 

(d)  Contract . 1  120  ) 

(e)  In-house . (  20  ) 


(4)  Construction  start . . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


<  A 
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entviouf  coitions  may  at  ueso  intshnacly 
UNTIL  IXHAUSTEO 


AA at  NO. 


1 . C0MP04CNT 
NAVY 


FY  19_ii MILITARY  CONSTRUCTION  PROJECT  DATA 

!  4.  RROJtCT  TITLt 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION, 
CHERRY  POINT,  NORTH  CAROLINA 


WATER  TREATMENT  FACILITY 


S.  PROGRAM  ELEMENT 


0306496M 


S.  CATEGORY  COOE 


841.10 


7.  PROJECT  NUMIER 


P-017 


t.  cost  estwm  vtes 


S.  PROJECT  COST  (SOOOI 


-li$9,0~ 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(*OO0) 

WATER  TREATMENT  FACILITY  . 

LS 

- 

- 

3,340 

BUILDING  . 

SF 

16,220 

72.00 

(1,160) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(2,030) 

TECHNICAL  OPERATING  MANUALS . 

LS 

- 

(  150) 

SUPPORTING  FACILITIES . 

• 

- 

- 

3,520 

ELECTRICAL  UTILITIES  . 

l a 

- 

(  160) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(2,280) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  570) 

DEMOLITION . . 

LS 

- 

(  510) 

SUBTOTAL  . 

- 

- 

- 

6,860 

CONTINGENCY  (5»)  . 

- 

- 

- 

340 

TOTAL  CONTRACT  COST . 

- 

- 

- 

7,200 

SUPERVISION,  INSPECTION  6  OVERHEAD  (S.'il).  . 

- 

- 

- 

400 

TOTAL  REQUEST . 

- 

- 

- 

7,600 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-(NC 

N-ADD) 

(  0) 

_ 

iO.  okidRiPtiiiki  op  PRO^bsio  construction 

Two-story  reinforced  concrete  and  masonry  building,  pile  foundation, 
concrete  floor,  membrane  roof  on  insulation  over  metal  decking,  high-bay 
area  with  cranes  and  hoists,  ventilation,  air  conditioning,  fire  protection 
systems,  emergency  electric  power  generators,  utilities;  treatment  tanks, 
clearwell,  water  supply  wells,  storage;  demolition  of  one  building. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Constructs  a  water  treatment  facility  to  accommodate  increased 
demand  and  provide  more  effective  operation.  (Current  mission.) 
REQUIREMENT;  An  adequate  water  treatment  plant  producing  sufficient 


quantities  of  potable  water  for  domestic  and  industrial  use  without 
interruption. 

CURRENT  SITUATION:  The  capacity  of  the  existing  water  treatment  plant  is 
4.5  million  gallons  per  day.  Current  average  demand  is  at  capacity  and 
peak  demand  exceeds  capacity  at  certain  times.  The  maximum  filtration  rate 
allowed  by  law  is  currently  being  exceeded  on  a  dally  basis  by  many  of  the 
filters. 

IMPACT  IF  NOT  PROVIDED:  The  expected  increased  loading  with  additional 
station  facilities  cannot  be  accoooscdated.  frequent  interruptions  of  water 
service  will  become  commonplace. 


(Continued  on  DO  1391c) 
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rmtviouf  koitions  mav  ■«  used  <nteanau.v 
until  EXHAUSTED 


PAGE  NO 


1.  COMPONENT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2  OATE 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR  STATION,  CHERRY  POINT,  NORTH  CAROLINA 

|4.  PROJECT  TITLi 

B.  PROJECT  NUMBER  j 

1  HATER  TREATMENT  FACILITY 

P-017 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’Facility  Planning  and  Design  Guide. ■) 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35»  Complete .  S-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Has  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  (MOO) 

(a)  Production  of  Plans  and  Specifications . (  400  ) 

(b)  All  Other  Design  Costs . (  300  ) 

(c)  Total . . .  700 

(d)  Contract . . . (  600  ) 

( e)  In-house . (  100  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  1391c 


PftiVIOUS  COITIONS  MAY  §K  UttD  INTI  AN  AIL'. 
UNTIL  IXMAUltTCO 


PAQI  NO 


1  .  COMPONENT  j 

I 

nr  1M1 

MILITARY  CONSTRUCTION  PROGRAM 

.2.  DATE 

NAVY  j 

■ 

3.  installation  and 

LOCATION 

j * .  COMMAND 

15.  A.REA  CONSTR.  j 

! 

COST  INDEX 

NAVAL  STATION. 

(  commander  in  chief. 

PHILADELPHIA. 

SYLVANIA 

■  ATLANTIC  FLEET 

1.08 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 

oR/3o/aa 

b.  ENO  Fy 
1004 


permanent 


SUPPORTED 


OFFICER 

CNusrto 

CIVILIAN 

310 

27C 

SC  13 

2494 

zco 

2C0 

HH 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  OS  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
8.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  . 

g.  remaining  deficiency . 

n.  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


7.  INVENTORY  DATA  tSOOOl 


(  0) 


70.050 

0 

5,100 

0 

0 

17.850 
93 . 000 


CATEGORY 
CODE 


730.15  BRIG 

TOTAL 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS' 
NONE 


DESIGN  STATUS 
S1AAT  complete 


m+waujEm-i 


R  FUNCTIONS: 

Operates  ano  maintains  facilities  and  provides  services  in  support  of 
units  of  tne  operation  forces  of  tne  U.5.  Navy  ana  all  shore  activities 
in  the  Philadelphia  area.  All  personnel  ana  recreational  support 
facilities  such  as  personnel  berthing  and  messing,  family  services, 
navy  exchanges,  commissary,  cluos  and  family  support  are  provided 
for  activities  aooard  the  Naval  Base  only  by  Naval  Station,  r-hiladelphia. 
In  addition,  Naval  Station,  Philadelphia  provides  facilities  ana  working 
space  for  thirty  or  more  tenants  activities. 


OUTSTANDING  POLLUTION  and  SAFETY  DEFICIENCIES; 
POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


1 1.  COMPONENT 


FY  19 MILITARY  CONSTRUCTION  PROJECT  DATA 


IsTinitallation  ano  location 
I  NAVAL  STATION, 


4.  PROJECT  TITLE 


Is.  RROORAM  ELEMENT 


It  CATEGORY  CODE 


7.  PROJECT  NUMEER 


■  PROJECT  COST  (EOOOI 


t.  COST  ESTIMATES 


ITiM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

BRIG . 

SF 

31,540 

- 

3,290 

BUILDING  . 

SF 

29,000 

109.00 

(3,160) 

SUPPORT  BUILDINGS . 

SF 

2,540 

51.00 

(  130) 

SUPPORTING  FACILITIES . 

- 

- 

1,310 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  360) 

ELECTRICAL  UTILITIES  ....  . 

LS 

- 

- 

(  290) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  120) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  190) 

DEMOLITION  AND  REMOVALS . 

LS 

- 

- 

(  350) 

SUBTOTAL  . 

- 

4,600 

CONTINGENCY  (51)  . 

- 

- 

230 

TOTAL  CONTRACT  COST . 

- 

- 

4,830 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  . 

- 

- 

?70 

TOTAL  REQUEST.  . 

- 

- 

5,100 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

*-ADD) 

(  0) 

One-story  reinforced  concrete  and  masonry  building,  concrete  pile 
foundation  and  floor,  built-up  roof,  fire  protection  system,  air 
conditioning,  utilities;  includes  dormitories,  cells,  processing  and  exam 
rooms,  administration,  counseling,  multi-purpose  room  with  food  service 
line;  storage  building,  detached  workshop;  demolition  of  two  buildings, 
asbestos  removal,  contaminated  soil  removal 

IT  REQUIREMENT:  31,540  3F^  ADEQUATE:  0~5f.~~  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  a  60-person  brig  including  prisoner  quarters,  processing 
spaces,  administrative  spaces,  industrial  workshop,  and  dining  facilities. 
(Current  mission.) 

REQUIREMENT:  A  recently  completed  study  of  the  Navy  penal  system 
recommended  the  Navy  establish  a  three-tier  confinement  system.  Tnis 
system  would  consist  of:  small  "waterfront"  facilities  at  major  fleet 
concentrations  to  house  prisoners  with  sentences  of  thirty  days  or  less  who 
will  be  returning  to  duty;  larger  consolidated  facilities  for  prisoners 
with  sentences  of  thirty  days  to  one  year;  and  non-Navy  facilities  for 
long-termers  with  sentences  over  one  year.  This  project  will  provide  a 
small  "waterfront"  facility  to  accommodate  prisoners  awaiting  trial  or 
serving  sentences  of  thirty  days  or  less.  The  offenders  and  accused  are  in 
the  Philadelphia  area  while  in  transit,  on  visiting  ships  or  aircraft,  from 
ships  in  overhaul  at  the  shipyard  or  from  local  naval  activities  and 
homeported  vessels.  The  industrial  workshop  is  required  to  provide 

(Cortinued  on  DD  1391c) 
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PREVIOUS  SOITIONS  MAY  SI  USCD  INTS  ANALLY 
UNTIL  SXHAUfTfO 


1-  COMPONENT 

NAVY 

FY  19_?i_MIUTARY  CONSTRUCTION  PROJECT  DATA 

3  DATE 

i.  INSTALLATION  ano  location 

NAVAL  STATION,  PHILADELPHIA,  PENNSYLVANIA 

A.  PAOJtCT  TITLE 

BRIG 

s.  PROJCCT  NUMIER 

P-521 

111.  REQUIREMENT:  (Continued) 

meaningful  work  for  the  prisoners  during  their  incarceration.  This  has  been 
a  proven  method  of  rehabilitation  and  greatly  aids  the  Navy  in  returning  the 
offender  to  useful  active  duty.  The  maximum  number  of  prisoners  expected  at 
any  time  is  estimated  to  be  SO.  The  military  staff  will  consist  of 
approximately  46  persons  and  will  be  required  to  maintain  adequate 
supervision,  counseling  and  work  programs  for  the  enlisted  prisoners. 

CURRENT  SITUATION;  The  brig  requirement  is  presently  fulfilled  with 
inadequate  conditions.  The  brig,  which  was  built  in  1942,  is  a  three-story 
structure  which  is  no  longer  waterproof  and  has  electrical  wiring 
deficiencies.  The  existing  security  control  center  lacks  the  minimum 
security  features  for  surveillance  of  the  building  interior  and  outside 
grounds.  The  doors  have  to  be  unlocked  manually  in  cases  of  emergency. 

There  is  no  fire  detection  and  suppression  system.  The  windows  are 
standard,  single-pane  with  non-security  glazing  and  do  not  meet  security 
requirements.  Plumbing  fixtures  are  non-institutional,  the  steam  radiator 
heating  system  is  antiquated  and  in  many  areas  not  functional.  The 
industrial  work  area  is  undersized  and  the  electrical  system  is  deficient. 
The  existing  brig  is  almost  three  times  the  size  needed  which  results  in  a 
high  maintenance  and  operations  expense.  Upgrading  this  facility  is  not 
feasible  because  of  the  high  structural  and  mechanical  rehabilitation  costs 
necessary  to  bring  it  up  to  today's  brig  standards.  The  location  of  the 
existing  brig  is  not  satisfactory  because  it  is  remote  from  the  food  service 
galley  which  must  transport  food  to  the  brig. 

IMPACT  IF  NOT  PROVIDED:  The  over-sized,  expensive  to  maintain  brig  will 
continue  to  be  used.  Security  standards  will  not  be  met.  Prisoners  and 
staff  will  remain  in  a  three-story  building  which  lacks  fire  protection. 
Prisoners  will  be  held  in  cells  with  doors  that  must  be  unlocked  manually 
during  emergencies. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started., . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete . « .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No  X 

(bi  Where  Design  Was  Most  Recently  Used:  _ N^A _ 


(Continued  on  DD  l.)91c) 
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FAIVIOU*  EDITION®  MAY  91  USED  INTERNALLY 
UNTIL  9XHAU9TCO 


FAOf  NO. 


[1.  COMPONENT 


a.  oat* 


FY  19__MILITARY  CONSTRUCTION  PROJECT  DATA 


3  installation  ano  location 

NAVAL  STATION,  PHILADELPHIA,  PENNSYLVANIA 

4.  PROJECT  TITLE 

5.  PROJECT  NUMBER 

BRIG 

P-521 

12.  SUPPLEMENTAL  DATA:  (Continued) 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  «■  (e) : 

($000) 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(4)  Construction  start . _ 

12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


1391c 

*»•  «1«f  LP-W'  **1* 


PREVIOUS  COITIONS  MAY  BE  USED  INT1RNAU.Y 
UNTiW  EXHAUST* O 


PAQi  NO  < 


1 .  COMPONENT 


FY  ,991  MILITARY  CONSTRUCTION  PROGRAM 


Navy 


instillation  ano  location 

NAVAL  AIR  DEVELOPMENT  CEN'ER, 
WARMINSTER.  PENNSYLVANIA 


14.  COMMAND 


iS.  AREA  CONSTR. 
COST  INDEX 


SPACE  AND  NAVAL  WARFARE 
SYSTEMS  COMMAND 


personnel 

strength 

.  *S  OF 

oo/30/ii 

.  end  fy 

<•94 


PERMANENT  STUDENTS 


OFFICE*  I  ENLISTED  I  CIVILIAN  I  OFFICE*  ENLISTED  CIVILIAN 


7.  INVENTORY  DATA  #000) 


a.  TOTAL  ACREAGE  < 

o.  inventory  total  as  OF  30  SEP  . 

c.  authorization  not  yet  in  inventory . 

a.  authorization  reouested  in  this  program 
a.  authorization  included  in  following  program 

f .  planned  in  next  three  program  years  ... 

g.  remaining  deficiency . 

h .  grand  total 


94. 430 
1.940 
13. TOO 
1.0S0 
9.100 
3 1 . 030 
107. 150 


e.  projects  reouested  in  this  program: 

C*TIGO«v 

CODE  **OJiCT  title 

9CQFE 

COST 

(SOOOl 

DESIGN 
ST  AH- 

status 

COMPLETE 

31015  A/C  TECHNOLOGIES  LAB 

€5.000  SF 

13.T0C 

12/88 

0€/90 

TOTAL 

13.700 

A.  INCLUDED  in  following  program 

831.10  SEWAGE  SYSTEM 

LS 

•.050 

total 

1.05C 

B-  MAJOR  PLANNED  NEXT  THREE  YEARS: 

3H.15  INTG  NAVIGATION  LAB 

LS 

5.  100 

MISSION  OR  MAJOR  FUNCTIONS: 

Tms  cint*r  .is  tH»  primcipal  Nsvy  RDT&E  Canter  for  aircraft  systems  It 
axarcisas  tna  primary  in-nous*  rasaarch  ana  aavalopmant  capaoility  for 
aircraft  systams  simulation;  airoorna  saarcn  ano  rascua;  martial  navi¬ 
gation  tacnnology;  air  vamcla  tacHnology  In  structuras.  matanals.  flignt 
control ;  airoorna  ant i -sjDmar ina  warfare  systams:  aircraft  support 
systams.  cost  matnocology  and  logistics;  ano  aarospacs  madicina  ana 
aviation  pnysiology.  In  aOdition.  tna  cantar  davalaps  and  integrate* 
airborna  systams  for  alactronlc  survalllanca  and  countermeasures, 
communications,  navigation,  information  processing  and  display,  ano 
environmental  sensing  (al act romagnat ic/magntt ic ) ,  acoustic, 
alactro-opt ical ,  and  pnotogrephic. 


outstanding  pollution  and  safety  oeficienc 
a-  pollution  abatement 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(9000) 

1,030 

13.900 

0 


DO  FORM  1390 
1DEC76 


FY  19-21  MILITARY  CONSTRUCTION  PROJECT  DATA 


I.COMAONiNT 

HAVy  FY19_!i  MILITARY  i 

3.  INSTALLATION  ano  location 

NAVAL  AIR  DEVELOPMENT  CENTER, 
WARMINSTER,  PENNSYLVANIA _ 

(.  PROGRAM  (LtMCNT  |«.  CATiOOAV  COOf 


4.  PAOJICT  TITLC 

_ AIRCRAFT  TECHNOLOGIES  LABORATORY 

I  7.  AROJICT  NUMMA  I*.  AAOJtCT  COST  iioOci 


0605896N 


310. IS 


I  P-163 

•.  cosy  nrwMTti 


13,700 


SUPPORTING  FACILITIES . . 

ELECTRICAL  UTILITIES  .....  . 

MECHANIC*-  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT.  .  . 

SUBTOTAL . . . 

CONTINGENCY  (51)  ...  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  <S.5«).  . 

TOTAL  REQUEST . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M  OUANTlTV 

un;t 

COST 

COST 

(MOO) 

SF  CS.C00 

170.00 

11,050 

- 

- 

1,320 

LS 

- 

(  6(0) 

LS 

- 

<  520) 

LS 

- 

(  140) 

“ 

- 

12,370 

- 

- 

620 

” 

12,990 

- 

710 

13,700 

-  (NO 

4-ADD) 

(  1,940) 

Two-story  building,  structural  frame  and  curtain  wall  construction, 
concrete  foundation  and  floors,  built-up  roof,  laboratories,  test 
facilities,  engineering  offices,  special  ventilation  and  exhaust  systems 
for  safety  and  pollution  control,  noise  isolation  and  attenuation, 
hazardous  material  storage  capability,  explosion-proof  fixtures, 
fragmentation  shielding,  blow-out  panels  in  some  laboratory  and  test  areas, 
fire  protection  system,  air  conditioning,  utilities. 

11.  REQUIREMENT;  65,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD T  0  SF.  — — 

PROJECT;  Provides  a  consolidated  and  integrated  RDT&E  laboratory  for  naval 
aircraft  materials  technology.  (Current  mission.) 

REQUIREMENT;  State-of-the-art  laboratory  for  the  development  of  materials 
which  exhibit  protective  or  damage  tolerant  characteristics  for  naval 
aircraft  threats  needing  a  high  temperature  radar  absorbing  material  (RAM) 
and  a  radar  absorbing  structure  (RAS) ,  including  hardened  materials  for 
countermeasures  to  high  energy  lasers  and  work  on  high  temperature 
propulsion  systems  alloys  (high-strength  aluminum) .  The  center  is  the  le.-d 
laboratory  in  the  area  of  structural  organic  matrix  composites.  This 
material  has  been  used  in  developing  the  lightweight  stiffness  in  critical 
materials  for  application  in  the  P-1B,  AV-SB,  and  V-22  aircraft.  The 
materials  research  efforts  include  developing  an  environmental  data  base 
and  synthesising  new  repair  resins  for  fleet  use,  as  well  as  structures 

(Continued  on  DD  1391c) 
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FftCVlOOt  tOlTlON*  MAT  •«  UStO  iNTIflNALLV 
UNTIL  tXHAUtTIO 


*AOt  NO  \  £ 


1.  COMPONENT 

HAVY 

_ 1 

FY  19li_MIUTARY  CONSTRUCTION  PROJECT  DATA 

1 _ _ _ 

2.  DATE 

3.  INSTALLATION  and  location 

NAVAL  AIR  DEVELOPMENT  CENTER,  WARMINSTER,  PENNSYLVANIA 

4.  ArojccT  title 

1  5.  PROJECT  NUMIE  A 

AIRCRAFT  TECHNOLOGIES  LABORATORY 

P-163 

U.  REQUIREMENT:  (Continued) 

research  efforts  in  structural  design,  full  scale  testing,  and  structural 
repair  techniques  of  composites.  Other  RDT&E  efforts  are  devoted  to 
development  and  validation  of  full  scale  components,  structural  design 
practices  and  design  criteria  providing  the  technical  base  necessary  for 
the  application  of  composite  structures  to  emerging  Navy  aircraft  weapons 
systems  being  developed  in  classified  programs.  To  assure  security  for  the 
composite  material  research  efforts  for  classified  programs,  a  secure  area 
must  be  provided  for  this  work.  The  need  for  modern  facilities  for 
conducting  scientific  work  in  new  technology  areas  coupled  with  lack  of 
space  to  accommodate  expanding  program  requirements  including  the  presence 
of  numerous  health,  safety,  explosion,  fire,  laser  light  and  noise  hazards 
supports  the  necessity  for  the  proposed  project. 

CURRENT  SITUATION:  Tha  forty-two  existing  dispersed  laboratory  and  test 
areas  are  inadequate  for  emerging  technology,  where  present  spaces  are 
congested  and  severely  limit  critical  research  and  development  efforts. 
These  laboratory  and  engineering  spaces,  while  housed  in  two  main  RDT&E 
buildings  at  the  Center,  were  originally  allocated  when  workload  performed 
did  not  interfere  with  other  priority  research  activities.  Over  the 
en.B--1.n9  years,  other  mission  requirements,  personnel,  scientific 
equipment,  computers,  and  laboratories  have  expanded  and  occupied 
surrounding  spaces.  The  existing  facility  which  has  become  people 
intensive  also  has  made  expansion  of  Materials  and  Structures  laboratory 
areas  impossible. 

IMPACT  IF  NOT  PROVIDED:  Continued  operations  in  scattered  inadequate 
research  spaces  that  will  severely  impact  the  Navy's  ability  to  counteract 
the  air  warfare  threats  of  the  1990's  and  beyond.  RSD  efforts  on  the 
development  of  coatings  for  carbon-composites,  laser  resistant  materials, 
and  advances  in  radar  absorbing  materials  will  not  be  realized. 

1?.  SUPPLEMENTAL  DATA? 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 12-88 

(b)  Percent  Complete  an  of  January  1990 .  45 

(c)  Date  Design  35%  Complete .  7-8$ 

(d)  Date  Design  Complete .  6~90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  SC  USED  INTI  ANALLY 
UNTIL  KXHAUf TCD 


*AO«  NO.  <  1  C 


1.  COMPONENT 

NAVY 


FY  I9_!LmIUTARY  CONSTRUCTION  PROJECT  DATA 


1.  INSTALLATION  ANO  LOCATION 


NAVAL  AIR  DEVELOPMENT  CENTER,  WARMINSTER,  PENNSYLVANIA 

».  PROJECT  TITLE  “* 


AIRCRAFT  TECHNOLOGIES  LABORATORY 


Is.  PROJECT  NUMEER 


P-163 


12.  SUPPLEMENTAL  DATA:  (Continued) 

(3)  Total  coat  (c)  »  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plana  and  Specifications.... 

(b)  All  Other  Design  Coats . 

(c)  Total . . .  . 

(d)  Contract . . . (  775  ) 

(e)  In-house . . . (  75  ) 


($000) 

.  (  650  ) 

.  (  200  ) 

850 


(4)  Construction  start. 


12-90 


(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Procuring 

Appropriation 

Fiscal  Year 
Appropriated 
or  Requested 

Cost 

($000) 

High  Temperature 

NIF 

1990 

820 

Autoclave 

High  Temperature 

NIF 

1990 

290 

Coating  Equipment 

Ultrastructures 

NIF 

1990 

830 

Laboratory.  Equipment 

TOTAL 

17940 

DD  »  DSC  78  1391c 


PREVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO.  "<  "  Q 


HHIRIMIIIIII 


1 .  COMPONENT  | 

.2.  DATE 

!  nr  1M1  MILITARY  CONSTRUCTION  PROGRAM 

NAVY  | 

3  INSTALLATION  ANO  LOCATION 

4.  COMMAND  AREA  CONSTR. 

COST  INDEX 

NAVAL  EDUCATION  ANO  TRAINING  CENTER. 

CHIEF  OF  NAVAL 

NEWPORT.  RHODE  ISLAND 

EDUCATION  ANO  TRAINING  1 . IE 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 

1994 


permanent  stuoents  supported 


OFFICER  I  KNUST8D  |  CIVILIAN  I  OFFICER  PCIfTtO  CIVILIAN  CFPICER  I  CNLlSTiO  CIVILIAN 


4078 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  . 

fl.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


7.  INVENTORY  OATA  ($000) 


(  1,200) 


1 55 . 650 
41.880 

6.350 
3.500 
28.210 
136.250 
371 .840 


8.  PROJECTS  REOUESTED 

IN  THIS 

PROGRAM: 

CATEGORY 

CODE 

rrqject 

title 

SCON 

COST 

("000- 

DESIGN  STATUS 
START  COMPLETE 

■22.12  STEAM  DISTR 

SYSTEM 

UPGRADE 

LS 

6.350 

11/88  01/90 

TOTAL 

6.350 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
813.20  ELEC  DIST  SYS  UPGRD-PH  II 
TOTAL 

e  major  planned  next  three  years: 

441.30  HAZ/FLAMMABLE  STOREHOUSE 
610.  K>  ADMINISTRATIVE  OFFICE 
721.13  BACHELOR  ENLISTED  QUARTERS 
730.15  BRIG 


LS 

44.850  SF 
146.000  SF 
31,340  SF 


Admmi atar  school*  which  provida  *  sourcs  from  which  qualified 
commlssionao  and  warrant  officers  may  Pa  praparad  for  military 
sarvica.  and  tram  Navy  anllstad  and  foraign  officar  candidates. 


11 .  OUTSTANDING  PQ 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(1000) 

90 

31.210 

0 


DD  FORM  1390 
1DEC7B 


PAGE  7,0.  J  5  'j 


1  COMPONENT 


FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  AND  LOCATION 

NAVAL  EDUCATION  AND  TRAINING  CENTER, 


4.  PROJECT  TITLE 

STEAM  DISTRIBUTION  SYSTEM 


STEAM  DISTRIBUTION  SYSTEM  UPGRADE . 

SUPPORTING  FACILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

ASBESTOS  REMOVAL  . . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.51).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


(  720) 

(  200) 


5,740 

280 


6,020 

330 


6,350 
(  0) 


Install  steam  distribution  and  condensate  return  lines  providing  loop 
system;  install  two  condensate  pumping  stations;  upgrade  thermal  insulation 
on  24,600  lineal  feet  of  existing  steam  distribution  pipe  and  11,050  lineal 
feet  of  existing  condensate  pipe;  install  nine  steam  and  condensate  flow 
meters;  asbestos  removal. 


11. REQUIREMENT:  As  Required. 

PROJECT:  Installs  steam  distribution  and  condensate  return  lines, 
condensate  pumping  stations,  thermal  insulation,  and  flow  meters.  (Current 
mission. ) 

REQUIREMENT:  Adequate  steam  distribution  system  to  correct  existing 
deficiencies  in  the  steam  heating  system.  Improve  system  efficiency  through 
reduced  heat  loss,  and  provide  more  reliable  and  efficient  building  heat. 
CURRENT  SITUATION:  Building  heat  is  presently  provided  from  boiler  plants, 
and  manpower  limitations  allow  the  operation  of  only  one  plant.  Certain 
areas  of  the  base  are  served  from  a  radiel  distribution  system  subject  to 
an  unnecessarily  high  risk  of  shutdown.  Beat  losses  from  the  steam 
distribution  piping  are  currently  excessive  because  of  inadequate 
insulation. 

IMPACT  IF  NOT  PROVIDED:  The  steam  diatribution  system  has  a  continued  risk 
of  major  outages,  lack  of  reliability,  and  a  high  operating  cost. 


(Continued  on  DD  1391c) 
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DEVIOUS  COITIONS  MAY  BE  USED  INTf  HNAU.Y 
UNTIL  EXHAUSTED 


S/NO10}  IF  001  »*10 


\  COMPONtNT 


NAVY 


FY  1«11_MILITARY  CONSTRUCTION  PROJECT  DATA 


1  INSTALLATION  AND  LOCATION 


[naval  EDUCATION  AND  TRAINING  CENTER,  NEWPORT,  RHODE  ISLAND  j 

4.  PROJECT  TITLE 

4.  PROJECT  NUMBER 

STEAM  DISTRIBUTION  SYSTEM  UPGRADE 

P-146 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Projact  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.”) 


(1)  Status: 

(a)  Date  Design  Started... .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(t)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N£A _ 


(3)  Total  cost  (c)  ■  (a)  +  <b)  or  (d)  +  (e)  :  (*000) 

(a)  Production  of  Plans  and  Specifications . (  285  ) 

(b)  All  Other  Design  Costs . (  105  ) 

(c)  Total.... .  390 

(d)  Contract . (  34  5  ) 

(e)  In-house . . . . (  45  ) 


(4)  Construction  start . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  SC  USCO  INTERNALLY 
UNTIL  CXMAUSTCD 


RAOf  NO. 


COMPONENT 

NAVY 


12.  DATE 


FY  imi  MILITARY  CONSTRUCTION  PROGRAM 


3.  installation  and  location 


NAVAL  UNDERWATER  SYSTEMS  CENTER. 
NEWPORT.  RHODE  ISLAN0 


COMMAND 


SPACE  ANO  NAVAL  WARFARE 
SYSTEMS  COMMAND 


5.  AREA  CONSTR. 
COST  I NOE* 

i . 


PERMANENT 

STUDENTS 

SUPPORTEC 

TOTAL 

0FFIC8R  1  KNUSTCD 

CIVILIAN 

0FFIC8P 

•MLIST80 

CIVILIAN 

OFFICfS 

I  HOSTED 

CIVILIAN 

1C  !  3« 

2048 

0 

0 

24 

0 

0 

0 

2126 

16  1  39 

20C1 

0 

0 

24 

0 

o 

0 

2140 

6.  PERSONNEL 
STRENGTH 

I.  AS  OF 
09/30/86 
b.  END  FY 
1194 


7.  INVENTORY  DATA  (SOOOI 


•.  TOTAL  ACREAGE  (  370) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  68  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

0.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

e.  authorization  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  . 
t.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  I M  THIS  PROGRAM: 


103,010 

750 

4,000 

0 

5.420 
42.870 
156. IOC 


CATEGORY 

CODE _ PROJECT  TITLE 

312.10  GUIDED  MISSILE  LABORATORY 
TOTAL 


COS'? 

SCOPE  HOOP 


DESIGN  STATUS 
;t*r-  COMPLETE 


18.590  SF  _ 4,000 

4.00C 


11/86  01/90 


9.  FUTURE  PRCJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B .  MAJOR  PLANNED  NEXT  THREE  YEARS. 

310.33  DATA  CENTER  LS  5.420 


10.  MISSION  OR  MAJOR  FUNCTION'S 

The  nava i  underwater  System  Cantar  is  the  principal  Navy  RDTSE  Center 
for  unoarwatar  weapons  systams .  It  plans  and  conducts  programs  of 
warfara  ana  systams  analysis.  RDTSE .  ana  Float  support  m  unaarw«t*r 
warfare  weapons  systems  and  components,  undersea  surveillance  systams. 
submarine  communications  systams.  navigation  and  ralatao  sciences  ano 
technology.  The  Headquarters  Newport  Laboratory  performs  a  wioe  variety 
of  functions  ranging  from  exploratory* research  through  the  in-itrvic# 
engineering  assistance  of  the  Fl ant  throughout  the  life-cycle  of  these 
systems.  This  center  also  manages  subsidiary  laboratories  including 
Nawlondon,  CT ;  AUTEC  Tast  Ranges.  Andros.  Bahamas;  and  Barmuda  Laboratory. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  ($000) 

A;  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  2,000 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


00  FORM  1390 
1DEC76 


PAGE  NO-  354 


t  COMPONENT 

FY  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY  _  . 

3.  INSTALLATION  and  LOCATION  4.  PROJECT  TITLE 

NAVAL  UNDERWATER  SYSTEMS  CENTER, 


rnOOHAM  I  LEMS  NT 


It  CATCCOAy  coos 


_ _ I  WlPgP 

7.  SMOJSCT  NUMSSA 


ISSILE  LABORATORY 

It  t AOJSCT  COST  ISOOQ) 


#.  COST  ISTMATtS 


GUIDED  MISSILE  LABORATORY . 

SUPPORTING  FACILITIES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT,  RELOCATION.  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5»).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M  QUANTITY 

UNIT 

COST 

COST 

(•000) 

SF  18,590 

184.00 

3,410 

- 

- 

200 

LS 

- 

(  90) 

IS 

• 

(  110) 

- 

- 

3,610 

- 

- 

180 

- 

- 

3,790 

- 

- 

1  210 

- 

- 

4,000 

-  (Nl 

>N-ADD) 

(  4,730) 

1 

Two-story  steel  frame  building,  reinforced  concrete  foundation  and  floors, 
masonry  walls  with  brick  facing,  built-up  roof,  elevator,  bridge  crane, 
computer  flooring,  TEMPEST  shielding,  wet-pipe  sprinkler  system  and  fire 
protection  pumps,  Halon  storage  tanks,  air  conditioning,  utilities; 
laboratories,  shops,  offices;  grounding  system,  rock  excavation;  relocate 

one  building. _ _ 

11.  REQUIREMENT:  18,590  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  an  integrated  submarine  and  surface  missile  systems 
laboratory  to  accomplish  life-cycle  support  and  configuration  management, 
in-service  engineering,  and  inert  missile  assembly  and  disassembly  for  the 
Sea  Lance  Anti-Submarine  Warfare  (ASM)  standoff  weapon  system,  an  advanced 
missile  being  developed  for  SSN  classes  637,  688  and  21,  and  surface  ship 
classes  CG-47,  DD  963,  and  DDG-51.  (New  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  accommodate 
the  mission  responsibility  for  the  total  technical  aspects  throughout  the 
service  life  of  the  Sea  Lance  Weapons  System.  The  facility  will  support 
development,  integration,  certification,  at  sea  testing,  avionics  and 
software  life-cycle  support,  engineering  fleet  support,  and  inert  missile 
assembly  and  disassembly  for  the  service  life  of  the  missile.  Newport  has 
been  assigned  technical,  acquisition  engineering,  and  in-service 
engineering  agent  for  the  Sea  Lance  Weapon  Missile  System  and  subsystems. 
Newport  will  be  required  to  certify  and  support  Sea  Lance  missile  readiness 
commencing  before  the  initial  production  unit  deliveries  are  deployed  to 
the  Fleet  in  1991.  (Continued  on  DD  1391c) 


DD<  ore™  1 
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1391 


PREVIOUS  E OITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1  COMPONENT 

NAVY 

fy  wJLmiutary  construction  project  data 

3  OATE 

3  INSTALLATION  AND  LOCATION 

NAVAL  UNDERMATCH  SYSTEMS  CENTER,  NEWPORT,  RHODE  ISLAND 

[«.  **0V*CT  TlTLf 

S  PAOJCCT  NUMDtA  ' 

GUIDED  MISSILE  LABORATORY 

P-034 

IX.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  There  are  no  facilities  that  can  ba  dedicated  to 
support  the  Sea  Lance  program.  All  existing  laboratory  apace  that  could 
poseibly  be  utilised  or  converted  to  an  appropriate  support  facility  are 
actively  being  utilised  in  support  performance  of  otner  critical  RDTtE 
functions. 

IMPACT  IF  NOT  PROVIDED:  Newport  could  not  support  the  Sea  Lance  nissile 
program  as  the  technical  and  in-service  engineering  agent  for  its 
life-cycle.  Navy  would  be  unable  to  insure  that  the  Sea  Lance  missile  is 
maintained  in  its  required  high  state  of  readiness  during  its  deployment. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No__X _ 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  (SOOO) 

(a)  Production  of  Plans  and  Specifications..... — (  195  ) 

(b)  All  Other  Design  Costs . . .  (  55  ) 

(c)  Total .  250 

<d)  Contract . (  210  ) 

(e)  In-house . 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 


(Continued  on  r>D  1391c) 
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entvious  coitioni  may  si  usco  intisnally 
until  CXHAUITIb 


MOI  NO. 


«/*  •taa-k’-cti-Mtt 


1-  COM^ONINT 

NAVY 

FY  19-1L.MIUTARY  CONSTRUCTION  PROJECT  DATA 

2  OAT* 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  UNDERWATER  SYSTEMS  CENTER,  NEWPORT,  RHODE  ISLAND 

|4.  MOJiCT  TlTLi 

ft  fmojict  numma  j 

GUIDED  MISSILE  LABORATORY 

P-034 

12.  SUPPLEMENTAL  DATA:  (Continued) 


b.  Equipment  associated  with  this  projact  which  will  bn  provided 
froa  other  appropriations. 


Equipment 

Nomenclature 

Procuring 

Appropriation 

Fiscal  Year 

Appropriated 
or  Requested 

Cost 

(tooo: 

Miscellaneous 

WPN 

1990 

1,420 

subsystems, 

NIF 

1986 

470 

computer  aided 

WPN 

1990 

2,840 

engineering  development 
operating  systems, 
simulators,  consoles, 
micro-processors.  Sea  Lance 
Inert  Missile,  guidance 
electronic  unit,  missile 
test  set,  assembly  stand, 
adapters,  flight  termination 
system  and  test  set,  and 
other  hardware. 


TOTAL  4,730 


DD  i  oi?  >s  1391c 


JAtVIOU*  iOmONSMAY  tf  Uf CD  INTf  ANALLY 
UNTIL  8XHAUSTKD 


^AOC  NO 


1.  COMPONENT  , 

fY  mi 

NAVY 

MK.IT ARY  CONSTRUCTION  PROGRAM 

2.  DATE 

3  INSTALLATION  ANO  LOCATION 

4.  COMMAND 

5.  AREA  CONSTR. 

COS*  INDEX 

MARINE  CORPS  AIR  STATION. 

COMMANDANT  Of  THE 

BCAUFQRT.  SOUTH  CAROLINA 

MARINE  CORPS 

93 

«.  Hitmwi 

STRENGTH 

a.  as  or 
ob/so/bb 
a.  end  n 
in* 


PERMANENT 


STMOtNTS  SUPPORTED 


fNU<T«D  I  CIVIlIA*  QPflCf*  INUtTO  CIVILIAN 


«7 

430  | 

44B 

*3  ; 

4so  : 

481 

267  . 

2540 

275 

311 

291 'i 

146 

a.  TOTAL  ACREAGE  < 

b.  INVENTORY  TOTAL  AS  OF  30  SCR  ••  . 

C.  AUTHORIZATION  NO?  YET  IN  INVENTORY 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM 
«.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

0-  REMAINING  deficiency 

h.  GUANO  TOTAL 


8.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM 


T  MVCtVTOftY  DATA  *000) 


<  10.SM) 


105. €40 
w  .990 
C.50C 
9.500 
15  .»5C 
25.35C 
167.330 


CAT8G0RV 
CODE 


PPO^FCT  t  TL 


721.11  BACHELOR  ENLISTED  OUARTERS 

total 


EIWLl  fci-Wl  t-AM 


A  INCLUDED  IN  following  PROGRAM 
141  70  AIR  TRAFFIC  CTRl  TOWfR 

72i  12  BACH  ENLISTED  QTR$  PH  II 

TOTAL 

B  MAJOR  PLANNED  NEXT  THREE  YEARS 
116  35  ACfT  ARMING/DEARMING  PADS 

72i  ii  beo  ph  :i: 

211  10  ACFT  ACOUSTICAL  ENCl 


72.410 

SF  . 

S.50C 

s.soc 

LS 

2.60C 

72.410 

St 

€  .  90C 

9.50C 

23.20C 

s> 

i  .75C 

JSC 

PN 

«  90C 

iC 

Ea 

5.30C 

Ots-CK  S-ATU5 

AP 


10  MISSION  or  major  FUNCTIONS 

Maintain  and  operate  facilities  to  support  flight  operations:  ooeratior 
ana  Maintenance  of  assignee  aircraft:  and  provide  services  ana  Material 
to  support  operations  of  a  Marine  Aircraft  wing  ano/or  units  tne**eo*  .  ana 
otner  activities  ana  units  as  designated  Dy  the  Comsanoant  of  tne  Mar  mo 
Corps,  m  coordination  with  the  Chief  of  Naval  Operations 


pollution  abatement 
installation  restoration 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


DC  FORM  1390 
1DEC76 


1 

PAGE  MO 


It  COMPONENT 


FY  19  Jti  MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY _ \ _ 

3  INSTALLATION  and  location 
MARINE  CORPS  AIR  STATION, 
BEAUFORT.  SOUTH  CAROLINA _ 

i  TACGKAM  SLiMSNT  |(.  CATtOOnv  COOS 


4  mOJtCTTlTLf 

_ BACHELOR  ENLISTED  QUARTERS 

I  ?  aeOJiCT  NUMIIR  !•  **OJ*CT  COST  (SOOOl  ' 


0206496M 


721.11 


|  P-366 

*.  COSTtSTNAATts' 


U/M  QUANTITY 


BACHELOR  ENLISTED  QUARTERS  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


BOO 
(  490) 

(  90) 

(  220) 
5,870 
290 
6,160 
340 
6,500 
(  0) 


Three-story  masonry  load-bearing  wall  building,  pile  foundation,  concrete 
floors,  built-up  roof,  fire  protection  system,  sound  attenuation,  air 
conditioning,  utilities;  94  Cwo-bedroom  modules  with  private  bathrooms, 
lounges,  laundry,  storage,  vending,  mechanical  equipment;  demolition  of 
one  building. 

Grade  mix:  264  E1-E4,  48  E5,  4  E6-E9.  Total:  316. 

TT  REQUIREMENT:  1,529  PN.  ADEQUATE:  590  PN.  SUBSTANDARD:  0  PN.  " 

PROJECT:  Provides  adequate  billeting  for  316  enlisted  personnel. 

(Current  mission.) 

REQUIREMENT:  Adequate  living  quarters  for  enlisted  personnel  in  grades 
E1-E9  assigned  to  this  air  station  as  permanent  support. 

CURRENT  SITUATION:  Sixty-three  percent  of  the  single  enlisted  Karines  at 
E ;  '.ufort  are  billeted  in  substandard  quarters  that  do  not  meet  DOD 
habitability  requirements. 

IMPACT  IF  NOT  PROVIDED:  Adequate  billeting  will  not  be  available  for  all 
enlisted  personnel.  Marines  will  continue  to  occupy  inadequate  housing 
and  endure  a  low  standard  of  habitability.  This  adversely  impacts  on 
recruitment  and  retention  or  Marines  in  an  all -volunteer  environment.  The 
health  and  morale  cf  Marines  occupying  substandard  quarters  is  further 
accentuated  when  they  work  with  other  Marines  who  occupy  quarters  that 
meet  standards  of  adequacy. 

(Continued  on  DD  1391c) 
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P*CVIOUS  f  OITION*  MAY  M  USI 0  INTI  ANALL.Y 
UNTIL  EXHAUSTS O 


*AQi  Nfc.  <  ^  ^ 


1  COMPONENT 

NAVY 

FY  19Ji_MIUTARY  CONSTRUCTION  PROJECT  DATA 

3  QATt 

1  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  AIR  STATION,  BEAUFORT,  SOUTH  CAROLINA 

M  PROJECT  TITLE 

S.  PROJECT  NUMEER 

BACHELOR  ENLISTED  QUARTERS 

P-366 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  HanJbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started..... .  2-86 

(b)  Percent  Complete  as  of  January  1990 .  40 

(c)  Date  Design  35%  Complete . . .  11-89 

(d)  Date  Design  Complete . . .  10-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  *  (e)  :  (*000) 

(a)  Production  of  Plans  and  Specifications . (  210  ) 

(b)  All  Other  Design  Costs . (  40  ) 

(c)  Total .  250 

(d)  Contract . (  40  ) 

(e)  In-house . . (  210  ) 


(4)  Construction  start . . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDioacn  1391C 


PREVIOUS  I  OPTIONS  MAY  IE  USED  tNT|RNALLV 
UNTIL  EXHAUSTED 


PAQE  NO 


COMPONENT 


FY  1M1  MILITARY  CONSTRUCTION  PROGRAM 


INSTALLATION  a no  location 

NAVAL  HOSPITAL, 

CHARLESTON.  SOUTH  CAROLINA 


6  PERSONNEL 
strength 

a.  AS  of 
08/30/BB 

b.  (NO  Fy 

ia»4 


14.  command 


naval  MEOICAl 
command 


5.  AREA  CONST*. 
COST  index 


PERMANENT 

STUOtNTS 

SUPPORTED 

OFflCtP 

1  ENLISTED 

CIVILIAN 

OFFICE* 

ENLISTED 

CIVILIAN 

OFFICE* 

j  enlisted 

CIVILIAN 

33* 

*  88b 

338 

2 

0 

0 

:  o 

0 

3*0 

B3S 

338 

2 

i 

0 

0 

0 

0 

a.  total  ACREAGE  ( 

b-  INVENTORY  TOTAL  AS  OX  10  SEP  88 
C.  AUTHORIZATION  NOT  YET  in  INVENTORY 

o.  authorization  requested  in  THIS  PROGRAM 
•  authorization  incluoco  in  following  program 

I  .  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  ... 

0 ■  REMAINING  DEFICIENCY  ...  . 

n.  g*ANO  TOTAL  _ _ 

«.  PROJECTS  REOUESTED  IN  this  PROGRAM 


T  MVEMTOftr  DATA  ROOD) 

(  O) 


23. SCO 
0 
550 

2.520 

O 

c 

27.03C 


CATICOFV 

CQPC 


_ *"04ttlT'TlI - 

EMERGENCY  WATtR  STOR  TANK 
TOTAL 


DESIGN  STATUS 
SlAfl  complete 


02  89  10/89 


'  INCLUDED  IN  FOLLOWING  PROGRAM 
74.  1i  BIO  IMPROVEMENTS 

total 

6  major  planned  next  three  years 

NONE 


1C  MISSION  Qg  MAJOR  FUNCTIONS 

Preview  ©anarai  conical  nonpuai  ization  for  activa  «aut>  Naw  ana  Minn* 
Coro*  ptr*onr>#i  ,  activf  Outy  mamoar*  of  t r»a  Ot  nar  arnwa  »i«rvic«* 
MD«no«ntt  o*  activa  Outy  ptrionnti  .  ana  otnar  lutho^nto  at 

ou 1 1 i nao  m  currant  diractivat  To  CDOparata  w*tn  a'litary  ano  eiv'i 
author 1 1 iat  m  matters  p#rt*imng  to  Healtn.  aamtation.  local  onatter*. 
ana  other  emergencies 

ii.  outstanding  pollution  and  safety  DEFJcTENcTnT  (SOOO) 

A  POLLUTION  ABATEMENT  0 

B  INSTALLATION  restoration  0 

C  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  0 


00  FOMM  1390 
1DCC76 


COMPONENT 


2  DATE 

FY  mi  MO. IT ARY  CONSTRUCTION  PROGRAM 

NAVY 

3.  installation  and  LOCATION  4.  COIWANO  5.  A»EA  CONST*. 

CCST  INDEX 


charleston  naval  Shipyard .  ,  naval  sea  systems 

charleston,  south  Carolina  command  s: 


t.  PERSONNEL 
STRENGTH 

PERMANENT 

students 

SUMOrrtD 

total 

OMlCfft 

|  INUST10  j 

Civil. AM 

OFFtCI* 

IMUST10  I 

CIVILIAN 

OWICW 

(NUSTfO 

CIVILIAN 

OR/SO/RR 

4C 

IS  . 

•400 

0 

0  1 

0 

0 

0 

c 

•499 

b.  END  fy 

|  I 

1RRA 

93 

is  i 

•400 

0 

0  1 

0 

0 

0 

c 

RARE 

7.  WVCNTOAY  DATA  «000 


«.  total  acreage  tenant  of  nr 


b.  INVENTORY  total  AS  of  SO  SEP  RR .  34G.G10 

c.  AUTHORIZATION  NCT  yet  IN  INVCNTORY .  YY.ASO 

a.  authorization  reouested  in  this  program  soo 

«.  AUTHORIZATION  included  in  following  program .  T.ROO 

f.  PLANNEO  IN  NEXT  THREE  PROGRAM  YEARS  ID.  ADO 

0.  remaining  deficiency .  .  rs.rsc 

h .  OAANO  TOTAL  _ 3<i  MC 


I  projects  REOUESTED  In  this  PROGRAM 


C»T*G0«V  COS'  0E5  CL  S'  AT  JS 

coos  ppojic’  Tim  ..  ieo»i  ...  (*000  s' a*'  »vMTL 

111  in  WATER  TREATMENT  FAC  LS  SOD  C'RS  10/RR 

TOTAL  SOD 

S  FUTURE  PROJECTS 

A  INCLUDED  in  FOLLOWING  program 

Aft  RAPID  ACO  OF  MANUF AC  PARTS  LS  *’.•50 

total  t.rc; 

e  major  planned  next  three  tears 

RA3  10  fire  protection  system  LS  1C.A0C 

ID  MISSION  OR  MAJOR  FUNCTIONS 

Mairttananca  *no  Ovarnau1  0*  SurfoC*  *DiOf  ana  "OGtrn  GtTPCK  >no  ‘iMt 

Btiiiixic  Pn*»i1a  ivoiannti  Logisve  iudoo^x  provioto  ’"c'uflti 

COnvt*|ion,  overhaul,  rniir,  »lttr#tion«  aryOOCking  o#  »urf*ea  *^10* 

"KXJP^n  lubntr  .  na*  Tha  y«ra  also  proviOti  lupport  for  anti -air. 

•riTi-iuoiarifU  warfare  waapons  avatar* 

11  OUTSTANDING  POLLUTION  ANO  SAFETY  DEFICIENCIES  ( SOQC  ) 

A  POLLUTION  ABATEMENT  BO 

B  INSTALLATION  RESTORATION  1.R20 

C  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH):  0 

00  FOMM  1390  PAG£  N0  A  6 

10EC76 

✓ 

1.  COMPONENT  j  12.  DATE 

j  FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY  I 


3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION, 

CHARLESTON,  SOUTH  CAROLINA 

A.  COMMAND 

COMMANDER  IN  CHIEF. 
ATLANTIC  FLEET 

Is. 

.  AREA  CONSTR. 
COST  INDEX 

.92 

6.  PERSONNEL 

I 

PERMANENT 

STUDENTS 

SUPPORTED  ! 

strength 

total 

OFFICE* 

ENLISTED 

CIVILIAN 

OFFICE*  | 

ENLISTED  j 

'  CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

_ _ _ 

! _ 

09/30/88 

500 

■m 

■ 

■ 

mmm 

22644 

t>.  END  FY 

19D4 

soo 

IB 

Ini1 

23697 

7.  INVENTORY  DATA  ($000) 


a.  total  acreage  tenant  cf  nb 


D.  INVENTORY  TOTAL  AS  OF  30  SEP  88  .  124.240 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  1^.550 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  1,590 

«.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  57.230 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  69,200 

8-  REMAINING  DEFICIENCY .  92.530 

h,  GRAND  TOTAL .  360,340 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


category 

CODE 

PROJECT  TITLE 

SCORE 

COST 

(SOOO- 

DESIGN  STATUS 

star-  complete 

2*3.58 

BOAT  SHOP 

10. IOC  SF 

1.090 

10/88 

09/89 

610. 10 

pass  office 

ADDITION 

LS  _ 

50C 

09/86 

06/69 

total 

1 . 590 

9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

135. 20  TELEPHONE  OUCT  BANKS 

cS 

700 

151 .20 

BERTHING  PIER  (SSN-21 ) 

LS 

50 . OOC 

610  10 

CLASSIFIED  DESTRUCTION 

LS 

39C 

730. 10 

FIRE  STATION 

3.600  SF 

670 

730.15 

BRIG 

47.840  SF 

900 

932.20 

utilities  site  improv 

LS 

4.670 

TOTAL 

57.230 

10.  MISSION  OR  MAJOR  FUNCTIONS : 

The  station  piers  ar«  nomeport  to  approximately  47  Atlantic  Fleet  snips, 
including  destroyers  and  frigates,  attack  auOmarmas  ana  support  snips 
Snips  nomeported  will  increase  to  eor'oximately  56  Dy  1990  as  naw  FFG-7 
class  frigatas  antar  tha  flaat,  Tha  station  hosts  tha  Mine  Warfare 
Command,  Rasarva  Mina  Squadron,  and  Snore  Intermediate  Maintenance 
Activity,  and  supports  the'  adjacent  ehipyard. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (SOOO) 

A:  POLLUTION  ABATEMENT  "  40 

8:  TALLATION  RESTORATION  0 

C:  ;UPATIONAl  SAFETY  AND  HEALTH  (OSH):  0 


PAGE  NO."  3^2 


DD  FORM  1390 
1bcC?6 


1 1 .  COMPONENT 


FY  19 JO.  MILITARY  CONSTRUCTION  PROJECT  DATA 


Is.  installation  ano  location 
NAVAL  STATION, 


».  PROJECT  TITLE 


|S.  PROGRAM  ELEMENT  t.  CATEGORY  CODE 


7.  PROJECT  NUMSER 


S.  PROJECT  COST  ($0001 


•.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

BOAT  SHOP . 

SF 

10,100 

_  ■ 

790 

OPERATIONS  AND  SHOP  SPACES  . 

SF 

5,000 

90.00 

(  450) 

STORAGE  SPACE . . 

SF 

5,100 

67.00 

(  340) 

SUPPORTING  FACILITIES . 

“ 

- 

190 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  140) 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENT  .  . 

LS 

- 

- 

(  50) 

SUBTOTAL  . 

- 

- 

- 

980 

CONTINGENCY  (5»)  . 

_ 

_ 

_ 

50 

TOTAL  CONTRACT  COST . 

- 

- 

- 

1,030 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.51). 

- 

- 

- 

60 

TOTAL  REQUEST . 

- 

- 

- 

1,090 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

*ON-ADP 

1  (  0) 

70.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

One-story  reinforced  concrete  frame  building,  concrete  floor,  pile 
foundation,  masonry  walls  with  brick  veneer,,  steel  roof  joists  and  built-up 
roof,  utilities,  air  conditioning,  fire  protection  system. 

lT.  REQUIREMENT:  ToTlOO  3F.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  sF7 
PROJECT:  Provides  waterfront  support  building  for  the  Naval  Mine  Warfare 
Division  based  at  Charleston.  (Current  mission.) 

REQUIREMENT:  Adequate  small  boat  repair,  operations,  and  spam  parts 
storage  facilities  for  Mine  Division  125  (MINEDIV  125) .  MINEDIV  125 
operates  ten  mine  warfare  small  craft  and  is  responsible  for  providing 
necessary  maintenance  and  repair  services  to  keep  them  operational.  These 
vessels  consist  of  seven  Mine  Sweeping  Boats  and  three  Landing  Craft, 
Utility.  These  craft  are  constructed  on  non-metal  hulls  and  cabins  to 
reduce  influence  on  magnetic  mines.  They  require  considerable  more 
maintenance  than  metal  hull  craft.  Boats  must  be  constantly  lifted  out  of 
the  water  and  have  their  hulls  sanded,  repaired  and  repainted.  In  order  to 
maintain  and  repair  these  craft  and  their  mine  countermeasures  on-board 
equipment,  the  division  must  perform  electronics  work,  woodworking, 
painting,  grinding,  welding  and  other  mechanical  functions  to  gas  turbines, 
other  engine  components  and  various  structural  systems  of  the  vessels. 
CURRENT  SITUATION;  No  repair  facilities  or  spars  parts  storage  warehouse 
are  available  at  the  Naval  Station  for  MINEDIV  125  functions.  Repair 
services  are  provided  using  thrse  vans  parked  on  the  bulkhead  between  the 

(Continued  on  Dr  1391c) 
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PREVIOUS  COITIONS  MAY  SC  USCD  INTERNALLY 
UNTIL  EXHAUSTED 


*JH  0102  0013910 


1.  COMPONENT 

NAVY 

FY  19*i_MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION,  CHARLESTON,  SOUTH  CAROLINA 

4.  PROJECT  TITLE 

BOAT  SHOP 

S.  PROJECT  NUMBER 

P-699 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION!  (Continued) 

nine  warfare  berthing  piers.  These  vans  are  used  by  MINEDIV  125  to  pernit 
rapid  deployment  worldwide  of  the  nine  warfare  craft  and  for  their  repair 
and  maintenance  functions  and  on-site  spare  parts  storage.  These  vans  are 
not  adequate  for  permanent  day-to-day  home port  repair  and  maintenance 
activities.  The  vans  provide  very  limited  work  spaces  and  movement  in 
them  is  restricted  making  repair  work  difficult.  Bulk  spare  parts  storage 
is  provided  off-base  by  sharing  warehouse  space  with  another  unit.  The 
warehouse  space  is  leased  by  GSA  and  is  costly  to  the  Navy.  Off-base 
leasing  causes  delays  in  repairs  because  most  parts  are  not  readily 
available  near  the  repair  shops.  On-base  storage  will  eliminate  the 
warehouse  lease  cost  and  improve  operational  logistics. 

IMPACT  IP  HOT  PROVIDED:  Use  of  the  the  deployable  vans  with  permanent 
shops  and  operations  facilities  will  continue  co  result  in  delays  and 
operational  difficulties  in  repairing  damaged  mine  warfare  small  craft  and 
performing  the  routine  but  extensive  boat  maintenance.  This  lowers 
readiness  and  could  adversely  impact  the  division's  ability  to  deploy 
rapidly  to  trouble  spots  around  the  world. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status;  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete .  3-89 

(d)  Date  Design  Complete .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  10  ) 

(b)  All  Other  Design  Costs . (  10  ) 

(c)  Total . .  20 

(d)  Contract. . (  15  ) 

(e)  In-house . ( _ 5_) 

(4)  Construction  start.. . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  BE  USED  INT* ANALLY 

until  exhausted 


page  NO. 


1 .  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


| 2 .  DATE 


3.  installation  and  location 

( 4 .  COMMAND 

'5.  AREA  CONSTR. 

i 

COST  INDEX 

NAVAL  SUPPLY  CENTER, 

1  NAVAL  SUPPLY  SYSTEMS 

CHARLESTON.  SOUTH  CAROLINA 

J  COMMAND 

.92 

6.  PERSONNEL 

strength 

*.  AS  OF 

09/30/88 
b.  cND  FY 

1994 


PERMANENT  STUDENTS  SUPPORTED 


OFFICE*  ENLISTED  CIVILIAN  OFFICC*  ENLISTED  CIVILIAN  OFFICER  I  ENLISTED  [  CIVILIAN 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

CJ.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
•-  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

9.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


INVENTORY  DATA  ($000) 


(  0) 


32.130 
12. 190 
3.200 
0 
0 

42.500 

90.020 


CATEGORY 

CODE 


_ PROJECT  TITLE 

fleet  supply  spt  store 
total 


SCORE 

36,230  SF 


DESIGN  STATUS 
STAR"  COMPLETE 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 


6.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


1C-  MISSION  OR  MAJOR  FUNCTIONS. 

Provides  logistics  support  for  tne  worldwide  POSEIDON  ana  TRIDENT  I 
backfit  Flaat  Ballistic  Missile  Submarine  program,  and  is  the  primary 
supply  point  for  over  70  surfaca  combatants  and  support  ships  homaported 
in  Charleston  as  well  as  for  snore  activities  throughout  the  southeastern 
US  and  the  Caribbean.  A  major  function  is  maintaining  a  30-day  supply  of 
provisions  including  frozan  meat  and  other  frozen  products,  to  adequately 
support  and  insure  the  operational  readiness  of  these  forces. 


TANDING  POLLUTION  AND  SAFETY  DEFICI 
POLLUTION  ABATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DO  FORM  1390 
1DEC76 


PAGE  NOT 


1.  COMPONENT 

FY  19.2L  M  LiTARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  AND  LOCATION  «.  PROJECT  TITLE 

NAVAL  SUPPLY  CENTER, 

CHARLESTON,  SOUTH  CAROLINA _  FLEET  SUPPLY  SUPPORT  STORE 


S.  PROGRAM  ELEMENT  I  S.  CATEGORY  CODE  j  7.  PROJECT  NUMBER  PROJECT  COST  ISOOO) 


07Q2896N 


441.72 


FLEET  SUPPLY  SUPPORT  STORE  . 

ADMINISTRATIVE  AREA . 

SALES  AND  DISPLAY  AREA  . 

WAREHOUSE  AREA . . 

SUPPORTING  FACILITIES . 

SPECIAL , CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5*)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5»).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 

Quantity 

UNIT 

COST 

COST 

<sooo> 

SF 

Hfi 

1,940 

SF 

[  1,220 

EjSki 

(  100) 

SF 

21,240 

PM 

(1,440) 

SF 

13,770 

(  400) 

- 

- 

950 

LS 

1 

(  660) 

LS 

1 

(  100) 

LS 

- 

(  190) 

- 

- 

- 

?. ,  890 

- 

140 

-  | 

- 

i 

3,030 

170 

- 

- 

- 

3,200 

- 

-  ( 

90N-ADD 

(  0) 

ROPOSEO 

One-story  pre-engineered  steel  frame  building,  pile  foundation,  concrete 
floor,  insulated  metal  walls  and  roof,  fire  protection  system,  air 
conditioning,  utilities. 


11.  REQUIREMENT:  36,230  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Constructs  a  waterfront-area  fleet  supply  support  store  (FSSS) 
for  consumable  items  of  immediate  need  to  fleet  units.  (Current  mission.) 
REQUIREMENT:  An  adequate  and  properly  configured  facility  to  house  the 
FSSS  in  close  proximity  to  the  primary  ship  berthing  area  with  adequate 
access  and  parking  for  efficient  and  convenient  customer  service. 

Homeported  and  transient  ships  at  the  Naval  Station  need  a  FSSS  located 
close  to  berthing  piers  for  issue  of  hiqh  use  consumables  without  the 
necessity  of  going  through  the  individual  requisition  process.  The  supply 
center's  FSSS  accounts  for  approximately  45  percent  of  the  total  issues  of 
consumables,  hand  tools,  minor  repair  parts  and  general  shipboard 
maintenance  materials.  Some  3,600  line  items  are  carried  as  shelf  and  bin 
stock  for  direct  issue  to  the  customers  of  approximately  80  ships 
homeported  at  the  Naval  Station  and  undergoing  repair  at  the  Charleston 
Naval  Shipyard. 

CURRENT  SITUATION:  The  FSSS  was  housed  in  a  high-bay  concrete  and  steel 
structure.  Use  of  this  building  as  a  FSSS  did  not  effectively  use  the 
cubic  space  available.  The  supply  center  was  been  designated  the  principal 
TRIDENT  weapon  Systems  stock  point  for  the  East  Coast.  To  support  this 

(Continued  on  DD  1391c) 


PREVIOUS  EOIT'ONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


1.  COMPONENT 

NAVY 

FY  13_!L.MIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

|3.  INtTALLATION  AND  LOCATION 

[NAVAL  SUPPLY  CENTER,  CHARLESTON,  SOUTH  CAROLINA 

4.  PROJECT  TITLE 

8.  PROJECT  NUMBER  J 

FLEET  SUPPLY 

SUPPORT  STORE 

P-058 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

new  requirement  the  PSSS  building  was  developed  by  other  appropriations 
into  a  high-rise  narrow  aisle  storage  facility.  Interim  relocation  of  the 
PSSS  was  necessary  to  allow  storage  of  the  TRIDENT  Weapon  Systems 
components.  No  other  spaces  are  available  for  storage  of  these  items.  In 
the  interim,  the  PSSS  facility  will  be  temporarily  relocated  to  an 
inadequate  general  purpose  warehouse  in  the  shipyard's  industrial  area. 
IMPACT  IF  NOT  PROVIDED:  The  PSSS  will  be  forced  to  operate  in  an 
inadequate  facility  located  in  a  highly  congested  area  in  the  shipyard 
industrial  complex  adversely  impacting  service  to  the  fleet.  Quantities 
of  materials  may  be  damaged  by  weather  and  subjected  to  pilferage  in  the 
interim  facility. 

12 .  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete .  3.-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . ..(  135  ) 

(b)  All  Other  Design  Costs . (  55  ) 

(c)  Total . . .  190 

(d)  Contract . . . (  175  ) 

(e)  In-house. . . . (  15  ) 

(4)  Construction  start, . . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations;  None. 
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PREV  OUt  IOITIONS  MAY  BK  UtKO  INTERNALLY 
UNTIL  iXHAUSTID 


PAOE  NO.-* 


1  .  COMPONENT 

FY  199 1 

NAVY  j 

MILITARY  CONSTRUCTION 

PROGRAM 

.2.  DATE 

3.  INSTALLATION  AND  LOCATION 

I  4 .  COMMAND 

-5.  AREA  CONSTR. 
COST  INDEX 

NAVAL  WEAPONS  STATION. 

j  NAVAL  SEA 

SYSTEMS 

CHARLESTON ,  SOUTH  CAROLINA 

COMMAND 

.  92 

6.  personnel 

STRENGTH 

a.  AS  OP 
09/30/88 

b.  END  PY 

1994 


SUPPORTED 


OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  98  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

fl.  REMAINING  DEFICIENCY . 

n.  GRAND  TOTAL  . 


7.  INVENTORY  DATA  ($000) 


(  17.537) 


194.690 
46.550 
36 . 300 
16. 100 
51,350 
39.810 
354 . 800 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 

category 

COST 

DESIGN 

STATUS 

PROJECT  TITLE 

ISOOO 

START 

comrlete 

159.64 

PROPULSION  TRNG  FACILITY 

LS 

25 . 000 

12/66 

06/90 

21640 

sealance  missl  maint  FAC 

35.73C  $F 

9.40C 

11/88 

01/90 

421.72 

MISSILE  MAGAZINE 

9.600  SF 

1 .900 

10/88 

09/89 

TOTAL 

36 . 300 

BSraSZEBBSE 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
421  72  MISSISLE  MAGS  (TOMAHAWK) 
421.72  MISSILE  MAGA2INE 

842.10  WATER  DISTRIBUTION  STS 
860.20  BARRICADED  RAILRO  SIDINGS 
TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
159.64  MOORING  TRNG  SHIP  IMPROV 


11/86  01/90 


OR  FUNCTIONS: 

Racaiva.  ra isauad,  and  maintain  guidad  mi  sail  as.  ant i -submarina  waapons 
convantlonal  ammunition,  and  oparata  and  maintain  a  family  housing 
comp lax  with  community  support  facllitias. 

Provlda  logistic  and  port  tarminal  sarvicas  in  support  of  two  ammunition 
amps  (AE).  ona  SSBN  tandar  (AS),  and  ona  floating  dry  oor.k  (ARDM). 
POMPLANT  Chari aston. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 

occupational  safet/  and  health  (osh).- 


1 . COMPONENT  2  OA.TR 

FY  19ii.  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ |___ _ _ __ _ _ 

3.  installation  and  location  a.  aaojsct  title 

NAVAL  WEAPONS  STATION, 

CHARLESTON.  SOUTH  CAROLINA _ _  MISSILE  MAGAZINE _ 

8.  AAOOAAM  ELEMENT  i  6.  CATEGOAY  CODE  I  7  PROJECT  NUMBER  ]*.  PROJECT  COST  ($0001 


0702031N 


421.72 


I  P-784 
t.  COST  ESTIMATES 


I  U/M  QUANTITY 


MISSILE  MAGAZINE  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  ....... 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT,  RAILROAD.  .  . 

SUBTOTAL . . . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  {5 . S%> . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


-  (HON-ADD 


650 
(  300) 

(  150) 

(  200) 
1,710 

_ _ 90 

1,800 
100 
1,900 
(  0) 


One-earth  covered  reinforced  concrete  five-bay  magazine,  reinforced 
concrete  floor  on  pile  foundation,  17.5-foot  wide  hardened  doors,  loading 
dock,  security  lighting,  lightning  protection,  loading  apron,  access  road, 
railroad  spur,  fire  protection  and  alarm  system,  provision  for  intrusion 
detection  system,  utilities. 

11.  REQUIREMENT:  27,600  SF.  ADEQUATE:  18,000  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  one  magazine  for  TOMAHAWK  missiles.  (Current  mission.) 
REQUIREMENT:  Adequate  storage  for  TOMAHAWK  cruise  missiles  including  the 
proper  level  of  environments!  and  security  protection.  This  station  is 
tasked  with  processing  TOMAHAWK  missiles  starting  in  1989  to  include 
contractor  delivery,  maintenance,  issue,  fleet  return  and  shipment 
operations.  The  missiles  are  normally  stored  in  their  shipping  containers 
in  an  "All-Up-Round"  configuration.  Requirement  for  one  magazine  is  based 
on  projected  workload  and  procurement  schedules.  Additional  magazines  will 
be  requested  in  the  future,  based  on  the  growing  TOMAHAWK  inventory  needed 
to  support  the  fleet  at  Charleston. 

CURRENT  SITUATION:  No  existing  magazines  are  available  for  storage  of 
TOMAHAWK  missiles  at  Charleston  because  of  support  to  ammunition  ships 
homeported  and  the  increasing  numbers  of  off-loads  and  on-loads  for 
combatants.  The  liquid  fueled  TOMAHAWK  is  not  compatible  for  storage  with 
other  weapon  systems,  making  it  necessary  to  have  a  separate  dedicated 

(Continued  on  DD  1391c) 
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DEVIOUS  COITIONS  MAY  si  USED  INTI  ANALLY 

until  ixhaubtio 


oi«  i*  me 


1.  COMPONENT 

NAVY 

FY  iS»JLLMILITARY  CONSTRUCTION  PROJECT  DATA 

2  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION,  CHARLESTON,  SOUTH  CAROLINA 

14.  PROJECT  TITLE 

1.  PROJECT  NUMBER  j 

MISSILE  MAGAZINE 

p- 

784 

U.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

magazine.  Prior  to  completion  of  this  magazine,  temporary  storage  of  the 
missiles  will  be  in  truck  holding  areas  resulting  in  reduced  security  and 
environmental  protection. 

IMPACT  IF  NOT  PROVIDED:  Insufficient  storage  for  TOMAHAWK'  weapons  could 
affect  readiness  und  security  of  missiles  and  result  in  increased 
maintenance  requirements. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Dace  Design  Started . . .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  351  Complete..... . . .  3-89 

<d)  Date  Design  Complete .  9-89 


(2)  Basis: 

(a)  Standard  oi  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  <d)  +  (e)  :  ($'  ^0) 

(a)  Production  of  Plans  and  Specifications . (  60  ) 

(b)  All  Other  Design  Costs..... . (  20  ) 

(c)  Total .  BO 

(d)  Contract . (  10  ) 

(e)  In-house .  (  70  ) 


(4)  Construction  start . . . . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  -  1391c 


PftBVIOUS  COITIONS  MAY  SC  U*!?  INTE  ANALLY 
UNTIL  EXHAUSTED 


**ot  no  i  y 


Jl  COMFONtNT 


NAVY _ ]_ _ 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  WEAPONS  STATION, 
CHARLESTON,  SOOTH  CAROL 

S.  PAOGAAM  CLCMCNT  S.  CAT 

0702096N _ _ _ 


FY  19.iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


«.  f  NOJtCT  TITLS 

PROPULSION  TRAINING 


CAROLINA 

1  FACILITY 

C.  CATEGORY  COOC 

7.  PROJECT  NUMIER 

159.64 

P-869 

t.  PNOJECT  COST  (SOOOI 


25.000 


I.  COST  ESTIMATES 


U/M 

QUANTITY 

UNIT 

COST 

COST 

(•OOO) 

LS 

- 

- 

14,730 

SF 

65,000 

85.00 

(  5,530) 

LS 

- 

- 

(  2,300) 

LS 

- 

- 

(  1,200) 

LS 

- 

(  5,700) 

• 

- 

- 

7,840 

LS 

! 

(  4,000) 

LS 

- 

- 

(  1,600) 

LS 

- 

- 

(  500) 

LS 

- 

1 

- 

(  1,740) 

- 

- 

22,570 

- 

- 

1,130 

- 

- 

-  | 

23,700 

- 

- 

1,300 

- 

- 

25,000 

-  (NO 

I-ADD) 

(220,000) 

PROPULSION  TRAINING  FACILITY  . 

BUILDING  . 

PIER . 

SPECIAL  MARINE  KOORINGS.  .  .  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  .  . 

MECHANICAL  UTILITIES  . 

PAVING,  AND  SITE  IMPROVEMENT,  DREDGING  .  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  fc  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST.  ,  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Multi-story  steel  frame  building,  high-bay  area,  concrete  floors,  pile 
foundations,  high-strength  concrete  walls,  built-up  roof,  classrooms, 
radiological  systems  and  work  areas,  fire  protection  system,  air 
conditioning,  utilities;  pier  and  approach  pier  each  300-feet  long  and 
25-feet  wide,  reinforced  concrete  pier  deck  on  prestressed  concrete  piling 
and  concrete  caps;  mooring  systems;  fire  protection  system,  dredging,  roads, 
parking. 

HI  REQUIREMENT:  As  Required! 

PROTECT:  Provides  facilities  to  accommodate  a  second  moored  training  ship 
(MTS)  and  associated  students,  staff,  and  support  facilities  for  training 
naval  nuclear  propulsion  plant  operators.  (Current  mission.) 

REQUIREMENT:  The  second  MTS  and  supporting  facilities  are  required  to  meet 
fleet  needs  for  trained  and  qualified  nuclear  propulsion  plant  operators. 
Such  needs  cannot  be  accommodated  by  available  Department  of  Energy  reactor 
plant  prototypes  and  the  first  MTS.  (Facilities  for  the  first  MTS  were 
provided  by  a  FY  1987  MCON  project) .  Because  of  the  urgent  need  for  the 
second  MTS,  the  Chief  of  Naval  Operations  specifically  approved  the  second 
MTS  on  7  June  1987. 

CURRENT  SITUATION:  No  alternate  facilities  are  available  to  support  the 
second  MTS.  The  planned  site  at  this  station  is  the  only  site  considered 
acceptable  because  of  security,  safety  and  accessibility  requirements,  as 
well  as  efficiencies  gained  by  operating  the  first  and  second  MTS  at  the 
same  site.  (Continued  on  DD  1391c) 
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PnfVIOUS  COITIONS  MAY  Bf  UtCO  INTI  ANALLY 
UNTIL  CXhAUftTBD 


1.  COMMON! NT  2-  DATE 

FY  19*LMILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 

3.  installation  and  location 


NAVAL  WEAPONS  STATION,  CHARLESTON,  SOOTH  CAROLINA 
«,  PSQJKCT  TITLI 


I  S,  PROJECT  NUMIEA 


PROPULSION  TRAINING  FACILITY _ | _ P-869 

11.  REQUIREMENT:  (Continued) 

IMPACT  IF  NOT  PROVIDED:  The  Navy  could  not  meet  fleet  needs  for  properly 
trained  and  qualified  reactor  plant  operators  required  for  manning  nuclear 
powered  ships.  The  nuclear  powered  fleet  comprises  over  40  percent  of  the 
Navy's  combatants  and  the  entire  sea-going  arm  of  U.  S.  strategic  forces. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  12-88 

(b)  Percent  Complete  as  of  January  1990..... .  50 

(c)  Date  Design  35»  Complete . . .  7-89 

(d)  Date  Design  Complete . 6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

(b)  Where  Design  Was  Most  Recently  Used: 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  other  Design  Costs . 

(c)  Total . 

(d)  Contract . 

(e)  In-house . 


($000) 

.  (  560  ) 

•  (  125  ) 

685 

,  (  600  ) 

■  (  85  ) 


(4)  Construction  start. 


, _ 12-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Conversion  of  SSBN  to 
MTS 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

($000) 

220,000 
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1.  COMPONENT 


NAVY 


FY  19-21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  WEAPONS  STATION, 
CHARLESTON.  SOUTH  CAROLINA 


S.  PAOOAAM  CLCMt NT 


Q7Q2Q31H 


«.  CATCOOAV  COOt 


216.40 


4.  rnOJICT  TITLE 

SEALANCE  MISSILE 
MMMTBHAHm.  FACILITY 


J.  PAOJtCT  NUMSCA 


P-221 


•  tAOJtCT  COST  ISOOO) 


9.4QQ 


».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

<S000) 

SEALANCE  MISSILE  MAINTENANCE  FACILITY.  .  .  . 

SF 

35,730 

- 

5,900 

INTERMEDIATE  MAINTENANCE  ACTIVITY . 

SF 

29,750 

120.00 

(3,580) 

TEST  CELL . 

LS 

- 

- 

(1,200) 

MAGAZINE  . 

SF 

5,980 

150.00 

(  900) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

(  120) 

TECHNICAL  OPERATING  MANUALS . 

LS 

- 

- 

(  100) 

SUPPORTING  FACILITIES . 

- 

- 

- 

2,590 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  390) 

UTILITIES . 

LS 

- 

- 

(  60 0) 

PAVING  AND  SITE  IMPROVEMENT,  RAILROAD.  .  . 

LS 

- 

- 

(1,600) 

SUBTOTAL  . 

- 

- 

- 

8,490 

CONTINGENCY  (5»)  . 

_ 

420 

TOTAL  CONTRACT  COST . 

- 

- 

- 

8,910 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

- 

- 

- 

<90 

TOTAL  REQUEST . 

- 

- 

- 

9,400 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

ION-ADD 

i  (  0) 

_ 

10.  OtSCAI^TlON  or  4A040SE0  CONSTRUCTION 


IMA;  One-story  reinforced  concrete  frame  and  masonry  building,  pile 
foundation  and  concrete  floor,  built-up  roof  on  insulated  preformed  roof 
panels,  bridge  cranes,  explosive-proof  wiring,  high  pressure  air  system, 
sprinkler  system,  air  conditioning,  security  fencing  and  lighting,  loading 
platforms,  lightning  mast  and  grounding  system,  access  road,  railroad, 
utilities. 

MAGAZINE;  One  earth-covered  reinforced  concrete  three-bay  magazine, 
loading  platform,  25-foot  wide  doors,  access  road,  railroad,  overhead 
cranes,  paved  apron,  security  lightingt  recessed  grounding  terminals  in 
floors,  intrusion  detection  system,  fire  protection  system,  utilities. 

TEST  CELL;  One-story  reinforced  concrete  building,  concrete  foundation 
and  floor,  built-up  roof,  fire  protection  system,  ventilation,  utilities; 
hoists;  access  apron. 


11.  REQUIREMENT:  35,730  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT;  Constructs  maintenance  and  storage  facilities  for  the  SEALANCE 
weapons  system,  provides  life-cycle  intermediate  level  maintenance  for 
introduction  into  the  Atlantic  Fleet.  (New  mission.) 

REQUIREMENT;  An  intermediate  level  maintenance  facility  to  accommodate  the 
SEALANCE  Fleet  introduction  schedule.  A  new  facility  with  dust,  humidity 
and  temperature  control  is  necessary  to  perform  assembly,  checkout  and 
maintenance  of  exercise  and  wsrshot  SEALANCE  weapons  for  the  Atlantic 
Fleet.  The  SEALANCE  is  an  advanced  digital  missile  developed  to 


*-  J 
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1.  COMPONENT 

NAVY 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

2  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  WEAPONS  STATION,  CHARLESTON,  SOUTH  CAROLINA 

|4.  PROJICT  TITLI 

I  SEALANCE  MISSILE  MAINTENANCE  FACILITY 

HI 

iSilXJHHHl 

11.  REQUIREMENT:  (Continued) 

support  the  SSN  637,  SSN  688  and  SSN  21  class  submarines.  Tha  S BALANCE 
missile  will  also  ba  deployed  on  DD  963,  CG  47  and  DOG  51  class  surface 
ships.  SEALANCE  will  deliver  the  high  performance  MX-50  torpedo  as  its 
payload  and  will  be  the  fleet's  primary  quick  reaction,  long  range  ASM 
weapon. 

CURRENT  SITUATION:  No  facilities  presently  exist  which  can  support  the 
Fleet  introduction  and  life-cycle  intermediate  maintenance  of  SEALANCE 
weapons.  The  weapons  must  be  assembled  during  the  production  years  as 
components  are  received  from  the  manufacturer. 

IMPACT  IF  NOT  PROVIDED:  Final  development  of  SEALANCE  will  not  be  possible 
and  introduction  into  the  fleet  and  Initial  Operating  Cycle  will  not  be 
achieved. 

12.  SUPPLEMENTAL  DATA: 

u.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

■  (d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  310  ) 

(b)  All  Other  Design  Costs . (  155  ) 

(c)  Total .  465 

(d)  Contract . (  400  ) 

(e)  In-house . (  65  ) 

(4)  Construction  start . . . . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PAiVIOUV  COITIONS  MAY  IK  USKD  INTf  ANALLY 
UNTIL  KXHAUtTCD 


PAOl NO 


1 .  COMPONENT  j 

|  FY  1991 

NAVY 

MILITARY  CONSTRUCTION  PROGRAM 

•2.  DATE 

3.  INSTALLATION  AMD  LOCATION 

<4.  COMMAND 

5.  AREA  CONST* 

1 

COST  INDEX 

MARINE  COMPS  RECRUIT  DEPOT, 

C0MMAN0AN1  OF  THE 

PARRIS  ISLAND,  SOUTH  CAROLINA 

MARINE  CORPS 

93 

6.  PERSJNNFL 
strength 

a.  AS  OF 
09/30/86 

b.  END  FY 

1994 


permanent 


SUPPORTED 


0FFIC8F  ENLISTED  CIVILIAN  OFFICE*  ENLISTED  CIVILIAN  OFFICE*  INLISTID  |  CIVILIAN 


TOTAL  ACREAGE  ( 

INVENTORY  TOTAL  AS  OF  30  SEP  98  . 

AUTHORIZATION  NOT  YET  IN  INVENTORY . 

AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

planned  in  next  three  program  years  .  .  .  . 

REMAINING  DEFICIENCY  . 

GRAND  TOTAL 


7.  INVENTORY  OATA  <$000> 


(  8.080) 


110.820 

4.820 

3.400 

7.300 

7.000 

84.510 

197.S5C 


a.  PROJECTS  REQUESTED  IN  THIS  PROGRAM; 

Caticofy 

CODE 

PROJECT  TITLE 

- . SCOPE  .. 

cov 

(*000 

DES'CK  STATUS 

STAR*  COMPLETE 

730  13 

CLOTHING  ISSUE  BUILDING 

35, €00  SP 

3.400 

li /BE  10/90 

TOTAL 

3.400 

9.  FUTURE 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
179.55  COMBAT  TRNG  POOL/TANK 
610.72  BATTALION  OPS  CENTER 
730.20  SECURITY  HEADOUARTERS 
TOTAL 

B  MAJOR  PLANNFD  NEXT  THREE  YEARS 
441.12  ORGANIC  STRG  BLDG 
722. 10  MESS  HALL 


LS 

15.39C  Sp 
6.510  SF 


LS 

32.000  Sp 


ON  OR  MAJOR  FUNCTIONS : 

To  exercise  operational  control  of  enlisted  recruiting  operation*  in  tne 
1st.  4ths  end  6th  Manna  Districts  tnrough  screening,  evaluation,  ve-'- 
fi cat  ion,  end  fiaid  supervision;  to  provlda  guidance  and  direction  on 
quality  control  natters  for  all  east  coast  enlisted  accessions  in 
accordance  with  standards  established  by  CMC;  to  provide  reception 
processing  and  recruit  training  for  enlisted  personnel  upon  their 
initial  entry  into  tne  Marine  Corps;  to  provide  training  of  recruits; 
to  conduct  senools  as  directed;  to  provide  rifle  and  pistol  marksmanship 
training  for  Marinas  stationed  in  tne  southeast  and  for  personnel  of  other 
services  as  requested;  and  to  conduct  training  for  reserve  Marines  es 
directed. 


pollution  abatement 

INSTALLATION  RESTORATION 
OCCUPATIONAL  SAPETY  AND  HEALTH  (OSK): 


DO  FORM  "JS90 
1MC76 


PAQE  NO.  57  6 


11.  COMfONENT 


NAVY _ 1  - 

3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  RECRUIT  DEPOT, 
PARRIS  ISLAND,  SOUTH  CAROLINA 

S.  PROGRAM  ELEMENT  I*.  CATfGORV  C 


0805796M 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


6.  CATSOORY  CODE 

7.  PROJECT  NUMBER  j 

730.13 

P-118  i 

A.  PROJECT  TITLE 

CLOTHING  ISSUE  BUILDING 

IT  NUMBER  [»'  PROJECT  COST  1*000) 


S.  COST  ESTIMATES 


CLOTHING  ISSUE  BUILDING . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  PEATURES . 

UTILITIES . 

l-AVING  AND  ’  TE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%) .  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


CONSTRUCTION 


U/M  QUANTITY 

UNIT 

COST 

COST 

(tOOO) 

SF  35,600 

75.00 

2,670 

- 

- 

400 

LS 

- 

(  110) 

LS 

(  70) 

LS 

- 

(  220) 

- 

- 

3,070 

- 

150 

- 

3,220 

“ 

- 

180 

- 

“ 

3,400 

-  (NO 

*-ADD) 

_ 

(  0) 

Two-story  steel  frame  building,  concrete  foundation  and  floors,  engineered 
fill,  masonry  walls,  single  ply  roof;  staging  area;  includes  space  for 
uniform  issue,  fitting  and  marking,  alterations,  dress  blue  uniform  issue, 
back-up  and  storage,  cash  sales,  office,  and  mechanical  equipment;  fire 

protection  system,  air  conditioning,  utilities. _ 

11.  REQUIREMENT:  37,400  SF.  ADEQUATE:  1,800  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Constructs  a  clothing  issue  and  retail  facility.  (Current 
mission.) 

REQUIREMENT:  Adequate  facility  to  house  all  functions  necessary  to  issue, 
alter,  and  sell  uniforms  to  recruit  and  permanent  personnel.  The  recruit 
uniform  issue  area  must  be  able  to  accommodate  a  320-man  recruit  series, 
and  this  same  requirement  exists  for  the  fitting  and  marking  areas.  The 
alteration  shop  requires  an  area  to  support  a  work  force  of  55  employees. 

The  cash  sales  area  will  service  more  than  2,500  permanent  personnel  at 
Parris  Island,  and  360  Marines  from  the  Marine  Barracks,  Charleston.  The 
onboard  recruit  population  varies  seasonably  between  3,500  and  9,000 
persons. 

CURRENT  SITUATION;  Uniforms  for  recruits  and  permanent  personnel  are 
issued,  sold,  fitted,  and  altered  in  two  inadequate,  metal  buildings. 

These  buildings  were  constructed  in  1952  as  warehouses  and  are  virtually 
uninsulated.  Both  are  cold  and  waate  heat  in  the  winter  and  are  unbearably 
hot  in  the  summer,  with  temperatures  sometimes  exceeding  112°  F.  The 
design,  materials,  and  construction  of  these  buildings  prevent  any 
economical  alterations  to  make  them  adequate.  (Continued  on  DD  1391c) 
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f  AlVIOUf  tOITlONt  MAY  Bl  USIO  INTI  ANALLY 

UNTIL  ixhauitio 


1.  COMPONENT 

NAVY 

FY  19_!LmIIITARY  CONSTRUCTION  PROJECT  DATA 

2  DATE 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  RECRUIT  DEPOT,  PARRIS  ISLAND,  SOUTH  CAROLINA 

|4.  PROJECT  TITLE 

3.  PROJECT  NUMEEfi  j 

CLOTHING  ISSUE  BUILDING 

P-118 

1 

11.  REQUIREMENT:  (Continued) 

IMPACT  IF  NOT  PROVIDED;  Uniforms  will  continue  to  be  issued  and  sold  in 


sheet  metal  warehouses  which  waste  energy,  are  hot  and  humid  in  summer, 
-cold  and  damp  in  winter,  and  have  already  outlived  their  useful  life 
expectancy. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started.... . .  11-88 

(b)  Percent  Complete  as  of  January  1990 . . .  100 

(c)  Date  Design  35%  Complete.. .  1-39 

(d)  Date  Design  Complete . . .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ( SO 00 ) 

(a)  Production  of  Plans  arid  Specifications . (  215  ) 

(b)  All  Other  Design  Costs . (  10  ) 

(c)  Total .  225 

(d)  Contract . (  10  ! 

(e)  In-house . . . . (  215  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  Rl  U3fO  INTERNALLY 
kXHAUlTIO 


*A0i  NO* 


1.  COMPONENT 


2.  DATE 

FY  1891  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

I  _ 

3.  installation  and  location !a.  command  s.  area  constr. 


l  cost  index 

NAVAL  AIR  STATION,  j  CHIEF  OF  NAVAL 

CORPUS  CHRISTI.  TEXAS  I  EDUCATION  AND  TRAirJING  .98 


6.  PERSONNEL 

strength 

PERMANENT 

STUDENTS 

SUPPORTED 

a.  AS  OF 

OFFICER 

CNllSTiO  ' 

'  CIVILIAN 

L 

OFFICER  j 

INLISTCD 

civilian 

OFFICER 

ENLISTED 

|  CIVILIAN 

Oft/SO/88 

B.  END  FY 

313 

977 

563 

469 

! 

0 

0 1 

0 

0 

0 

2322 

1894 

346 

!  1 169 

563 

-4MJ 

_ Lu 

0  1 

0  1 

0  : 

_ 1 

0 

2466 

7.  INVENTORY  DATA  1(0001 


*.  TOTAL  ACREAGE  (  4.401) 

P.  INVENTORY,  TOTAL  AS  OF  30  SEP  98  .  138,280 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY  .  3.830 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  4.700 

t.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  0 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  1,760 

(J.  REMAINING  DEFICIENT .  26.570 

n.  GRAND  TOTAL .  176,140 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COST 

DESIGN 

STATUS 

CODE 

PROJECT  title 

SCOPE 

(SOOOl 

S’ART 

COMPLETE 

136 ■  10 

airfield 

total 

LIGHTING 

LS 

- 

4 . 70C 

4 . 70C 

11/86 

01/90 

9,  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

p.  MAJOR  PLANNED  NEXT  THRE.  YEARS: 

721.11  BACH  ENL  QTRS  IMPROVES  LS  1.360 

821.22  BOILER  plant  phase  II  LS  40C 


10.  MISSION  OR  major  FUNCTIONS. 

Maintain  ana  operate  facilities  ana  provide  services  and  materials  in 
support  of  Basic  ano  advanced  Navy  pilot  training  in  propel Ipr  aircraft 

Coast  Guard  Training  Wing  Four 

Corpus  Chr i st i  Army  Depot  Three  Training  Sauadrons 
Chief  of  Naval  Air  Training 


1 1 .  outstanding  pollution  ANO  safety  deficiencies : 

A:  POLLUTION  ABATEMENT 

B  INSTALLATION  RESTORATION 
C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(SOOO) 

0 

0 

0 


I 


00  FORM  1390 
10EC76 


PAGE  NOJ  jyC. 


1.  COMPONENT 


2.  DATE 


FY  i9_aL  military  construction  project  data 


NAVY _ 1 _ 

J.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION, 


A.  PROJECT  TITLE 


CORPUS  CHRISTI.  TEXAS _ 

_ AIRFIELD 

LIGHTING 

8.  PROGRAM  ELEMENT  | 

6.  CATEGORY  CODS 

7  PROJECT  NUMtIR  | 

t.  PROJECT  COST  ($003) 

Q80S796N _ 

136.10 

_ P-270 _ 

_ LOflfi _ 

>.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

AIRFIELD  LIGHTING  . 

LS 

- 

- 

4,240 

SUBTOTAL . 

- 

- 

- 

4,240 

CONTINGENCY  <5%) . 

- 

- 

210 

TOTAL  CONTRACT  COST  . 

- 

- 

4,450 

SUPERVISION,  INSPECTION  AND  OVERHEAD.  (5.51) 

- 

- 

- 

250 

TOTAL  REQUEST  . 

- 

- 

4,700 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

(  0) 

10.  DESCRIPTION  op  PROPOSEO  cbNSTRUcVlON 


Inr-tall  concrete  encased  conduit,  hand  holes,  roan  holes,  airfield  lighting 
fixtures,  electric  power  vault,  transformers  and  switchgear;  removal  of 
direct  burial  conduit,  light  fixtures,  vault. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Installs  a  modern  airfield  lighting  system.  (Current  mission.) 
REQUIREMENT!  A  reliable  anci  effective  airfield  lighting  system  for  flight 
safety  at  night  and  during  hours  of  reduced  visibility. 

CURRENT  SITUATION:  The  existing  25  year-old  airfield  lighting  system 
employs  direct  burial  cable.  The  original  switches  are  deteriorated  and 
unreliable,  creating  a  safety  hazard.  Airfield  lighting  failures  have 
contributed  to  accidents,  such  as  a  pilots  running  off  the  airfield 
pavement  during  taxiing  mansuvers.  Airfield  lighting  failures  have  also 
resulted  in  C-5A  aircraft,  ./std  to  deli’-er  and  transport  Army  helicopters 
and  supplies,  being  diverted  to  other  outlying  airports  at  additional 
cost*.  The  existing  vault  is  also  in  very  poor  condition  and  too  small  to 
adequately  house  updated  regulators,  switchgear,  and  standby  generating 
equipment. 

IMPACT  IF  NOT  PROVIDED:  The  lighting  system  will  continue  to  deteriorate 
and  become  more  difficult  to  maintain  for  a  fully  operational  state.  The 
effectiveness  of  the  aviation  training  programs  will  be  diminished. 


(Continued  on  DD  1391c) 
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PREVIOUS  EOITIONS  MAY  SE  USED  INTERNALLY 
UNTIL  exhausted 


PAGE  PYO.  ^ 


1 1.  COMPONENT 


FY  19il  MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY  J  1  *  nn  i  vvi9w  i  nwv  •  iv 

3.  INSTALLATION  ANO  LOCATION  ’  JT.T 

NAVAL  TECHNICAL  TRAINING  CENTER  DETACHMENT 
LACKLAND  AIR  FORCE  BASE,  TEXAS _ ]_J 

S.  PROGRAM  CLCMfiNT  t.  CATCQOft V  CODE  7.  MOJICT  Ml. 

0804796N _ 721.11 _ P-002 

_  *.  corr  ItTIMAKt 


SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  .  .  . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.  Si).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


«.  T*OJ«CT  TITLf 


».  *«OJtCT  COST  (SOOOI 


11,800 


U/M  QUANTITY 

UNIT 

COST 

COST 

<•000) 

"ST-  144,000 

SS.oO 

— r,-j6ir 

- 

• 

1,290 

LS 

- 

(  250) 

LS 

- 

(  210) 

LS 

- 

(  340) 

LS 

- 

(  490) 

- 

10,650 

- 

530 

- 

11,180 

- 

- 

620 

- 

- 

11,800 

-  (NO 

1 

I-ADD) 

1 

(  0) 

10.  DESCRIPTION  OS  .SO.OSE 0  CONStnucYlON  “  - - - - 

Four  three-story  reinforced  concrete  frame  buildings  with  drilled  pier 
foundations,  two  one-story  reinforced  concrete  frame  buildings  with 
concrete  mat  foundations,  concrete  floors,  masonry  walls,  standing  seam 
metal  roof  systems,  fire  protection  systems,  air  conditioning,  utilities; 
171  two-bedroom  modules  with  private  bathrooms,  lounges,  laundry,  storage, 
vending,  mechanical  equipment;  demolition  of  six  buildings. 

Grade  mix:  684  E1-E4.  Total:  684. 


11.  REQUIREMENT:  684  PN.  ADEQUATE:  0  PN.  SUBSTANDARD:  0  PN. 

PROJECT:  Provides  adequate  billeting  for  684  enlisted  Navy  students 
assigned  to  the  physical  security  training  center,  (Current  mission.) 
REQUIREMENT:  Adequate  housing  for  684  Navy  students  undergoing  training  in 
physical  security.  Increasing  levels  of  terrorism  and  radical  activities 
have  dictated  improved  training  in  all  aspects  of  security  for  Naval 
personnel  and  Navy  assets.  Training  is  planned  at  this  location  to  take 
advantage  of  existing  Air  Force  facilities  and  courses  of  instruction  in 
physical  security. 

CURRENT  SITUATION:  The  Air  Force  has  no  berthing  spaces  available  for  Navy 
uae. 

IMPACT  IF  NOT  PROVIDED:  Students  will  not  be  assigned  to  the  facility,  or 
will  be  housed  in  commercial  spaces  st  significantly  higher  costs. 

Training  capabilities  will  be  derogated  and  the  potential  for  political 
embarrassment  and  significant  real  damage  will  continue. 

(Continued  on  DD  139^0 
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PREVIOUS  COITIONS  MAY  tC  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

7  OATt 

3.  INSTALLATION  AND  LOCATION 

NAVAL  TECHNICAL  TRAINING  CENTER  DETACHMENT,  LACKLAND  APB, 

TEXAS 

|4.  AAOJtCT  TITLI 

■.  JACJtCT  NUM3KA  1 

|  BACHELOR  ENLISTED  QUARTERS 

P-002 

12 .  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.') 


(1)  Status: 

(a)  Date  Design  Started . 7-86 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35t  Complete .  11-86 

(d)  Date  Design  Complete .  12-87 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . ( _ S60  ) 

(b)  All  Other  Design  Costs . (  i  2 ?  ) 

(c)  Total . . .  681. 

(d)  Contract . . (_  .0  ) 

(e)  In-house . ( _ 'J>_J 

(4)  Construction  start . . . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  1391c 


PRKVIOUS  COITION*  MAY  §f  USCO  INTI  ANALLY 

until  kxhaustso 


AAOI  NO... 


1 .  COMPONENT  , 

|  FY  ,991 

NAVY 

MILITARY  CONSTRUCTION  PROGRAM 

IS.  DATE 

3.  INSTALLATION  AND  LOCATION 

i4.  COMMAND 

-5.  AREA  CONSTR. 

1 

COST  INDEX 

HEADQUARTERS  MARINE  CORPS. 

|  COMMANDANT  OF  THE 

, 

ARLINGTON.  VIRGINIA 

|  MARINE  CORPS 

1 .04 

«.  PERSONNEL 
STRENGTH 

a.  AS  OF 

OS/30/16 
to.  END  FY 
1994 


PERMANENT 


SUPPORTED 


a.  TOTAL  ACREAGE  ( 

to,  INVENTORY  TOTAL  AS  OF  30  SEP  ••  . 

c.  AUTHORIZATION  NOT  yet  in  inventory . 

to.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

•-  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f,  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0-  remaining  deficiency  .  .  .  . 

h.  GRAND  TOTAL 


7.  INVfNTORY  DATA  ($000) 


(  21 ) 


26 , 9B0 

3.020 

2.600 

0 

1.090 

36.550 

70.440 


PROJECTS  REQUESTED  IN  THIS  PROGRAM; 


Category 

code 


PROJECT  TITLE 


GENERAL  PURPOSE  WAREHOUSE 

total 


36.500  SF 


DESIGN  STATUS 
START  I 


09/66  02/90 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

610.10  HEADQUARTERS  BUILDING  LS  1.090 


ION  OR  MAJOR  FUN _ 

Provide  lounn'itnt w#  support  for:  chargeatole  and  attached  Mar>nt  Corps 
personnel  assigned  within  the  Washington  Metropolitan  Area  to  Headquarters 
Marina  Corps,  othar  departments  and  agancias  of  tne  federal  govarnment  anc 
joint  schools:  not  chargeable  and  attached  to  Marine  Corps  personnel 
assignee  witnm  tne  wasnington  Metropolitan  Area  to  duty  under  instruction 
tion,  awaiting  separation  ana  casuals  who  are  either  awaiting  assignment 
or  transportet ion,  in  a  disciplinary  status,  or  who  are  hospitalized; 
provide  administrative  use  aircraft  support  for  the  Commandant  of  tne 
Marine  Corps  and  a  aircraft  support  for  proficiency  flying  requl rements ; 
provide  administrative  use  motor  vehicle  and  traffic  management  (freight 
and  housrhold  goods)  advisory  support  for  Headquarters  Marine  Corps;  and 
provide  Marine  Corps  security  forces  for  the  Navy  Department  in  the 
Washington  Metropolitan  Area. 


POLLUTION  ABATEMENT 
installation  RESTORATION 
occupational  safety  AND  HEALTH  (OSH): 


OD  FORM  1390 
1DEC76 


PAGE  NO.  -V 


t . COMPONENT 

NAVY 


FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  INSTALLATION  ANO  LOCATION 

HEADQUARTERS  MARINE  CORPS, 
ARLINGTON,  VIRGINIA 


4.  PROJECT  TITLE 


GENERAL  PURPOSE  WAREHOUSE 


S.  PROGRAM  ELEMENT 


0901296M 


7.  PROJECT  NUMBER 

B.  PROJECT  COST  (SOOO) 

P-006 

2,800 

t.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

<$000) 

GENERAL  PURPOSE  WAREHOUSE . 

SF 

36,500 

1,760 

BUILDING  . 

SF 

36,500 

44.00 

(1,620) 

BUILT-IN  EQUIPMENT  . 

LS 

“ 

- 

(  140) 

SUPPORTING  FACILITIES.  . . 

- 

• 

770 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  400) 

MECHANICAL  UTILITIES  . 

LS 

- 

(  200) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  170) 

SUBTOTAL  . 

- 

“ 

2,530 

CONTINGENCY  (5»)  . 

- 

- 

120 

TOTAL  CONTRACT  COST . 

- 

- 

2,650 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

- 

- 

150 

TOTAL  REQUEST . 

- 

- 

2,800 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

JON-ADD 

i  (  0) 

10.  DESCRIPTION  OF  PROPOSEO  CONSTRUCTION 


One-story  steel  frame  warehouse  building,  concrete  foundation  and  floor, 
masonry  walls,  builtTup  roof,  18-foot  stacking  height,  elevator,  electronic 
utility  monitoring  system,  special  security  areas,  loading  docks,  vehicle 
wash  platform,  forklift  charging  station,  rack-mounted  fire  protection 
system,  air  conditioning,  utilities. 


11.  REQUIREMENT:  36,500  SF,  ADEQUATE:  0  SF.  SUBSTANDARD:  _0_  SF. 

PROJECT:  Constructs  storage  facilities  to  house  and  consolidate  logistics 
service  support  for  headquarters  Marir.e  Corps  organizations  and  assigned 
military  personnel  in  the  Washington  Capital  Region.  (Current  mission.) 
REQUIREMENT:  Adequate  facilities  to  execute  the  Marine  Corps  mission  of 
Headquarters  Battalion  in  the  Washington  DC  area  as  regards  organic  supply 
and  warehousing  functions.  Modernization  and  upgrading  of  Henderson  Hall 
(HH)  facilities  commenced  in  1980  and  is  on-going.  This  project 
complements  the  previous  project  and  sustains  steady  progress  toward 
conversion  of  HH  into  a  modern,  efficient  installation  capable  of 
collectively  satisfying  the  ever-escalating  service  needs  of  Headquarters 
Marine  Corps  and  manifesting  the  high  standards  of  the  Corps  to  the  public. 
CURRENT  SITUATION:  Existing  facilities  are  inadequate,  unsafe, 
inefficient,  and  uneconomical  to  operate  given  present  mission  demands  and 
anticipated  future  contingencies. 


DD 


FORM 
1  DEC  7A 


1391 


(Continued  on  DD  1391c) 


rage  no.  c  G 


UN  0102  IF  0013*10 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


FTcOMPONtNT 


a.  oAti 


FY  19.1LMILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  and  location 

HEADQUARTERS  MARINE  CORPS,  ARLINGTON,  VIRGINIA 

4.  PHOJICT  TITLE 

5.  t NOJKCT  NUMICfl 

GENERAL  PURPOSE  WAREHOUSE 

P-006 

11.  REQUIREMENT:  (Continued) 

IMPACT  IP  WOT  PROVIDED:  Supply  end  warehouse  mission  effectiveness  will 
be  seriously  impaired.  Degraded  support  capabilities  of  HH.  Increased 
costs  and  inefficiencies  will  be  experienced  as  a  result  of  warehouse 
space  leasing,  detached  operations,  and  fccility  upgrades  to  comply  with 
fire  and  safety  standards  in  existing  facilities. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  9-86 

(b)  Percent  Complete  as  of  January  1990 .  90 

(c)  Date  Design  35*  Complete . 2-87 

(d)  Date  Design  Complete .  2-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  =  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . . . (  160  ) 

(b)  All  Other  Design  Costs . (  60  ) 

(c)  Total .  220 

(d)  Contract . (  190  ) 

(e)  In-house . .....(  30  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


i 


nn  form  mm  previous  coition*  may  be  used  internally 

Uu  '  DEC  76  109  1C  UNTIL  EXHAUSTED 

*/htiaa-iF4oi-9ti« 


PAQt  Ng. 


1.  COMPONENT  I  2.  DATE 


1  FY  is9i  MILITARY  CONSTRUCTION  PROGRAM 

NAVY  j 


3.  installation  and  location 

MARINE  CORPS  OETACHMENT , 

CAMP  ELMORE.  VIRGINIA 

4,  COMMAND 

COMMANOANT  OF 
MARINE  CORPS 

THE 

i5' 

1 

I 

_ -  1 

area  constr. 

COST  INDEX 

.92 

6.  PERSONNEL 

PERMANENT 

STUOENTS 

SUPPORTED  ! 

STRENGTH 

TOTAL 

OFF 1 CIS 

ENLISTED 

CIVILIAN 

OFFICES 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

a.  AS  OF 

09/30/88 

141 

€14 

5 

0 

0 

0 

0 

0 

0 

760 

b.  END  FY 

| 

1994 

10 

150 

5 

0 

0 

0 

187 

_ !!!_ 

108 

967 

7.  INVENTORY  DATA  <90001 


а.  total  ACREAGE  (  16) 

б.  INVENTORY  TOTAL  AS  OF  30  SEP  SB .  B.770 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  6,SS0 

a,  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  2. 850 

AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  0 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  6.200 

0.  REMAINING  DEFICIENCY .  7,730 

n.  GUANO  TOTAL .  32,500 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 

PROJECT  TITLE 

SCOPE 

COST 

(tOOOi 

DESIGN 

START 

STATUS 

complete 

610. 10 

OPERATIONS 

TOTAL 

CENTER 

22.710  SF  __ 

2.850 

2.850 

06/87 

01/90 

9,  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

610.10  ADMINISTRATIVE  BLDG  96.480  SF  6.200 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provla*  facilities  to  support  Haadquartars .  Flaat  Mari'!*  *orca,  Atlantic 
and  such  othar  units  as  may  bt  assignad  and  to  provia#  disbursing  support 
to  commands  at  Camp  Elmora;  Marina  Barracks,  Norfolk.  Virginia;  and 
Marina  Datachmant,  Commandar  in  Chiaf,  Atlantic  Flaat 

11.  outstanding  Pollution  and  safety  deficiencies:  isooo) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


PAGE  NO.  '  3  8  8 


DO  FORM  1390 
1DEC76 


1.  COMPONENT 


NAVY 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  DETACHMENT, 
VIRGINIA 


6.  PROGRAM  ELEMENT 


FY  19  Ji. MILITARY  CONSTRUCTION  PROJECT  DATA 


4.  PROJECT  TITLE 


7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($000) 

P-801 

2,850 

B.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT  | 
COST 

OPERATIONS  CENTER . 

SF 

22,710 

- 

BUILDING  . 

SF 

22,710 

75.00 

BUILT-IN  EQUIPMENT  . 

LS 

SUPPORTING  FACILITIES . 

- 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

ELECTRICAL  UTILITIES  . 

LS 

- 

MECHANICAL  UTILITIES  ....  . 

LS 

- 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

SUBTOTAL  . 

-  | 

- 

- 

CONTINGENCY  (5%)  . 

- 

- 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

TOTAL  REQUEST . 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-(NO 

ADD) 

COST 

($000) 

l 

,780 

(i 

,700) 

( 

80) 

790 

( 

50) 

( 

130) 

( 

160) 

( 

450) 

l  Li-  L/  R  Ow  n  ir  i  i  w  it  vr  r  n  w  r  wo  cw  vwno  ■  nuw  <  I  WIT 

Two-stcry  reinforced  concrete  and  masonry  building,  pile  foundation, 
concrete  floors,  brick  facing,  built-up  roof  over  insulation  on  meta) 
decking,  administrative  and  armory  spaces,  security  fencing  and  lighting, 
intrusion  detection  system,  fire  protection  system,  air  conditioning, 
emergency  generator,  vault,  utilities. 

II'  tJ;QUIR£WENT:  iif710  SF-  ADEQUATE:  (TsF.  SUBSTANDARD:  0  SF. - 

Constructs  an  administrative  building  to  establish  a  consolidated 
D^or1,?oI.!^Phibl'OU3  Brigade  I”*0*  operations  center.  (Current  mission.) 
REQUIREMENT:  An  adequate  administrative  building  to  accommodate 
consolidating  the  headquarters  functions  of  the  newly  reorganized  and 
expanded  4th  MAS  headquarters.  The  mission  of  the  Headquarters,  4th  MAB, 
leet  Marine  Force  Atlantic,  is  to  provide  the  command  element  for  a 
brigade-sized  Marine  task  force  of  integrated  ground  combat,  aviation 
combat,  and  combat  service  support  forces.  This  organization  has  grown 
from  a  nucleus  planning  staff  of  61  Marine  and  Navy  officers  and  enlisted 
personnel  to  a  fully  operational  Marine  air-ground  task  force  headquarters 
o  approximately  166  personnel,  including  an  integral  headquarters  and 
service  company,  it  provides  the  command,  control,  and  coordination 
capability  essential  for  effective  planning  and  execution  of  exercise  and 
contingency  operations  for  a  force  of  10,000  to  17,000  Marines. 


(Continued  on  DD  1391c) 


DDl  OEC  T.1 

vh  oiorip  ooi-»io 


1391 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 
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1.  COMPONENT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATF. 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  DETACHMENT ,  CAMP  ELMORE,  VIRGINIA 

|4.  PROJECT  TITLE 

a.  PROJECT  NUMBER  j 

j  OPERATIONS  CENTER 

P-801 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  The  headquarters  functions  are  housed  in  spatially  and 


functionally  inadequate  buildings  scattered  over  a  distance  of  three 
miles.  As  the  staff  expanded,  it  was  necessary  to  find  additional  work 
spaces.  Presently,  the  headquarters  functions  are  located  in  five 
different  locations.  Headquarters  and  headquarters  administrative  support 
are  located  at  two  sites,  and  motor  transport,  supply,  and  the  armory  are 
at  three  other  sites.  When  the  MAB  is  fully  expanded,  these  sites  will 
accommodate  the  26  functional  sections  of  general  and  special  staff  of  the 
headquarters,  and  a  portion  of  the  eight  functional  sections  of  the 
headquarters  and  service  company. 

IMPACT  IF  NOT  PROVIDED:  Lack  of  adequate  and  consolidated  work  spaces 
results  in  severe  coordination  and  communication  problems,  inefficient 
utilization  of  resources,  and  loss  of  valuable  time.  The  ability  to 
accomplish  the  assigned  missions  will  continue  to  be  degraded  resulting  in 
reduced  operational  readiness. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 6-87 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Has  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  (S000) 

(a)  Production  of  Plana  and  Specifications . (  160  ) 

(b)  All  Other  Design  Costs . (  100  ) 

(c)  Total . . . . .  260 

(d)  Contract . (  210  ) 

(e)  In-house . (  50  ) 

(4)  Construction  start. .  12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


PORM  mm  PREVIOUS  EDITIONS  MAT  IE  USED  INTERNALLY 

W  1  DEC  TS  Iw9  1C  UNTIL  EXHAUSTED 
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paoe  no:  ^  o  (j 


f 


1 .  COMPONENT 

NAVY 


j  2 .  DATE 


FY  199  \  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

NAVAL  SPACE  SURVEILLANCE  SYSTEM, 
DAHLGREN.  VIRGINIA 


4.  COMMAND 


CHIEF  OF  NAVAL 
OPERATIONS 


5.  AREA  CONSTR. 
I  COST  INDEX 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 
1894 


PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

.  . 

21 

25 

146 

0 

0 

0 

0 

0 

o 

192 

16 

36 

171 

0 

o 

0 

0 

0 

0 

245 

7.  INVENTORY  DATA  ($000) 


( 


TOTAL  ACREAGE 

INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

AUTHORIZATION  NOT  YET  IN  INVENTORY . 

AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

REMAINING  DEFICIENCY . 

GRAND  TOTAL  . 


2,  193) 


13,270 

O 

9.800 

0 

O 

0 

23,070 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COPE 


143. 17 


PROJECT  TITLE 


SCOPE 


SPACE  SURVEILLANCE  CTR 
TOTAL 


31,000  SF 


COST 

POOP' 


DESIGN  STATUS 
START  COMPLETE 


9.800 


11/88  12/89 


9.800 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

To  maintain  a  constant  turval 1 lince  of  spaca  and  provide  satellite  data 
as  directed  by  the  CNO  and  higher  authority  to  fulfill  Navy  and  National 
requi rements . 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES : 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


( $000) 
0 
0 
0 


OD  FORM  1390 
1DEC76 


i»A<3E  NO.  *  39 


1 1 , COMPONENT 


FY  19_ai.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SPACE!  SURVEILLANCE  SYSTEM, 


4.  RROJSCT  TITLE 


IS.  RROGRAM  ELEMENT 


».  CATEGORY  CODE 


T.  PROJECT  NUMBER 


IS.  PROJECT  COST  (S000) 


».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

SPACE  SURVEILLANCE  CENTER . 

SF 

51,000 

7,120 

bUILDING  .  . . 

SF 

51,000 

104.00 

(  5,320) 

BUILT-IN  EQUIPMENT  .....  . 

LS 

- 

- 

(  1,800) 

SUPPORTING  FACILITIES . 

- 

- 

(  1,730) 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  830) 

MECHANICAL  UTILITIES  . 

LS 

- 

- 

(  240) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  660) 

SUBTOTAL  . 

- 

- 

- 

8,850 

CONTINGENCY  (5%)  . 

- 

- 

- 

440 

TOTAL  CONTRACT  COST . 

- 

- 

- 

9,290 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  . 

- 

- 

- 

510 

TOTAL  REQUEST . 

- 

- 

9,800 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

10.  DESCRIPTIC.J  OF  PROPOSED  CONSTRUCTION  " 

-  ( 

NON-ADO 

) (23,000) 

Two-story  steel  frame  building,  reinforced  concrete  spread  foundation, 
concrete  floors,  masonry  walls  with  brick  facing,  insulated  built-up  roof, 
TEMPEST  shielding,  high-altitude  electromagnetic  pulse  (HEMP)  protected 
core,  computer  flooring,  elevator,  emergency  generators,  electric  power 
subr'ation,  fire  protection  system,  utilities,  air  conditioning;  several 
areas  constructed  to  Secret  Compartraented  Information  Facility  (SCIF) 
standards;  chilled  demineralized  water  system. 


11.  REQUIREMENT:  51,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  a  space  surveillance  center  including  an  alternate 
space  defense  operation's  center  (ASPADOC).  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  to  accommodate  a 
constant  surveillance  of  space  and  to  provide  satellite  data  to  fulfill 
Navy  and  national  requirements.  The  Naval  Space  Surveillance  System 
(NAVSPASUF.)  supports  the  operating  forces  by  providing  orbital  element?,, 
vulnerability  data,  operational  intelligence,  and  other  space-object 
related  information  to  fleet  units.  NAVSPASUR  also  supports  the  Space 
Command  (SPACECOM) ,  Space  Defense  Operations  Center  (SPADOC) ,  by  serving  as 
the  alternate  Space  Surveillance  Center  (SSC)  capable  of  providing  the  full 
range  of  SSC  products,  functions,  and  responsibilities,  operating  and 
maintaining  in-house  computer  facilities  required  to  perform  orbital  and 
celestial  mechanics  computations,  operating  a  telecommunications  center, 
operating  a  Space  Intelligence  Communications  (SPINTCOMM)  Center  to  provide 
special  purpose  communication  services.  (Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
.  UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 

FY  1fl_!i_MIUTARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  SPACE  SURVEILLANCE  SYSTEM,  DAHLGREN,  VIRGINIA 

|4,  PROJECT  TITLE 

S.  PROJECT  NUMBER  1 

SPACE  SURVEILLANCE  CENTER 

p- 

249 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  NAVSPASUR  occupies  grossly  overcrowded,  non-ccnuiguous 
spaces  on  three  different  levels  of  a  building  constructed  in  1941.  A 
waiver  for  automated  data  processing  (ADP)  security  is  currently  in  force 
to  permit  classified  ADP  operations.  The  area  immediately  surrounding  the 
building  has  become  the  center  of  the  host's  personnel  support  complex. 
Expansion  of  the  building  is  not  practical  and  prohibitively  expensive 
modifications  would  be  necessary  to  accommodate  the  planned  assumption  of 
information  processing  at  classification  levels  above  SECRET. 

Additionally,  NAVSPASUR  requires  and  will  receive  new  computer  equipment  in 
1993  and  1994,  and  modernized  graphic  displays  and  operations  consoles  to 
enhance  command  and  control  functions.  NAVSPASUR  has  been  assigned  new 
mission  functions  resulting  in  an  approved  personnel  growth  from  144  to  201 
by  1991.  This  increase  in  staff  cannot  be  accommodated  in  the  present 
inadequate  facilities. 

IMPACT  IF  NOT  PROVIDED;  NAVSPASUR  will  continue  to  carry  out  its  present 
missions  in  overcrowded,  inefficient,  and  inadequate  spaces  with  a 
continuing  security  risk.  NAVSPASUR  will  be  unable  to  carry  out  the 
current  SPADOC  mission  or  the  new  classified  missions.  Significant  fleet 
support  capabilities  and  opportunities  will  be  lost. 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Flanning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35%  Complete . . 

(d)  Date  Design  Complete . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design;  Ves _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  670  ) 

(b)  All  Other  Design  Costs . (  220  ) 

(c)  Total . . .  890 

(d)  Contract . (  780  ) 

(e)  In-house . (  110  ) 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  0E  UttO  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO.  ' 


HH 

FY  19_2LMILITARY  CONSTRUCTION  PROJECT  DATA 

_ 

a.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  SPACE  SURVEILLANCE  SYSTEM,  DAHL3REN,  VIRGINIA 

4.  PROJECT  TITLE 

5.  PROJECT  NUMtER 

SPACE  SURVEILLANCE  CENTER 

p- 

■249  i 

12.  SUPPLEMENTAL  DATA:  (Continued) 


(4)  Construction  start . . 1-91 _ 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Fiscal  Year 

Procuring  Appropriated 

Appropriation  or  Requested 


Cost 

($000) 


Miscellaneous  OPN  1992-1994  23,000 

technical  and 
operational 
intelligence 
communications 
equipment 


DD 1  or"  7«  1391c 


PREVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 

until  exhausteo 


page  no.  ‘4 


i/Nom-Lp-ooi-nit 


1.  COMPONENT 


3. 


;  FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 


installation  and  location |a.  command 

i 

FLEET  COMBAT  DIRECTION  SYSTEMS  SUPPORT  \  NAVAL  SEA  SYSTEMS 

activity,  dam  neck,  virsinia  command 


2  . 


15. 

i 


DATE 


AREA  CONSTR. 
COST  INDEX 

.92 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

OFFICES 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

44 

70 

238 

0 

0 

c 

0 

0 

352 

1994 

49 

105 

250 

0 

0 

0 

0 

0 

0 

404 

7.  INVENTORY  DATA  iJOOO) 
a.  TOTAL  ACREAGE  TENANT  OF  FCTCLANT 


b.  INVENTORY  TOTAL  AS  OF  30  SEP  88 .  0 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  0 

a.  authorization  reouested  in  this  program  .  6,330 

a.  authorization  included  in  following  program  .  o 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  0 

0.  remaining  deficiency .  o 

h.  GRAND  TOTAL .  6,330 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COST 

DESIGN 

STATUS 

CODE 

PROJECT  TITLE 

SCOPE 

(SOOOl 

START  ' 

COMPLETE 

143.40 

COMPUTER  PROG  OPS  CTR  AODN 

TOTAL 

43,820  SF  _ 

6.330 

6 . 330 

11/88 

01/90 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


1C.  MISSION  OR  MAJOR  FUNCTIONS: 

To  plan,  otsign,  construct .  and  test  and  dal  iver  ComDat  Direction  System 
tactical  computtr  programs  for  the  Operating  Forces;  to  corract.  update, 
modify,  enhance  and  distribute  operational  ana  training  programs  in 
accordance  with  evolving  fleet  reaui rements ;  to  provide  ancilielry 
computer  programs  in  support  of  computer  program  development  and  main- 
tainence;  and  to  provide  technical  assistance  and  computer  programs  to 
the  Shore  Establishment. 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


($0001 

0 

O 

0 


1 . COMPONENT 


NAVY 


FV  1911.  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  and  location  |4.  project  TITLE 

I  FLEET  COMBAT  DIRECTION  SYSTEMS  SUPPORT  COMPUTER  PROGRAMMING 


ACTIVITY,  DAM  NECK 

,  VIRGINIA 

OPERATIONS  CENTER  ADDITION  | 

5.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  <$000) 

0702896N 

143.40 

P-983 

6,330 

9.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

COMPUTER  PROGRAMMING  OPS  CENTER  ADDITION  .  . 

5F 

43,&20 

- 

4,970 

BUILDING  ADDITION . 

SF 

43,820 

71.00 

(  3,120) 

BUILT-IN  EQUIPMENT  .  . . 

LS 

- 

1  1,850) 

SUPPORTING  FACILITIES . 

- 

- 

740 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  280) 

ELECTRICAL  UTILITIES  .  ..... 

LS 

- 

- 

(  230) 

MECHANICAL  UTILITIES  . 

LS 

- 

(  70) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  100) 

SUBTOTAL  . 

- 

5,710 

CONTINGENCY  (5%)  . 

- 

- 

290 

TOTAL  CONTRACT  COST . 

6,000 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

- 

- 

330 

TOTAL  REQUEST . 

- 

6,330 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

S'DN-ADD 

I  (20,000) 

to.  DESCRIPTION  Ot  »A0*6SEO  CONSTtiUCtlON 


Two-story  reinforced  concrete  frame  and  masonry  building  addition,  pile 
foundation,  built-up  roofing,  computer  flooring,  emergency  generator, 
grounding,  radio  frequency  shielding,  uninterruptible  power  supply, 
intrusion  detection  system,  fire  protection  system,  air  conditioning, 
utilities. 

IE  REQUIREMENT;  116,420  SF.  ADEQUATE;  72,600  sfl  SUBSTANDARD:  0  SF. 
PROJECT;  Constructs  addition  to  computer  programming  operations  center. 
(Current  mission.) 

REQUIREMENT;  Adequate  space  to  house  additional  equipment  and  personnel  in 
support  of  the  growing  number  of  ships  to  be  equipped  with  advanced  combat 
direction  systems  by  1990.  Presently,  about  500  advanced  combat  direction 
systems  are  operational.  Ultimately,  some  650  advanced  combat  direction 
and  related  systems  will  be  supported  on  ships,  aircraft,  and  submarines. 
Surface  systems  include  guided  missile  cruisers,  destroyers,  frigates,  and 
battleships.  Air  tactical  data  systems  include  the  carrier  based  anti¬ 
submarine  warfare  module  and  the  LAMPS  MK  III  helicopter.  Related  combat 
systems  include  AEGIS,  Tactical  Data  Link,  Battle  Group  Anti-Air  Warfare, 
Ada  language  system,  and  the  latest  mainframe  and  mini  tactical  computers. 
Additional  space  is  required  to  design,  test,  maintain,  and  deliver  to  the 
fleet  the  tactical  operations  computer  programs  for  these  systems. 

CURRENT  SITUATION;  Available  space  and  facilities  are  marginal  for 
operation  and  support  of  the  computers,  peripherals,  and  other  equipment 

(Continued  on  DD  1391c) 
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PAGE  NC. 


1.  COMPONENT 

NAVY 

FY  19ji_MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

1 3.  INSTALLATION  ANO  LOCATION 

FLEET  COMBAT 

DIRECTION  SYSTEMS  SUPPORT  ACTIVITY,  DAM  NECK, 

VIRGINIA 

4.  PROJECT  TITLE 

6.  PROJECT  NUMBER 

COMPUTER  PROGRAMMING  OPERATIONS  CENTER  ADDITION 

P-983 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

currently  installed  in  the  central  computer  complex  and  cannot  accommodate 
the  increase  in  advanced  combat  direction  system  equipped  ships  and 
aircrait.  Off-station  leasing  of  commercial  space  is  not  an  alternative 
because  it  is  prohibitively  expensive  when  properly-configured  and 
equipped  with  required  security  features. 

IMPACT  IF  NOT  PROVIDED:  Space  will  not  be  available  for  the  installation 

and  support  of  equipment  required  prior  to  introduction  of  new  or  modified 
combat  direction  systems  into  the  fleet.  Limited  level  of  support  for 
this  vital  function  will  have  adverse  impact  on  the  operational  readiness 
and  combat  capability  of  Navy's  aircraft  and  ships. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1) 

Status: 

(a)  Date  Design  Started . 

.  11-88 

(b)  Percent  Complete  as  of  January  1990.... 

.  100 

(c)  Date  Design  35*  Complete . 

.  5-89 

(d)  Date  Design  Complete . 

.  1-90 

(2) 

Basis: 

(a)  standard  or  Definitive  Design: 

Yes 

No  X 

(b)  where  Design  Was  Most  Recently  Used: 

NZA _  1 

(3) 

Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . . . 

(c)  Total . 

($000) 

.(  220  ) 

. (  360  ) 

.  580 

(d)  Contract . . . 

. (  420  ) 

( e)  In  “house . . . . 

. (  160  ) 

(4) 

Construction  start . 

3-91 

(month 

and  year) 

(Continued  on  DD  1391c) 
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PAGE  NO. 


1.  COMPONENT 

NAVY 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

FLEET  COMBAT  DIRECTION  SYSTEMS  SUPPORT  ACTIVITY,  DAM  NECK, 

VIRGINIA 

4.  PROJECT  TITLE 

COMPUTER  PROGRAMMING  OPERATIONS  CENTER  ADDITION 

5.  PROJECT  NUMBER 

P-983 

12.  SUPPLEMENTAL  DATA:  (Continued) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Procuring 

Appropriation 

Fiscal  Vear 
Appropriated 
or  Requested 

Cost 

($000) 

ACDS  Mini-Computer  and 

OFN 

1988 

2,000 

High  Speed  Digital  Switch 
Standard  Simulation 

i 

OPN 

1989  -  1990 

3,800 

Systems 

ACDS/Share/43  Peripherals 

OPN 

1989  -  1993 

6,200 

AN/UYK-43  Computer 

OPN 

1988  -  1992 

6,500 

Systems,  Peripherals 

Uninterruptible  Power 

OPN 

1990 

1,500 

System 

TOTAL 

20,000 

DD  1391c 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


►age  no.*' 


1 .  COMPONENT  1 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

} 2 .  DATE 

i 

NAVY 

i 

- 1 - 

6.  PERSONNEL 
STRENGTH 

permanent 

STUDENTS 

SUPPORTED 

0FFIC1R 

INLISTID 

CIVILIAN 

OfFICIA 

INLISTID 

CIVILIAN 

OFFICCP 

INLISTID 

CIVILIAN 

a.  AS  OF 

09/30/98 

35 

285 

29 

0 

0 

0 

0 

0 

0 

349 

b.  END  FY 

1994 

35 

285 

29 

0 

0 

0 

0 

0 

0 

349 

3.  installation  and  location 

MARINE  ENVIRONMENTAL  SYSTEMS  FACILITY, 
DAM  NECK,  VIRGINIA 


COMMAND 


COMMANDER  IN  CHIEF, 
ATLANTIC  FLEET 


‘5.  AREA  CONSTR. 
;  COST  INDEX 


.92 


7.  INVENTORY  DATA  ($000) 


•  .  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUEUED  XN  THIS  PROGRAM  .  . 
«.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL  . 


TENANT  OF  FCTCLANT 


0 

1 1 . 800 
8,000 
0 
0 
0 

19.80C 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEQOAY 

COPE 


155.21 


PROJECT  TITLE 


COST 

(1000' 


DESIGN  STATUS 
START  COMPLETE 


OPERS  &  MAINT  FACILITIES 
TOTAL 


LS 


8.000 


11/86  01/90 


8.0i 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OP  MAJOR  FUNCTIONS: 

Conduct  rsssarch  in  support  of  spscial  rsqu \ rsmsnts .  Anstyxs 

•nv i ronmsnta l  offsets  esussd  Dy  usage  of  mar  ins  rslataa  squiponmsnt 

and  systsms. 


1 1 •  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES ; 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


($000) 

0 

0 

0 


DO  FORM  1390 
1DEC76 


PAGE  u6\  7  Q  5 


1.  COMPONENT 

FY  19  _2L  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  AND  LOCATION  !  4.  P ROJ1CT  TITLE 

MAR ’  NE  ENVIRONMENTAL  SYSTEMS  FACILITY,  I  OPERATIONS  AND  Ml 


5.  PAOQAAM  ELEMENT 


0805796N 


«.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

155.21 

P-335 

4.  PROJECT  TITLE 

OPERATIONS  AND  MAINTENANCE 
FACILITIES _ 


R.  PROJECT  COET  (EOOO) 


■.  COET  ESTIMATES 


U/M  QUANTITY 


4 

940 

( 

500) 

( 

220) 

( 

30) 

( 

250) 

(1 

300) 

(2 

640) 

L 

280 

7 

220 

360 

7 

580 

4  20 

OPEKATIONS  AND  MAINTENANCE  FACILITIES.  .  .  . 

BOAT  STORAGE-OCEANA . 

HELICOPTER  ENCLOSURE  . 

VEHICLE  DISPATCH  OFFICE . 

STORAGE  BUILDINGS . 

TRAINING  COMPLEX  . 

BUILDINGS  ALTERATIONS . 

SUPPORTING  FACILITIES . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


One  one-story,  two  two-story,  one  three-story  reinforced  concrete  and 
masonry  buidings,  pile  foundations,  concrete  floors,  built-up  roofing;  one 
one-story  masonry  vehicle  dispatch  building;  two  one-story  steel  frame  and 
metal  siding  storage  buildings;  fueling  facility,  wash  racks;  one  one-story 
steel  frame  metal  siding  hangar;  alterations  to  three  buildings;  reinforced 
concrete  drying  tower;  fire  protection  system,  air  conditioning, 
ventilation,  utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Constructs  boat  storage  facility  at  NAS  Oceana.  Constructs 
training  facilities,  helicopter  enclosure,  and  operations  and  maintenance 
facilities  at  Fleet  Combat  Training  Center  Atlantic,  Dam  Neck  to  house  the 
Marine  Environmental  Systems  Facility  (MARESFAC)  detachment.  (New  mission.) 
REQUIREMENT:  Operations  and  administrative  offices,  research  craft 
maintenance,  training  facilities,  helicopter  enclosure,  vehicle  and  other 
storage  and  maintenance  facilities.  The  MARESFAC  detachment  provides 
oceanographic  information  and  research  services  to  the  Fleet.  In 
performing  this  mission,  it  uses  helicopters  and  specialized  boats  and 
craft  which  are  designed  to  be  air  transportable.  These  craft  are 
outfitted  with  delicate  instruments  requiring  extensive  maintenance  and 
calibration  and  proper  storage  facilities  to  prevent  damage  to  equipment 
and  boat  machinery.  The  transport  vehicles  such  as  four-wheel  drive  trucks 
and  boat  trailers  need  a  maintenance  shop  and  storage  facilities.  An 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  IE  USED  INTERNAL!  Y 
UNTIL  EXHAUSTED 


t.  COMPONENT 

NAVY 

FY  19_£i_MILITARY  CONSTRUCTION  PROJECT  DATA 

J  DATE 

3.  INSTALLATION  ANO  LOCATION 

MARINE  ENVIRONMENTAL  SYSTEMS  FACILITIES,  DAM  NECK,  VIRGINIA 

|4.  PROJECT  TITLE 

S.  PROJECT  NUMBER  J 

OPERATIONS  AND  MAINTENANCE  FACILITIES 

P-335 

11.  REQUIREMENT:  (Continued) 

enclosure  is  required  to  Keep  the  helicopters  out  of  the  elements  and  to 
provide  a  sheltered  maintenance  area.  The  detachment  needs  operations  and 
administrative  spaces  for  administrative  functions  and  mission  planning. 
Training  facilities  are  necessary.  Facilities  aia  required  at  Dam  Neck 
because  this  activity  supports  a  majority  of  the  MARES FAC  activities, 
including  helicopter,  boat  and  vehicle  maintenance.  The  detachment  also 
uses  NAS  Oceana  as  its  air  transport  site.  It  stores  "ready-for- 
deployment"  boats  and  craft  at  Oceana  to  reduce  deployment  time  by 
eliminating  the  road  transit  from  Dam  Neck  to  Oceana.  No  maintenance 
facilities  are  available  at  Oceana  and  none  are  planned.  Activity 
mission,  personnel  strength,  and  operational  equipment  are  expanding  and 
require  additional  facilities. 

CURRENT  SITUATION:  Minimal  boat  storage  and  repair  facilities  are 
available  at  Dam  Neck.  Vehicle  maintenance  is  performed  in  makeshift 
facilities.  No  helicopter  enclosure  is  available.  The  MARES FAC 
detachment  is  now  and  will  continue  to  receive  additional  personnel, 
equipment,  boats,  and  transport  vehicles  over  the  next  several  years.  A 
project  approved  in  the  FY  1989  MILCON  budget  will  provide  boat  storage  at 
both  the  Dam  Neck  and  Oceana  sites.  This  is  the  last  of  a  four  increment 
construction  program  to  provide  facilities  for  MARESFAC. 

IMPACT  IF  NOT  PROVIOED:  The  detachment  will  lack  needed  operations  and 
administrative  spaces.  Boat  and  vehicle  maintenance  will  be  performed 
either  outside  or  in  minimal  facilities.  The  facilities  construction 
program  will  not  keep  pace  with  the  detachment's  growth.  Readiness  will 
be  adversely  impacted  because  of  the  inability  to  keep  the  equipment  and 
boats  maintained  on  a  regular  repair  cycle. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . . 11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35»  Complete . 5-99 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N^A _ 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


RAGE  NO. 


FY  19-!±_MILITARY  CONSTRUCTION  PROJECT  DATA 


1.  installation  ano  location 


MARINE  ENVIRONMENTAL  SYSTEMS  FACILITIES,  DAM  NECK,  VIRGINIA 


4.  FROJtOT  TITL* 


S.  PROJECT  NUMSER 


OPERATIONS  AND  MAINTENANCE  FACILITIES 


12.  SUPPLEMENTAL  DATA:  (Continued) 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  t  ($000) 

(a)  Production  of  Plans  and  Specifications . (  <50  ) 

(b)  All  Other  Design  Costs . (  100  ) 

(c)  Total . . .  550 

(d)  Contract . . (  500  ) 

(e)  In-house . (  50  ) 


(4)  Construction  start. 


1 _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


1391c 


tftIVIOUS  COITIONS  MAY  SC  USID  INTI  ANALLY 
UNTIL  IXHAUSTKO 


*/N6iei>k.p-ooi  nit 


&  02 


1 


1 .  COMPONENT  j 

FY 

NAVY  [ 

1991  MILITARY  CONSTRUCTION  PROGRAM 

|2- 

1 

DATE 

3.  INSTALLATION  A NO  LOCATION 

(4.  COMMAND 

is. 

AREA  CONSTR. 

i 

i 

COST  INDEX 

NAVAL  AMPHIBIOUS  BASE. 

COMMANOER  IN  CHIEF, 

! 

LITTLE  CREEK,  VIRQIN1A 

|  ATLANTIC  FLEET 

! 

.92 

6.  PERSONNEL 

strength 

a.  AS  OF 

PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

OFFICER  j 

ENLISTED  |  CIVILIAN 

09/30/88 
P.  END  FY 

1160 

9979 

1300 

209 

1453 

14587 

1994 

1 142 

10160 

1300 

200 

1629 

14916 

7.  INVENTORY  DATA  ($0001 


a.  TOTAL  ACREAGE  (  11,008) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  66  .  164,850 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  59,770 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  21.650 

•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  16,700 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  16,120 

g .  REMAINING  DEFICIENCY .  68,650 

h.  GRAND  TOTAL .  347.940 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


SCOPE 


COST  DESIGN  STATUS 

tSOOOl  START  COMPLETE 


213.75  LCAC  COMPLEX  (INCR  II) 

217.10  SURTASS  SUPPORT  CENTER  AON 

610.10  SURF  WAR  DEV  GPP  OPERS  FAC 

TOTAL 


LS  12.400 

63,380  SF  7.250 

16,900  SF  _ 2,200 

21.850 


12/88  06/90 
07/87  03/90 
11/88  01/90 


9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
155.20  LANDING  CRAFT  CUSHION  COMP 
171.50  SMALL  ARMS  RANGE 
721.11  BACHELOR  ENLISTED  QUARTERS 
TOTAL 


LS  7.900 

9.100  SF  3.800 

118.080  SF  _ 5,000 

16.700 


B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

179.10  EOD  TRAINING  FAC  LS  4.950 

740.74  CHILD  CARE  CENTER  LS  1.500 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Sarvas  as  tha  aast  coast  operational  bass  for  amphibious  ships  ana  units 
of  tha  Atlantic  Flaat  Surfaca  Forca.  Furnish  homaport  barthing.  training, 
malntsnancs,  parsonnal  and  support  sarvlcas.  Support  annual  training 

sxarcisas . 

LST  and  LSD  Class  Vassals  Amphibious  Construction  Battalion 

Spaclal  Warfara  Group  Two  Amphibious  School 

Baach  Group  Two  Sarvlca  Squadron  Eight 

Exploalva  Ordnanca  Disposal  Group  Two 
School  of  Music 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  ($000) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  13,730 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


DD  FORM  1390 
1DEC76 
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1 1.  COMPONENT 


NAVY _ | 

3.  installation  and  location 
NAVAL  AMPHIBIOUS  BASE, 
LITTLE  CREEK,  VIRGINIA 

S.  PROGRAM  ELEMENT  «.  CA1 

0204796N 


FY  19 MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  CATEGORY  CODE 

7.  PROJECT  NUMSER 

213.75 

P-337 

4  PROJECT  TITLE 

LANDING  CRAFT  AIR  CUSHION 
COMPLEX  (INCREMENT  II) 

r  NUMBER  I.  PROJECT  COST  ($000) 

i  12,400 _ 


*.  COST  ESTIMATES 


U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

LS 

- 

- 

5726(5 

SF 

25,200 

64.00 

(  1.610) 

SF 

27,000 

42.00 

(  1,130) 

LS 

- 

- 

(  320) 

LS 

- 

- 

(  460) 

LS 

- 

- 

(  1,680) 

- 

- 

- 

6,000 

LS 

- 

- 

(  160) 

LS 

- 

(  1,140) 

LS 

- 

- 

(  4,700) 

- 

- 

- 

11,200 

- 

- 

- 

560 

- 

- 

- 

11,760 

- 

- 

- 

640 

- 

- 

- 

12,400 

-  (NO 

<-ADD) 

(  0) 

' UutoluG  CrKFt  Air  Cushion  complex.  .  .... 

MAINTENANCE  BAY . 

GENERAL  WAREHOUSE . .  . 

GRNC  SUPPT  EQUIP  STORAGE  AND  MAINT  GARAGE. 

SOLID  WASTE  TREATMENT  FACILITY  . 

BUILT-IN  EQUIPMENT  .  . 

SUPPORTING  FACILITIES . . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  fc  OVERHEAD  (5.5»).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


General:  Maintenance  bay,  general  warehouse,  grounds  support  equipment 
storage  and  maintenance  garage,  communications  security  vault,  all  have 
structural  steel  frames,  masonry  bearing  walls,  concrete  foundations  and 
floors,  metal  deck  roof:  Solid  Waste  Treatment  Facility  (SWTF)  is  a  two- 
story  pile  supported  steel  frame  building,  masonry  walls,  concrete 
foundations  and  floors,  metal  deck  roofs. 

Maintenance  Bay:  Fire  protection  system,  intrusion  detection  system, 
communications  system,  compressed  air  system,  ventilation,  400  Hz  electric 
power,  utilities. 

General  Warehouse:  Fire  protection  system,  ventilation,  air  conditioning, 
utilities. 

Solid  Waste  Treatment  Facility:  Fice  protection  system,  ventilation, 
utilities. 

Ground  Support  Equipment  Maintenance  Garage  and  Storage:  Fire  protection 
system,  cranes  and  hoists,  ventilation,  utilities. 

Comunications  Security  Vault:  Fire  protection  system,  communications 
system,  radio  frequency  shielding,  utilities. 

117  REQUIREMENT:  As  Required] 

PROJECT;  Provides  complete  and  usable  operational,  maintenance,  and 
support  facilities  capable  of  supporting  the  second  increment  of  12  Landing 
Craft  Air  Cushion  (LCAC)  vehicles  scheduled  for  arrival  in  the  early 
1990's.  (New  mission.) 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  WAY  IE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


91 

FY  19 _ MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE,  LITTLE  CREEK,  VIRGINIA 

|4.  PROJECT  TITLE 

S.  PROJECT  NUMBER  I 

LANDING  CRAFT  AIR  CUSHION  COMPLEX  (INCREMENT  II) 

P-337 

11.  REQUIREMENT:  (Continued) 

REQUIREMENT:  The  LCAC  is  an  advanced  landing  craft  that  rides  on  a  cushion 
of  air  and  is  capable  of  delivering  personnel  and  equipment  over  sea  and 
land.  They  are  high-speed  vehicles  not  restricted  by  surf  and  beach 
conditions  and  capable  of  lifting  heavy  equipment  such  as  battle  tanks 
across  the  beach  from  amphibious  well-deck  ships  lying  over-the-horizon. 

LCAC ' s  are  highly  complex  craft  powered  by  four  marine  gas  turbine  engines 
and  require  unique  maintenance  and  support  facilities  not  available  outside 
the  LCAC  complex.  There  were  delays  in  the  initial  development  of  the  LCAC 
causing  a  delivery  slip.  However,  operational  tests  and  evaluation  reports 
indicate  that  the  LCAC's  can  now  meet  mission  specifications.  Congress  has 
approved  the  first  thirty  craft  through  Py  1986.  Eighteen  more  were 
included  in  the  FY  1988/1989  biennial  budget.  Delivery  of  the  first  twelve 
craft  to  Little  Creek  began  in  1987.  Facilities  to  support  this  first 
delivery  were  completed  in  early  1987.  Facilities  are  required  to  support 
the  second  increment  of  twelve  craft.  Ultimate  base  development  is  planned 
to  support  45  craft  with  additional  facility  increments  planned  for  the 
mid-1990's.  This  project  will  provide  an  additional  maintenance  bay  capable 
of  housing  two  of  the  large  (87'x47'x23'  high)  craft.  The  bay  will  be 
constructed  adjacent  to  the  existing  maintenance  bay  and  shops.  This 
project  will  also  provide  a  warehouse,  ground  support  equipment  shed,  solid 
waste  transfer  station,  and  additional  taxiways  and  parking  aprons. 

CURRENT  SITUATION:  An  LCAC  support  complex  was  started  on  an  undeveloped 
parcel  of  land  using  FY  1985  Military  Construction  funds.  The  first 
increment  is  complete  and  will  support  the  first  twelve  craft.  The 
completed  facilities  include  a  maintenance  bay,  maintenance  shops,  parking 
apron,  taxiway  to  the  water,  control  tower,  operations  facilities,  noise 
surpressing  earth  berms,  and  wash  rack.  The  first  five  LCAC’s  have  been 
delivered  with  the  remaining  seven  of  the  first  squadron  expected  by  1990. 
The  existing  facilities  can  only  accommodate  twelve  craft.  Additional 
facilities  are  necessary  for  the  remaining  33  craft.  Construction  has  been 
programmed  in  increments  tied  to  the  delivery  of  the  craft. 

IMPACT  IF  NCT  PROVIDED:  Maintenance  and  parking  facilities  will  not  be 
available  for  a  second  increment  of  twelve  LCAC  landing  craft.  Warehouse 
facilities  for  the  whole  complex  will  not  be  available. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  .status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 12-88 

(b)  Percent  Complete  as  of  January  1990 .  75 

(ci  Date  Design  35%  Complete .  7-89 

(d)  Date  Design  Complete . 6-90 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  'JSKD  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


4 


1.  COMPONENT 


FY  19_MIUTARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 


NAVAL  AMPHIBIOUS  BASE,  LITTLE  CREEK,  VIRGINIA 


4,  PROJECT  TITLE 


LANDING  CRAFT  AIR  CUSHION  COMPLEX  (INCREMENT  II) 


12.  SUPPLEMENTAL  DATA:  (Continued) 

(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

(b)  Where  Design  was  Most  Recently  Used: 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) : 

(a)  Production  of  Plans  and  Specifications . ( 

(b)  All  Other  Design  Costs . (“ 

(c)  Total . . . 

(d)  Contract . . . . . (~ 

(e)  In-house . f 


(4)  Construction  start 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


1 .  COMPONENT 


NAVY 


3,  INSTALLATION  AND  LOC/TION 

NAVAL  AMPHIBIOUS  BASE, 
LITTLE  CREEK,  VIRGINIA 


FY  l9.iL  MILITARY  CONSTRUCTION  PROJECT  TATA 


4.  PROJECT  title 

SURFACE  WARFARE  DEVELOPMENT 
GROUP  OPERATIONS  FACILITY 


COST 

(S000> 

imniHlI 

(i 

,430) 

( 

130) 

( 

50) 

370 

( 

70) 

( 

70) 

( 

50) 

<_ 

180) 

i 

,980 

100 

2 

,  C80 

120 

2 

,200 

( 

0) 

SURFACE  WARFARE  DEVELOPMENT  GROUP  OPS  FAC.  . 

BUILDING  . 

BUILT-IN  EQUIPMENT  .  . 

TECHNICAL  OPERATING  MANUALS . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  .  , 

CONTINGENCY  (51)  .  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Two-story  steel  trame  builciing,  tile  foundation,  concrete  floors, 
engineered  fill,  elastomeric  membrane  roof,  brick  masonry  exterior  walls, 
computer  flooring,  intrusion  detection  system,  fire  protection  system, 
shielding,  communications  system,  uninterrupted  power  supply,  air 
conditioning,  utilities. 


11.  REQUIREMENT:  16,900  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0_  SF. 
PROJECT:  Relocates  administrative  facilities  currently  housed  in  a  World 
War  II  vintage  structure  located  within  the  clear  and  noi3e  zones  of 
Norfolk  International  Airport.  (Current  mission.) 

REQUIREMENT:  Relocate  the  administrative  functions  of  the  Surface  Warfare 
Development  Group  (SWDG)  from  beneath  the  northern  glide  path  of  Norfolk 
International  Airport's  main  runway.  Adequate  and  properly-configured 
facilities  for  SWDG  to  support  the  Naval  Surface  Forces  of  the  Atlantic  and 
Pacific  Fleets  by  developing  and  improving  surface  warfare  tactics  for 
embarking  surface  force  ships  and  by  installing  and  operating  automatic 
data  collection  equipment  for  evaluation  of  at-sea  exercises.  Collected 
data  is  reconstructed  on  shore  computer  facilities;  evaluated  with  the 
development  of  improvements  to  Fleet  tactics;  and  manuals  rewritten  or 
updated,  printed  and  distributed  to  the  operational  forces.  Computer 
simulation  of  development  tactics  is  conducted  to  determine  effectiveness. 
SWDG  also  provides  direct,  personalized  tactical  support  to  tactical 

(Continued  on  DD  1391c) 
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11.  COMPONENT 


NAVY  j 

X  INSTALLATION  ANO  LOCATION 


FY  19_1LmILITARY  CONSTRUCTION  PROJECT  DATA 


NAVAL  AMPHIBIOUS  BASE,  LITTLE  CREEK,  VIRGINIA 
__________  "" 


£..  PROJECT  NUMIER 


SURFACE  WARFARE  DEVELOPMENT  GROUP  OPERATIONS  FACILITY  | _ P-204 _ 

11.  REQUIREMENT:  (Continued) 

commands  through  the  conduct  of  tactical  seminars,  preparation  of  tactical 
planning  packages,  and  maintenance  of  the  Surface  Warfare  Data  Base— a 
compendium  of  tactical  lessons  learned. 

CURRENT  SITUATION:  SWDG  functions  are  located  in  a  building  constructed 
as  semi-permanent  under  wartime  conditions  during  1943.  It  is  sited 
within  the  Norfolk  International  Airport's  approach  zone  limits.  A 
1,500-foot  runway  extension  completed  in  1972  has  resulted  in  noise  levels 
from  approaching  aircraft  in  a  range  damaging  to  the  human  ear,  and 
redefines  the  approach  clear  zone  to  include  several  administrative 
buildings  including  the  SWDG  building.  During  an  Engineering  Evaluation 
Inspection  conducted  m  1984,  the  building  was  found  to  be  totally 
obsolete  because  of  severe  deterioration.  The  building  was  being 
renovated  when  it  was  discovered  that  the  structural  members  supporting 
the  floor  and  the  steel  wall  studs  had  completely  rusted  through.  A  wind 
load  analysis  for  this  area  indicates  that  a  potential  exists  for  a 
catastrophic  failure  of  the  entire  building.  Part  of  the  building  has 
already  been  evacuated  which  has  severely  impacted  upon  the  ability  of 
SWDG  to  perform  their  mission  because  of  crowding  in  remaining  spaces  and 
dispersion  of  some  functions  to  other  areas  of  the  base. 

IMPACT  IF  NOT  PROVIDED:  Administrative  functions  of  SWDG  will  continue  in 
an  existing  deteriorating,  potentially  dangerous  building  subject  to  the 
extreme  hazards  of  noise  from  low  flying  airplanes  and  the  potential  of  a 
disaster  of  incalculable  proportion.  The  potential  for  air  disaster  was 
underscored  in  December  1984  when  a  twin-engine  Beechcraft  crashed  into 
the  seawall  between  two  of  the  base's  piers  on  its  approach  to  the 
airport.  The  development  and  evaluation  of  improvements  to  fleet  tactics 
in  support  of  the  Naval  Surface  Forces  will  be  severely  hampered  because 
of  crowding  in  the  deteriorated  building  and  the  separation  of  some 
functions  from  the  main  operations. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  IT  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . . . . .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete .  5-89 

(d)  Date  Design  Complete..... . .  ■  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(Continued  on  DD  1391c) 
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?-  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE,  LITTLE  CREEK,  VIRGINIA 

_ 1 

|4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  1 

SURFACE  WARFARE  DEVELOPMENT  GROUP  OPERATIONS  FACILITY 

P-204 

12.  SUPPLEMENTAL  DATA:  (Continued) 


(3)  Total  coat  (c)  «  (a)  +  (b)  or  <d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  130  ) 

(b)  All  Other  Design  Coats . (  90  ) 

<c)  Total .  220 

(d)  Contract . (  180  ) 

(e)  In-house . (  40  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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1 . COMPONENT 


NAVY 


FY  19-21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


J.  INSTALLATION  ANI)  LOCATION 
NAVAL  AMPHIBIOUS  BASE, 
LITTLE  CREEK,  VIRGINIA 


4.  PAOJSCT  TITLE 

SURTASS  SUPPORT  CENTER 
ADDITION 


S.  PROGRAM  ELEMENT 

«.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  ($000) 

0204796N 

217. iO 

P-418 

7,250 

t.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

SURTASS  SUPPORT  CENTER  ADDITION . 

SF 

63,380 

- 

5,540 

BUILDING  . 

SF 

63,380 

68.00 

(4,330) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

(1,210) 

SUPPORTING  FACILITIES.  .  . 

- 

- 

- 

1,000 

SPECIAL  CONSTRUCTION  FEATURES . .  . 

LS 

- 

: 

(  180) 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  160) 

MECHANICAL  UTILITIES  . 

LS 

- 

“  i 

(  120) 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

LS 

- 

(  540) 

SUBTOTAL  .  . 

- 

• 

- 

6,540 

CONTINGENCY  (5%)  . 

- 

; 

330 

TOTAL  CONTRACT  COST . 

- 

- 

- 

6,370 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

- 

- 

- 

380 

TOTAL  REQUEST . . 

; 

- 

7,250 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS  j 

-  (NO 

N-ADD) 

(  0) 

10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 


Two-story  steel  frame  building,  pile  and  grade  beam  foundation,  concrete 
flooring,  elastomeric  membrane  roofing,  pre-cast  concrete  exterior  walls, 
..itrusion  detection  system,  400  HZ  electric  power,  bridge  cranes,  fire 
protection  system,  radio- frequency  shielding,  air  conditioning,  vaults, 
test  tank  enclosures,  grounding,  utilities;  demolition  of  two  buildings. 


11.  REQUIREMENT:  108,800  SF.  ADEQUATE:  45,420  SF.  SUBSTANDARD:  _0^  SF. 
PROJECT:  Provides  an  addition  to  the  Surveillance  Towed  Array  Sensor 
System  (SURTASS)  support  center  for  increased  support  functions  to 
accommodate  existing  and  additional  programmed  Atlantic  Fleet  SURTASS  ships 
iomeported  at  Little  Creek.  Second-flight  ships  will  begin  arriving  in 
early  1989.  (New  mission.) 

REQUIREMENT:  Adequate  facilities  to  support  SURTASS  ships  deployed  in  the 

Af'.ntic  area.  The  SURTASS  data  is  sent  via  satellite  link  to  shore 
fi  ‘.lities  for  processing  and  further  transmission  to  ASW  forces.  Raw  data 
tan  also  be  sent  to  ASW  ships  in  the  area.  The  SURTASS  array  is  a 
’’ixible,  tuba-like  structure  containing  numerous  hydrophones  towed  with  a 
JO-foot  cable.  The  array  generates  data  at  a  very  high  rate.  On-board 
processors  lower  the  rate  before  transmission  to  satellites.  The  ships  are 
224-feet  long  and  are  manned  by  civilian  crews  and  Navy  technicians.  The 
acquisition  of  the  ships  was  slowed  in  the  early  1980's  because  of  fiscal 
constraints,  but  is  now  on  track  with  the  next  ten  of  sixteen  authorized. 

(Continued  on  DD  1391c) 
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FY  19_!i_MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AMPHIBIOUS  BASE,  LITTLE  CREEK,  VIRGINIA 

4.  PROJECT  TITLE 

SURTASS  SUPPORT  CENTER  ADDITION 

0.  PROJECT  NUMtEft 

P-418 

11.  REQUIREMENT:  (Continued) 

The  number  of  homeported  ships  assigned  to  Little  Creek  will  Increase  from 
six  to  fourteen.  The  other  ships  will  be  homaported  at  Coronado,  CA. 
Required  shore  support  functions  include  training,  equipment  storage  and 
maintenance,  large  lay-down  areas  for  the  towed  array,  cable  repair  and 
storage  areas,  water  tank  test  areas,  and  administrative  office  and 
personnel  areas.  Additional  shore  facility  support  functions  not 
originally  envisioned,  such  as  satellite  data  links,  have  been  assigned 
and  the  number  of  support  personnel  has  been  increased,  requiring  more 
facility  space. 

CURRENT  SITUATION:  The  existing  facility  constructed  in  1985  was  designed 
to  support  six  SURTASS  ships.  The  SURTASS  concept  has  proven  to  be  more 
successful  than  planned  and  the  roles  and  missions  of  the  SURTASS  ships 
have  been  expanded.  This  requires  more  shore  support  than  the  original 
concept  called  for  in  the  PY  1984  MILCON  project.  The  existing  facility 
is  not  large  enough  to  accommodate  support  functions  for  the  additional 
eight  ships  and  the  new  missions  and  personnel  assigned  to  the  SURTASS 
program.  The  eight  additional  ships  are  either  currently  under  design  or 
construction  contract.  The  ships  will  not  only  increase  in  number,  but  in 
the  amount  of  complex  equipment  they  carry.  The  shore  support  facilities 
need  to  be  capable  of  handling  four  ships  in  port  at  one  time.  Each  ship 
is  expected  to  spend  approx- —tely  15  days  in  port  between  60-day 
deployments.  Little  Creek  is  the  only  Atlantic  Fleet  SURTASS  homeport  and 
provides  all  shore  support.  No  other  facilities  exist  at  Little  Creek 
that  can  support  the  new  facilities  requirement. 

IMPACT  IF  NOT  PROVIDED:  Facilities  will  not  be  available  to  support  the 
expanded  SURTASS  program.  Ships  will  be  delayed  in  port  because  of  the 
inability  of  the  shore  complex  to  get  them  ready  for  deployment.  Ship 
readiness  will  be  degraded  with  the  potential  of  not  being  available  to 
the  fleet  to  fill  gaps  in  its  underwater  surveillance  system. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  7-87 

(b)  Percent  Complete  as  of  January  1990 .  85 

(c)  Date  Design  35%  Complete . . .  13-87 

(d)  Date  Design  Complete . 3-90 


(Continued  on  DD  1391c) 
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f 


t 


1  COMPONENT 

i  FY 

NAVV  | 

1991  MILITARY  CONSTRUCTION  PROGRAM 

la.  DATE 

3.  INSTALLATION  AND  LOCATION 

| 4 .  COMMAND 

•5.  AREA  CONSTR- 

COST  INDEX 

NAVAL  AMPHIBIOUS  SCHOOL, 

CHIEF  OF  NAVAL 

LITTLE  CREEK,  VIRGINIA 

>  EDUCATION  AND  TRAINING 

_  1 

.92 

6.  PERSONNEL 
strength 

permanent 

STUDENTS 

SUPPORTED  | 

OFF ICI*  | 

enlisted 

CIVILIAN 

OFFICER 

CNLISTCO 

CIVILIAN 

OFF  IMP 

enlisted  i  CIVILIAN 

09/30/98 

24 

142 

14 

37 

248 

0 

0 

o 

o 

462 

b.  END  FV 

• 

1994 

29 

136 

14 

46 

312  | 

0 

° 

0  1  0 

537 

7.  INVENTORY  DATA  (S000) 


a.  TOTAL  ACREAGE  TENANT  OF  NAB 

to,  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM  . 

•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .... 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

g .  REMAINING  DEFICIENCY . 

h .  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM. 


CATEGORY 

CODE 

PROJECT  TITLE 

SCOPE 

COST 

(SOOOi 

DESIGN 

start 

status 

complete 

171.20 

TRAINING  MATERIALS  STORAGE 

LS 

800 

06/87 

05/89 

171,35 

LCAC  TRAINING  FAC 

11,300  SF  _ 

1 .44C 

0'/87 

11/89 

TOTAL 

2.240 

9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provide  tramirg  for  active.  rta«rv«,  and  allied  military  personnel  ana 
units  to  achieve  and  maintain  an  optimum  state  of  readiness  for 
amphibious  operations.  Provide  training  in  shipboard  engineering, 
naval  gunfire  support,  and  ship  handling. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES:  (SOOO) 

A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


0 

€40 

2.240 

0 

0 

o 

2. 880 


PAGE  NO. 


415 


DD  FORM  1390 
1DEC76 


1.  COMPONENT  2.  DATE 

navy  FY  19-Si.  MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  AND  LOCATION  a.  PROJtCT  TITLt 

NAVAL  AMPHIBIOUS  SCHOOL,  LANDING  CRAFT  AIR  CUSHION 

LITTLE  CREEK.  VIRGINIA  _ _  TRAINING  FACILITY _ 

».  PROGRAM  SLtMSNT  I*.  CATIOORV  COOS  |  T.  PROJICT  NUMBtR  it.  PROJSCT  COST  ($000) 


D05796N 


171.35 


1  P-366 

S.  COST  CSTIMATCt 


LANDING  CRAFT  AIR  CUSHION  TRAINING  FACILITY. 

BUILDING . . . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENT  .  . 

SUBTOTAL  . 

CONTINGENCY  (5«) . . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  £  OVERHEAD  (5.54).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 

OUANTITY 

UNIT 

COST 

COST 

ISOOO) 

SF 

11,300 

- 

1,1  jo 

SF 

11,300 

95.00 

(1,070) 

LS 

- 

(  100) 

- 

- 

- 

130 

LS 

- 

- 

(  70) 

LS 

(  60) 
1,300 

- 

- 

- 

70 

- 

1,370 

- 

- 

- 

70 

- 

1,440 

-(NC 

N-ADD) 

(17,300) 

One-story  reinforced  concrete  frame  and  masonry  building,  concrete 
foundation  and  floor,  built-up  roof,  computer  flooring,  two  high-bay  areas 
with  hoists,  fire  protection  system,  air  conditioning,  utilities. 

1U  REQUIREMENT:  11,300  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Constructs  a  Landing  Craft  Air  Cushion  (LCAC)  vehicle  training 
facility.  (New  mission. ) 

REQUIREMENT:  Adequate  facilities  for  instructing  personnel  in  the 
operation  and  maintenance  of  LCAC  vehicles.  These  vehicles  offer  an 
amphibious  assault  capability  far  superior  to  any  previous  type.  To 
realize  this  capability,  personnel  must  be  trained  to  operate  and  maintain 
the  new  craft. 

CURRENT  SITUATION:  There  are  no  facilities  available  which  can  be  used  for 
this  training.  There  are  three  operator  and  two  maintenance  courses 
planned,  ranging  from  four  to  twelve  weeks.  Training  devices  will  be 
procured  for  operator  training,  with  delivery  in  1989.  About  100  people 
will  be  trained  annually.  Four  LCAC  crdft  are  currently  on-station,  with  a 
total  of  45  craft  estimated  to  be  on-station  by  1994. 

IMPACT  IF  NOT  PROVIDED:  A  facility  to  house  the  trainers  will  not  be 
available.  LCAC  personnel  will  be  limited  to  on-the-job  training.  The 
amphibious  assault  capabilities  of  the  LCAC  will  not  be  fully  realised. 
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until  exhausted 


1.  COMPONENT 

NAVY 

FY 

1881  MILITARY  CONSTRUCTION  PROGRAM 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

{4.  COMMAND 

5.  AREA  CONSTR. 
COST  INDEX 

FLEET  TRAINING  CENTER, 

I  CHIEF  OF  NAVAL 

NORFOLK,  VIRGINIA 

}  EDUCATION  ANO  TRAINING 

.82 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 
t>.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

10TAL 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICIR 

ENLISTED 

CIVILIAN 

officer 

ENLISTED  | 

CIVILIAN 

M2 

823 

31 

198 

2785 

0 

0 

o  i 

0 

3886 

1904 

•« 

873 

31 

185 

2818 

0 

0 

o  ! 

0 

3962 

7.  INVENTORY  DATA  ItOOOl 


a.  TOTAL  ACREAGE 
t>.  INVENTORY  TOTAL  AS  OF  30  SEP  IB . 

c.  authorization  not  yet  in  inventory . 

a.  authorization  reouesteo  in  this  program  .  . 
a.  authorization  included  in  following  program 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0-  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


TENANT  OF  NS 


17,210 

0 

i».ooo 
12.200 
2, 100 
2.300 
Sl.B'O 


a.  PROJECTS  REOUESTED  IN  THIS  PROGRAM. 


CATEGORY 

CODE 


171 .20 
178.45 


PROJECT  TITLE 


EC  ORE 


ELEC  TRADES  TRNG  BLDG  ADON 
FIRE  FIGHTING  TRAIN  FAC 
TOTAL 


€1.670  SF 
LS 


COST 

ItOOOl 


DESIGN  STATUS 
start  COMPLETE 


6.000 

12*2 2£ 


la.ooo 


06/84 

10/85 


08/89 

01/80 


8.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
171.20  ELECTRICIAN'S  INSTRUCT  BLO 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
610.10  ’  RENOVATE  ADMIN  SPACE 


80.000  SF 


45.000  SF 


-L?*3gS 


12.200 


2.  IOC 


10.  MISSION  OR  MAJOR  FUNCTIONS. 

Davalop  ana  praviaa  training  in  tna  oparation  *no  maintananca  oF  snippoaro 
systams.  Couraas  incluaa  communication,  navigation,  alactncal, 
alactronic,  macnamcal.  propulsion,  aamaga  control  ana  fira  fighting. 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOOI 

0 

0 

O 


00  FORM  1390 
1DEC76 


RAGE  NO. 


416 


1.  COMPONENT 


2.  DATE 


NAVY 


FY  19-21- MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 


4.  PROJECT  TITLE 


5.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

- - 1 _ yViXYit1’/ 

7.  PROJECT  NUMBER 

«.  PROJECT  COST  (S000) 

_ Q8Q5796N _ 

_ 171,20 _ 

.  P-179 _ 

6.000 

FLEET  TRAINING  CENTER, 


ELECTRICAL  TRADES  TRAINING 


S.  COST  ESTIMATES 


UNIT 

COST 


COST 

($000) 


ELECTRICAL  TRADES  TRAINING  BUILDING  ADDITION 

BUILDING  ADDITION . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


SF 

SF 

LS 

LS 

LS 

LS 

LS 


61,670 

61,670 


78.00 


(NON-ADDh 


4,920 
(4,810) 
(  110) 
500 

(  220) 
(  130) 

(  60) 

( _ 90) 

5,420 
270 
5,690 
310 
6,000 
(  0) 


io.  description  o/>r6posso  con4Truction  - - 

Four-story  steel  frame  building  addition,  pile  foundation,  masonry  walls 
with  brick  facing,  concrete  floors,  built-up  roof,  elevator,  compressed  air 
system,  400  HZ  electric  power,  fire  protection  system,  air  conditioning, 
utilities;  demolition  of  two  buildings. 


11.  REQUIREMENT:  107,120  SF.  ADEQUATE:  45,450  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  a  training  building  addition.  (Current  mission.) 
REQUIREMENT:  Adequate  facilities  for  teaching  courses  in  advanced 
electrical  subjects,  automatic  boiler  controls,  air  conditioning,  and 
refrigeration  to  provide  skilled  operating  and  maintenance  personnel  for 
fleet  ships.  An  instruction  building  is  necessary  to  accommodate  an 
expansion  in  the  number  of  courses  to  be  taught  and  to  relieve  congestion 
and  overcrowding. 

CURRENT  SITUATION:  Courses  are  being  taught  in  inadequate  facilities  and 
in  parts  of  three  different  buildings  on  loan  from  the  Naval  Base.  Spaces 
are  too  small  and  crowded  for  effective  instruction.  Severe  space 
constraints  forces  expendable  and  necessary  materials  to  be  stored  in 
classrooms  or  laboratories,  further  reducing  the  space  available  for 
instruction.  Some  trainers  are  not  connected  for  operation  because  of 
inadequate  utilities.  Students  are  trained  in  four  different  locations, 
requiring  additional  effort  to  coordinate  instruction.  Courses  include 
electric  motor  rewind,  solid  state  devices,  propulsion  alarms,  boiler 


DDi  o??  7*  1391 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 
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1.  COMPONENT 

NAVY 

FY  19_!LMII.ITARY  CONSTRUCTION  PROJECT  DATA 

3.  DATE 

3.  INSTALLATION  AND  LOCATION 

FLEET  TRAINING  CENTER,  NORFOLK,  VIRGINIA 

|4.  PROJECT  TITLE 

8.  PROJECT  NUMBER 

ELECTRICAL  TRADES  TRAINING  BUILDING  ADDITION 

P-179 

U.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION;  (Continued) 

feedwater  treatment,  and  fundamentals  of  hydraulics.  Courses  range  from 
one  to  eight  weeks.  There  are  200  students  on-board  at  one  time,  with 
4,000  graduated  annually. 

IMPACT  IF  NOT  PROVIDED;  Students  will  be  trained  on  non- functional 
trainers  and  simulators  in  an  unsatisfactory  environment,  with  no  chance 
of  learning  new  concepts  as  modernization  of  equipment  takes  place. 
Personnel  will  report  to  fleet  billets  at  less  than  optimum  proficiency, 
requiring  longer-ors-the-job  training  to  reach  journeyman  performance 
levels. 

12.  SUPPLEMENTAL,  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  6-84 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  11-84 

(d)  Date  Design  Complete .  8-99 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  300  ) 

(b)  All  Other  Design  Costs . (  100  ) 

(c)  Total .  400 

(d)  Contract... . (  360  ) 

(e)  In-house . (  40  ) 


(4)  Construction  start. 


_ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


I.«e?.1391c 


PREVIOUS  COITIONS  MAY  SC  USCO  INTERNALLY 
UNTIL  KXHAU8TEO 


3.  INSTALLATION  ANO  LOCATION  4.  4AOJECT  Til  LB 

FLEET  TRAINING  CENTER,  FIRE  FIGHTING  TRAINING 

FACILITY 


1.  COMPONENT 

FY  19.2L  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


S.  PROGRAM  ELEMENT  |  6.  CATEGORY  CODE  7  PROJECT  NUMBER  8.  PROJECT  COST  ($000) 

12.000 


a.  corr  ESTIMATES 


ITEM 

U/M 

QUANTITY 

FIRE  FIGHTING  TRAINING  FACILITY . 

LS 

- 

SHI?  MOCK-UP  STRUCTURES . 

SF 

20,180 

FLIGHT  DECK  MOCK-UP  STRUCTURE . 

SF 

14,780 

STORAGE  BUILDING  . 

SF 

2,500 

CONTROL  AND  UTILITIES  BUILDING  . 

SF 

2,500 

TECHNICAL  OPERATING  MANUALS . 

LS 

- 

SUPPORTING  FACILITIES . . . 

- 

- 

UTILITIES . 

LS 

- 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

DEMOLITION  . 

LS 

- 

SUBTOTAL . . . 

- 

- 

CONTINGENCY  (5«)  . 

- 

- 

TOTAL  CONTRACT  COST . 

- 

- 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5*). 

- 

TOTAL  REQUEST.  .  .  . 

- 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (H 

(3, 

,950) 

(2, 

,370) 

( 

110) 

( 

270) 

( 

100) 

(2,830) 
(  600) 


10, 

,830 

540 

11, 

,370 

630 

12, 

,000 

(16, 

,180) 

NST  RUCTION 


Mock-up  structures;  reinforced  concrete  and  masonry  buildings;  concrete 
foundations  and  floors;  ventilation  systems,  pollution  abatement  system, 
computer  flooring,  compressed  air  system,  hoiscs,  fuel  storage,  fire 
protection  system,  air  conditioning,  utilities;  demolition  of  31  buildings. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Constructs  fire  fighting  training  facility  for  surface, 
shipboard,  and  aircraft  carrier  deck  fires.  (Current  mission.) 
REQUIREMENT:  Adequate  fire  fighting  training  facilities  to  accommodate 
and  satisfy  a  mandatory  requirement  for  all  officer  and  enlisted 
personnel.  Additional  practical  and  theoretical  fire  fighting  training  is 
necessary  for  personnel  assigned  to  damage  control  parties.  This  project 
will  provide  facilities  for  a  basic  introductory  level  fire  fighting 
trainer,  an  advanced  level  trainer  for  coordinated  fire  fighting  team 
practice,  and  an  aircraft  carrier  flight  deck  fire  fighting  trainer.  All 
proposed  trainers  will  be  environmentally  clean  and  offer  significantly 
improved  levels  of  training.  Instructors  can  produce  fire  situations  at 
will  on  simulators  until  the  proper  student  response  is  received. 

CURRENT  SITUATION;  The  existing  oil-fired  trainers  require  an  extensive 
amount  of  time  and  materials  for  cleanup  and  restart  between  training 
sessions  and  are  not  conducive  to  team  damage  control  training.  They  emit 


(Continued  on  DD  1391c) 
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S/N  010}  LF-OOI  3*10 


FY  19_!i_MILITARY  CONSTRUCTION  PROJECT  DATA 

7.  DATE 

3.  installation  and  location 

FLEET  TRAINING  CENTER,  NORFOLK,  VIRGINIA 

U.  PROJECT  TITLE 

S.  PROJECT  NUMBER 

FIRE  FIGHTING  TRAINING  FACILITY 

P-180 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

large  clouds  of  black  snoke  and  great  amounts  of  particulates  into  the 
atmosphere.  They  do  not  simulate  all  potential  types  of  shipboard  fires. 
Trainers  are  operated  under  an  exemption  from  state  air  quality  standards. 
IMPACT  IF  NOT  PROVIDED:  Adverse  impact  on  ship's  survivability  because 
personnel  will  not  be  adequately  trained  in  these  valuable  skills. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  10-85 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35t  Complete . 4-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A 

(3)  Total  cost  (c)  *»  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  700  ) 

(b)  All  Other  Design  Costs . (  250  ) 

(c)  Total . . .  950 

(d)  Contract . (  850  ) 

(e)  In-house . (  100  ) 

(4)  Construction  start . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

($000) 


Fire  Fighting  Trainers  OPN-BA  7 


1992 


16,180 
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1 .  COMPONENT 

NAVY 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

|  2  .  DATE 

3.  INSTALLATION  AND  LOCATION 

4 .  COMMAND  1 

5.  AREA  CONSTR. 
COST  INDEX 

NAVAL  COMMUNICATION  MASTER  AREA  STATION 

NAVAL  TELECOMMUNI-  ! 

LANT,  NORFOLK,  VIRGINIA 

CAT JONS  COMMAND 

.92 

6.  PERSONNEL 
STRENGTH 


PERMANENT 


SUPPORTED 


a.  AS  OF 

OFFICER 

ENUSTSD 

CIVILIAN 

09/30/ie 
b.  ENO  FY 

27 

470 

301 

1994 

24 

473 

301 

a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  authorization  not  yet  in  inventory . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  (SOOOI 


(  1.47!) 


44,300 
8.400 
5.370 
4 . 100 
0 

4,500 
66 . 670 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 

CATEGORY 

COST 

design  status 

_ reOJECT  TITLE _ 

SCOPE 

<SOOO> 

START  COMPLETE 

!31 . IS 

COMMUNICATION  CTR  ADDN 

TOTAL 

45.000  SF  _ 

5.370 

5.370 

11/88  01/90 

A.  INCLUDEC  IN  FOLLOWING  PROGRAM 
132.10  VLF  ANTENNA 

812.30  ELECTR  OISTR  SYS  IMPVS 
TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


OR  FUNCT 

Ai  an  activity  of  tne  Naval  telecommunications  system,  to  manage,  operate, 
and  maintain  thoaa  faetlltiea.  systems,  equipment  and  devices  necessary  to 
provide  requisite  communications  for  the  command,  operational  control,  and 
administration  of  tna  Naval  eataol ishment ;  to  manage,  operate,  and 
maintain  thoae  facilities  and  equipment  of  the  Defense  telecommunications 
system  and  the  Coast  Guard  as  assigned;  and  to  perform  such  otner 
functions  as  may  be  directed  by  the  Chief  of  Naval  Operations. 


11.  outstanding  pollution  and 


POLLUTION  ABATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


00  FORM  1390 
1DEC76 


1.  COMPONENT 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY 


X  INSTALLATION  ANO  LOCATION 

NAVAL  COMMUNICATIONS  AREA  MASTER  STATION 
ATLANTIC,  NORFOLK,  VIRGINIA 


S.  PROGRAM  ELEMENT 


0303196N 


S.  CATEGORY  CODE 

7.  PROJECT  NUMSER 

131.15 

P-141 

*.  PROJECT  TITLE 

COMMUNICATION  CENTER  ADDITION 


8.  PROJECT  COST  ($0001 


I.  COST  ESTIMATES 


COMMUNICATION  CENTER  ADDITION . 

BUILDING  ADDITION . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION.  . 

SUBTOTAL  .  . 

CONTINGENCY  < 5% }  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


SF  45,000  68.00 

LS 


NON-AD 


10.  DESCRIPTION  OP  PROPOSED  CONSTRUCTION 

Two-story  steel  Creme  building  addition,  pile  foundation,  concrete  floors, 
masonry  walls,  built-up  roof,  electronic  equipment  spaces,  computer 
flooring,  fire  protection  system,  air  conditioning,  utilities;  demolition 
of  three  buildings. 


11.  REQUIREMENT:  93,640  SF.  ADEQUATE:  48,640  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  building  addition  to  the  communication  center  to  house 
electronic  equipment,  administrative  areas,  and  general  warehouse  space. 
(Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  requisite  space  to  house 
basic  management,  operational,  and  support  functions  essential  for 
performing  the  overall  communications  mission  of  the  command.  The  station 
is  the  primary  hub  for  communications  circuitry  passing  into  and  out  of  the 
geographic  region  supporting  over  800  commands  and  activities  and  all 
forces  afloat  in  the  Atlantic  Area.  New  program  installation  requirements 
exceed  the  floor  space  availability  to  house  the  equipment  and  technical 
support  functions. 

CURRENT  SITUATION:  Coimnunication  equipment  spaces  ace  centrally  located  in 
one  building.  The  addition  of  a  new  Navy  and  Defense  Communications  System 
has  filled  existing  spaces,  leaving  further  installations  subject  to 
TEMPEST,  safety  and  operational  risks.  Outside  of  the  equipment  spaces, 
management,  operational,  and  support  functions  are  presently  dispersed 


(Continued  on  DD  1391c) 
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PAGE  Ntt 
1 


1.  COMPONENT 

NAVY 

FY  19_!iMILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  COMMUNICATIONS  AREA  MASTER  STATION  ATLANTIC,  NORFOLK,  VIRGINIA 

|4.  PROJECT  TITLE 

8,  PROJECT  NUMBER  j 

COMMUNICATION  CENTER  ADDITION 

P-141 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION;  (Continued) 

among  five  separate  buildings  precluding  close  coordination,  efficiency  of 
effort,  and  optimum  control.  Only  minimal  space  for  these  functions  is 
available  in  close  proximity  to  the  equipment  spaces,  with  the  majority  of 
functions  housed  in  three  metal  buildings  and  in  alternate-host  provided 
spaces,  all  of  which  are  inadequate  and  congested. 

IMPACT  IF  NOT  PROVIDED?  Activity  inability  to  support  the  major  joint, 
fleet  commander,  and  subordinate  operational  and  type  commanders 
sponsoring  command  and  control,  intelligence,  targeting  and  tactical 
communications  subsystems. 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete . 5-89 

(d)  Date  Design  Complete.. . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e):  ($000) 

(a)  Production  of  Plans  and  Specifications . (  300  ) 

(b)  All  Other  Design  Costs . (  150  ) 

(c)  Total .  450 

(d)  Contract . (  400  ) 

(e)  In-house . (  50  ) 

(4)  Construction  start . . . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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$/N  f  1M-LP -091 • 


1.  COMPONENT 

2.  DATE 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

INSTALLATION  AND  LOCATION 

NAVAL  STATION, 

NORFOLK ,  VIRGINIA 


4.  COMMAND 


I  5.  AREA  CONSTR. 
]  COST  INDEX 


COMMANDER  IN  CHIEF , 
ATLANTIC  FLEET 


I.  PERSONNEL 
STRENGTH 

PERMANEN' 

STUDENTS 

ft.  AS  OF 

OFFICE* 

INUSTIO 

CIVILIAN 

OFFICE* 

ENLISTtO 

09/30/88 

B.  END  FY 

3864 

80777 

1460 

18 

175 

1994 

3513 

52831 

1460 

18 

175 

SUPPORTED 


7.  INVENTORY  DATA  (tOOOl 


a.  TOTAL  ACREAGE  ( 

P.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

0.  AUTHORIZATION  reouested  in  this  program  .  . 
a.  authorization  included  in  following  program 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

g.  REMAINING  DEFICIENCY . 

n.  GRAND  TOTAL . 


180, 1 10 
0 

9,000 
5.  140 
2,580 
35 , 300 
232,730 


8.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 

CATEGORY 

COST 

DESIGN  STATUS 

CODE  PROJECT  TITLE 

SCOPE 

<sooo> 

start 

COMPLETE 

812.12  ELECTRIC  r'OWER  UPGRADE 

LS 

9.000 

11/88 

01/90 

TOTAL 

9.000 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

148.25  TRUCK  CHECK  FACILITY 

LS 

1.000 

730.15  BRIG  RENOVATIONS 

62.440  SF 

3.800 

880.10  FIRE  ALARM  SYS  IMPROV 

LS 

340 

TOTAL 

5,140 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

151.80  DRDGE  DEPERM  MINE  SWP  ASSM 

LS 

2.040 

610.10  PASS  OFFICE 

LS 

540 

-  • 

R  MAJOR  FUNCTI 


Function*  a*  tho  primary  operating  baaa  of  t na  Atlantic  Fleet,  homeport 
to  over  100  »mp»,  IncluOing  aircraft  carrier*,  aurfac*  eacort*  and  other 
competent*,  logiatlca  euppo-t  ahipa,  and  attack  submarine*.  This  station 
is  the  hub  ur  '"•»  major  Tidewater  Logistics  Complex  of  Hampton  Roads, 
Portsmouth.  town  and  Little  Creak.  Supporting  the  following 

activities 

Amphibious  Group  Naval  Air  Station 

Cruiser-Destroyer  Group  Naval  Aviation  Depot 

Attack  Submarine  Squadrons  Nuclear  Weapons  Training  Center 

Fleet  Training  Canter  Navy  Publ 1c  Work*  Center 

Shore  Intermediate  Malnt.  Act.  Naval  Supply  Center 

Service  Group 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DO  FORM  1390 
1DEC76 


PAGE  NO.'S 


424 


w 


1.  COMPONENT 

NAVY 


FY  19.21  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  installation  ano  location 
NAVAL  STATION, 

NORFOLK.  VIRGINIA 


4.  PROJECT  TITLE 


ELECTRIC 


POWER  UPGRADE 


s.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($000) 

0204796N 

812.12 

P-834 

9.000 

».  COST  estimates 


ITEM 


ELECTRIC  POWER  UPGRADE  .....  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  .  .  .  . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


LS 


quantity 


-  (NON-ADDS 


UNIT 

COST 


COST 

($000) 


9,000 
(  0) 


10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

Provide  3750/4688  KVA  fixed  substations,  37S0/4688  KVA  portable 
substations;  relocate  and  provide  new  receptacle  groups;  rebuild  and 
enlarge  existing  and  provide  new  above  deck  substation  vaults,  2000  KVA 
transformers,  new  duct  bank  and  manholes;  replace  transformers  with  34.5 
KVA  transformers;  new  under  pier  vaults;  fan  cooling  for  substations;  oil 
switches;  improve  distribution  systems  on  six  piers. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Upgrades  shore  electric  power  capacity  on  six  piers.  (Current 


mission.) 

REQUIREMENT:  The  demand  for  cold- iron  electric  power  has  greatly  increased 


at  the  station's  waterfront  because  of  the  new  classes  of  destroyers 
(DD-963  and  DD-993)  being  assigned.  A  ship  goes  cold-iron  when  in  port  by 
shutting  down  its  power  plant  and  connecting  to  shore  systems.  This  allows 
the  crew  to  repair  and  maintain  the  on-board  power  plant  while  essential 
utilities  are  provided  from  shore.  It  is  less  costly  to  connect  to 
shore-side  utilities  than  to  operate  the  ships'  systems.  Cold-iron  support 
requires  fewer  crew  members  to  remain  on  board,  thus  allowing  the  crew  time 
ashore  for  training  and  leave.  The  DD-963  and  DD-993  class  destroyers  need 
more  electric  power  to  operate  their  enlarged  electronic  weapons  packages 
while  conducting  in-port  training.  These  ships  are  designed  to  utilize 
pierside  training  vans  which  are  connected  to  the  ships'  electronics 
systems  and  are  used  to  simulate  radar  intercepts,  electronic  warfare,  and 
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1.  COMPONENT 

NAVY 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION,  NORFOLK,  VIRGINIA 

|4,  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

ELECTRIC  POWER  UPGRADE 

P-834 

11.  REQUIREMENT!  (Continued) 

other  exercises  in  a  realistic  manner.  This  allows  crew  members  to  train 
at  pierside  instead  of  only  at  sea.  These  on-board  electronics  systems 
require  vast  quantities  of  electric  power.  The  training  vans  also  place 
additional  power  requirements  on  the  pier  utility  systems. 

CURRENT  SITUATION;  Sufficient  electric  shore  power  does  not  exist  at 
Piers  2,3,5,7,24  and  25  to  meet  the  demand  during  peak  berthing  periods. 
Modern  destroyers  require  more  electric  power  than  their  predecessors 
because  of  the  numerous  power-hungry  radar,  communications,  and  other 
weapons  systems  on-board  the  ship.  These  systems  are  operated  while  the 
ship  is  on  cold-iron  for  systems  maintenance  and  training.  Many  of  the 
newer  class  ships  use  electrical  space  heating,  placing  a  large  demand  on 
shore  power  support  during  the  winter. 

IMPACT  IF  NOT  PROVIDED;  The  station  will  be  unable  to  provide  the 
necessary  electrical  support  to  the  ships  homeported.  Consequently,  the 
in-port  maintenance  of  and  training  on  shipboard  electronics  systems  is 
adversely  affected.  Material  and  personnel  readiness  of  combatant  ships 
and  crews  will  be  diminished  because  electric  power  and  other  services  are 
not  available  on  piers.  Scheduled  port  periods  for  training,  maintenance, 
and  replenishment  in  preparation  for  deployment  will  not  be  used 
effectively. 

12.  SUPPLEMENTAL  DATA; 

a.  Estimated  design  status;  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  au  of  .January  1990 .  100 

(c)  Date  Design  35%  Complete .  5-89 

(d)  Date  Design  Complete... . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ M/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  ;  ($000) 

(a)  Production  of  Plans  and  Specifications . (  500  ) 

(b)  All  Other  Design  Cost3.. . (  160  ) 

(c)  Total . . .  660 

(d)  Contract . (  600  ) 

(e)  In-house . (  60  ) 

(4)  Construction  start . . . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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1.  COMPONENT 

ja.  DATE 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

— _ 1  -  —  -  -  -  ,  -  - 

i 

INSTALLATION  AND  LOCATION 


NAVAL  SUPPLY  CENTER, 
NORFOLK,  VIRGINIA 


4.  COMMAND 


NAVAL  SUPPLY  SYSTEMS 
COMMAND 


S.  AREA  CONSTR. 
COST  INDEX 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 

09/30/88 

b.  END  FY 

1994 


PERMANENT 


STUDENTS 


SUPPORTED 


OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  OFFICER 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION.  NOT  YET  IN  INVENTORY . 

a.  authorization  requested  in  this  program  .  . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  remaining  deficiency . 

h.  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM; 


7.  INVENTORY  DATA  (SOOOI 


(  1,005) 


83.770 
19,360 
6,400 
1.000 
6.700 
1 .  100 
118.330 


CATEGORY 

CODE 


PROJECT  TITLE. 


GENERAL  WAREHOUSE 
TOTAL 


131,250  SF 


DESIGN  STATUS 
START  COMPLETE 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
151.60  FENDERING  REPLACEMENT 
TOTAL 

b.  major  planned  next  three  years; 

131.35  CONSOL  RECEIVING  FAC 

441.35  LUMBER  &  PALLET  STORAGE 


LS 

36,700  SF 


OR  FUNCTIONS: 

Supply  aarvicas  For  activities  in  the  geographic  araa,  overseas  activitlas 
in  tha  Atlantic  ana  Meal tarranaan  araaa.  and  actlva  flaat  and  raaarva 
units  including  tha  Military  Saallft  Command  and  Coaat  Guard.  Supply 
aupport  For  mart  nuelaar  materials  and  aarvleaa  ara  proviaad  Eaatarn 
Contlnantal  Navy  and  Marina  Corps  units  and  tha  Atlantic  Flaat.  Otnar 
aarvleaa  includa  operating  Department  cF  DeFense  common-user  ocean 
terminal  and  tha  Norfolk  Air  Terminal  OF  the  supply  canter,  and  serving  as 
neFanse  fuel  support  point  For  tha  Defense  Logistics  Agancy  bulk  petroleum 
products,  and  as  point  for  Navy  Prepos 1 t toned  War  Reserve  Material  Stock. 


ItUtil'lliHn&Ufl 


OUTSTANDING  POLLUTION  AND 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DD  FORM  1390 
1DEC76 
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1.  COMPONENT 

NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  SUPPLY  CENTER, 
NORFOLK,  VIRGINIA 


S.  PROGRAM  ELEMENT 


0702896N 


FY  19_?i  MILITARY  CONSTRUCTION  PROJECT  DATA 


6.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

441.10 

P-444 

«.  PROJECT  TITLE 

GENERAL  WAREHOUSE 


(.  PROJECT  COST  1*0001 


•.  COST  ESTIMATES 


SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . . . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION  AND  ASBESTOS  REMOVAL . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST.  .  .  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


6,400 

-(NON-ADD)  (  0) 


10.  DESCRIPTION  OP  PROPOSED  CONSTRUCTIO 

One-story  steel  frame  metal  building  with  stacking  height  of  20-feet,  pile 
foundation,  concrete  floor,  fire  protection  system,  ventilation,  air 
conditioning,  utilities;  demolition  of  one  building,  including  asbestos 
removal. 


11.  REQUIREMENT:  2,593,750  SF.  ADEQUATE:  2,462,500  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  warehouse  for  efficient  receipt,  issue,  and  storage  of 
large  quantities  of  bulk  materials  in  support  of  the  fleet.  (Current 
mission.) 

REQUIREMENT:  Adequate  storage  space  is  vitally  needed  for  bulk  materials 
issued  on  a  daily  basis  to  Atlantic  Fleet  ships  and  shore  commands  in  the 
Tidewater  area.  The  readiness  of  ships  for  deployment  is  directly 
dependent  on  the  capability  for  rapid  and  complete  reprovisioning. 

CURRENT  SITUATION:  Well  over  half  of  the  warehouse  facilities  at  this 
center  are  classified  as  inadequate,  with  most  of  the  structures  being  of 
World  War  I  or  II  vintage.  The  building  to  be  replaced  was  constructed  in 
1917  and  is  well  beyond  economical  repair.  Supply  operations  in  the 
building  are  hampered  by  flooding  during  periods  of  heavy  rainfall.  The 
building  falls  far  short  of  current  storage  technology  because  of  limited 
stacking  height,  deteriorated  condition,  and  inefficiencies  inherent  in 
ground-level  construction.  Rainwater  infiltrates  through  the  roof  and 
siding  promoting  the  growth  of  bacteria  and  mold  on  the  interior  and 
contents  of  the  building. 

(Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 

FY  19_!LMIUTARY  CONSTRUCTION  PROJECT  DATA 

2  DATi 

a.  INSTALLATION  and  location 

NAVAL  SUPPLY  CENTER,  NORFOLK,  VIRGINIA 

U.  PHOJtCT  T|TL€ 

9.  KROJfCT  NUMBER  J 

|  GENERAL  WAREHOUSE 

P-444 

— 

11.  REQUIREMENT:  (Continued) 

IMPACT  if  not  PROVIDED:  Inefficient  end  unsatisfactory  storage  conditions 
will  continue.  Inability  to  maintain  receipt  and  storage  inventory 
accuracy  because  of  outside  and  jam-storage  conditions.  Severe  negative 
impact  on  responsive  issue  of  materials  to  the  fleet  will  continue. 


12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  status: 

(a)  Date  Design  Started . 11-8B 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete .  5-89 

(d)  Date  Design  Complete . 1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . ( _ 0_) 

(b)  All  Other  Design  Costs . (  370  ) 

(c)  Total .  370 

(d)  Contract . (  10  ) 

( e)  In-house . (  360  ) 

(4)  Construction  start . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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1.  COMPONENT 

FY  1991 

NAVY 

MILITARY  CONSTRUCTION  PROGRAM 

j  2.  OATE 

3.  INSTALLATION  AND  LOCATION 

14.  COMMAND 

15.  AREA  CONSTR. 

| 

COST  INOEX 

NAVY  PUBLIC  WORKS  CENTER. 

1  NAVAL  FACILITIES 

1 

NORFOLK.  VIRGINIA 

|  ENGINEERING  COMMAND 

’  .92 

6.  PERSONNEL 
STRENOTH 

*.  AS  OF 

oo/ao/at 

b.  END  FY 
1994 


PERMANENT 


SUPPORTED 


OFFICER  (NLISTtO  CIVILIAN  OFFICER  ENLISTED  CIVILIAN  OFFICER  ENLISTED  j  CIVILIAN 


7.  INVENTORY  DATA  (*000) 


a.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  St  . 

C.  AUTHORIZATION  not  YET  IN  INVENTORY . 

a.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  ... 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


138,480 
IS, COO 
3.  130 
8,900 
1,480 
98,980 
264 . 550 


a.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 

CAT! GORY 

CODE  PROJECT  TITLE 

SCOPI 

COST 

(*000i 

DESIGN  STATUS 
START  COMPLETE 

125.10  FUEL  LINE 

LS 

3.130 

10/88  10/88 

TOTAL 

3.130 

1 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
812.30  ELECTRIC  DISTR  LINES 
822.22  STEAM  DIST  SYSTEMS  IMPROV 

total 


53.400  LF 
119,500  LF 


8.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
831.42  ASBESTOS  CONTROL 


Provide  public  work*,  public  utilities,  public  Housing,  transportation 
support,  engineering  services,  snore  facilities  planning  support  and  ail 
otner  logistic  support  of  a  public  work*  nature  incident  thereto,  required 
by  the  operating  forces,  independent  activities  and  other  commands  served 
by  the  public  works  center.  Serves  the  station,  supply  center,  air 
station,  supply  center,  air  station,  family  housing,  Commander  in  Chief. 
Atlantic  Fleet  Headquarters,  and  about  100  minor  actlvitias  and  commands. 


POLLUTION  ABATEMENT 
INSTALLA  iON  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


RAGE  NO. 


00  FORM  1390 
1DEC76 


1.  COMPONENT 

NAVY 

FY  19.1L  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

4.  1  rOJECT  TITLE 

NAVY  PUBLIC  WORKS  CENTER, 

NORFOLK,  VIRGINIA 

FUEL  LINE 

0702096N 


•.  CATEGORY  CODE 

7.  PROJECT  VUMBER 

125.10 

P-236 

a.  PROJECT  COST  (tOOO) 


FUEL  LINE  SYSTEM  . 

FUEL  LINE  SYSTEM  . 

POMP  BUILDING . 

STORAGE  TANK . . . 

HOBBY  SHOP  ...  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL . 

CONTINGENCY  (5*)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10, S60 
780 


(NON-ADD 


3,130 
(  0) 


10.  DESCRIPTION  ( 


CONSTRUCTION 


Eight-inch  underground  fuel  oil  pipeline,  cathodically  protected, 
insulated,  heat  controls;  pump  house,  pumps,  controls,  transformers; 
50,000-barrel  steel  storage  tank;  two-story  masonry  building,  concrete 
foundation  and  floors,  built-up  roof,  fire  protection  system,  air 
conditioning,  utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Installs  underground  fuel  oil  pipeline  and  constructs  fuel  system 
pump  house.  (Current  mission.) 

REQUIREMENT:  An  economical  means  of  supplying  fuel  from  the  waterfront  to 
the  central  steam  plant  which  serves  the  base  as  well  as  ships  in  port. 

It  has  been  determined  that  pipeline  delivery  of  the  fuel  oil  would  be 
more  cost-effective  than  truck  delivery.  An  annual  savings  of 
approximately  $2,500,000  could  be  realized  from  construction  of  this 
pipeline  system. 

CURRENT  SITUATION:  Delivery  of  fuel  oil  is  being  done  by  tank  truck.  Each 
truck  delivers  6,500  gallons  of  fuel  oil  to  daily  operating  tanks  at  the 
central  steam  plant.  During  the  winter,  22  truck  deliveries  of  fuel  oil 
are  made  daily,  six  days  a  week.  During  the  summer,  10  truck  deliveries 
are  made  daily,  five  days  a  week.  This  mode  of  delivery  has  proven  to  be 
very  costly  and  time  consuming. 

IMPACT  IF  NOT  PROVIDED:  The  savings  in  time  and  money  that  could  be 
achieved  through  construction  of  this  project  will  not  be  realized. 

(Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVY  PUBLIC  WORKS  CENTER,  NORFOLK,  VIRGINIA 

4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  | 

FUEL  LINE 

P-236 

XX.  REQUIREMENT!  (Continued) 

ADDITIONAL!  An  economic  analysis  has  been  prepared  and  indicates  a  payback 
period  of  less  than  two  years. 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  2-89 

(d)  Date  Design  Complete .  10-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  »  (a)  4  (b)  or  (d)  +  (e)  :  (S000) 

(a)  Production  of  Plans  and  Specifications . (  200  ) 

(h)  All  Other  Design  Costs . (  150  ) 

(c)  Total .  350 

(d)  Contract . (  300  ) 

(e)  In-house . (  50  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  E DITIONB  MAV  SC  USiO  INTERNALLY 
UNTIL  CXHAUtTCO 


PAOC  NO*  f 


t/ta 


1.  COMPONENT 

FY  19_£i.  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ L__ _ _ _ 

3.  INSTALLATION  ANO  LOCATION  I  «.  PROJECT  TITLE 


NAVAL  AIR  STATION, 


is.  PROGRAM  ELEMENT 


«.  CATEGORY  CODE 


I  4.  PROJECT  TITLE 

WEAPONS  SYSTEM  TRAINER 

_ BUILDING  ADDITION _ 

7.  PROJECT  NUMtER  (8.  PROJECT  COST  (SOOO! 


».  COST  ESTIMATES 


ITEM 

U/M 

— 

QUANTITY 

UNIT 

COST 

COST 

(S000) 

WEAPONS  SYSTEM  TRAINER  BUILDING  ADDITION  .  . 

SF 

24,640 

- 

2,470 

BUILDING  .  . . 

BUILT-IN  EQUIPMENT  . 

SF 

24,640 

84.00 

(2,080) 

LS 

- 

(  390) 

SUPPORTING  FACILITIES . . 

- 

- 

- 

380 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  80) 

UTILITIES . 

LS 

- 

- 

(  240) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  60) 

SUBTOTAL  . 

- 

- 

2,850 

CONTINGENCY  (5»)  . 

- 

- 

“ 

140 

TOTAL  CONTRACT  COST . 

- 

- 

2,990 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

- 

- 

160 

TOTAL  REQUEST . 

- 

- 

- 

3,150 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

10.  DESCRIPTION  OR  RROROSED  CONSTRUCTION  " 

_ 

-  (NO 

a-ADD) 

(35,000) 

Two-st.ory  steel  frame  building,  pile  foundation,  concrete  flooring,  masonry 
walls,  insulation  board  over  metal  roof  deck  with  built-up  roof,  computer 
flooring,  fire  protection  system,  intrusion  detection  system,  elevators, 
communications  system,  air  conditioning,  utilities. 

IT!  REQUIREMENT:  24,640  SF~  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  an  applied  instruction  building  addition  to  house  two 
weapons  systems  trainers  used  to  train  pilots  and  flight  officers.  This 
project  supports  the  introduction  of  the  F-14D  aircraft,  (New  mission.) 
REQUIREMENT:  A  building  addition  to  house  weapons  systems  trainers 
scheduled  for  delivery  beginning  in  1992.  The  fi-rst  F-14D  is  scheduled  for 
arrival  in  late  1991.  Oceana  is  the  horaeport  for  all  Atlantic  Fleet  F-14A 
fighter  aircraft.  The  F-14  is  the  linch-pin  of  the  carrier  battle  group's 
air  defense.  The  F-14A  was  introduced  in  1972  and  has  proven  to  be  a  very 
effective  and  potent  weapon  system.  It's  primary  mission  is  to  intercept, 
at  long  ranges,  enemy  bombers  poised  to  attack  the  battle  group  with 
air-to-surface  missile.  The  F-14's  long-range  radar  and  the  Pheonix 
missiles  give  it  this  capability.  Since  F-14  technologies  may  have  been 
compromised  because  of  the  sale  of  the  aircraft  to  Iran,  programs  to 
improve  both  the  Phoenix  and  the  F-14  have  been  accelerated.  The  interim 
improved  F-14  is  called  the  F-14A+.  It  has  greater  resistance  to 
electronic  countermeasures  and  a  better  radar.  The  F-14D  will  provide  a 

(Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 

FY  19IL.MIUTARY  CONSTRUCTION  PROJECT  DATA 

2  OAT6 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION,  OCEANA,  VIRGINIA 

I*.  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

WEAPONS  SYSTEM  TRAINER  BUILDING  ADDITION 

P-178 

11.  REQUIREMENT:  (Continued) 

major  upgrade  to  the  aircraft  with  digital  electronics,  and  data 
processing,  improved  radar,  and  more  powerful  engines.  Transition  of  the 
squadrons'  aircraft  to  F-14D  will  take  place  through  the^ raid- 1990's. 
Weapons  systems  training  for  flight  crews  for  both  models  will  be  required 
throughout  the  transition  meaning  a  dual  capability  is  required.  Training 
facilities  are  required  to  ensure  that  squadron  flight  crew  personnel  are 
capable  of  properly  operating  the  numerous  on-board  weapons  systems. 

These  weapon  systems  include  missile  and  gun  firing,  target  tracking, 
electronic  warfare  and  countermeasures,  and  radar  and  navigation  systems. 
CURRENT  SITUATIONS  Facilities  are  not  available  to  house  the  weapons 
system  trainers  scheduled  for  delivery  to  Oceana  beginning  in  1992. 
Existing  training  spaces  for  the  F-14A  will  be  required  through  the  1990’s 
transition  period  and  will  not  be  available  for  F-14D  training  to  commence 
in  1992. 

IMPACT  IF  NOT  PROVIDED;  Oceana  will  be  unable  to  provide  adequate  weapons 
systems  training  for  F-14D  aircraft  assigned  personnel,  jeopardizing 
combat  readiness  and  effectiveness.  The  carriers  will  deploy  without  the 
full  benefits  provided  by  the  major  F-14  upgrade.  The  ability  of  the 
carrier  to  defend  itself  and  the  battle  group  will  be  degraded  by  a  lack 
of  proper  systems  training  which  this  project  will  provide.  There  will  be 
no  facilities  available  to  house  the  delivered  trainers. 

12.  SUPPLEMENTAL  DATAi 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete..... .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  ♦  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  180  ) 

(b)  All  Other  Design  Costs . . ... . (  120  ) 

(c)  Total . . .  300 

(d)  Contract . (  250  ) 

(e)  In-house . (  50  ) 


(Continued  on  DD  1391c) 


DD  i  o?"  7«  1391c 


PREVIOUS  COITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  BXHAUSTEO 
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1.  COMPONENT 

NAVY 


FY  19  JlMILITARY  CONSTRUCTION  PROJECT  DATA 


2.  ! NSTA L *T! O**  i.O^aTion 
NAVAL  AIR  STATION,  OCEANA,  VIRGINIA 


4.  PROJECT  TITLE 


S.  PROJECT  NUMBER 


WEAPONS  SYSTEM  TRAINER  BUILDING  ADDITION 
12.  SUPPLEMENTAL  DATA:  (Continued) 

(4)  Construction  start . 


P-178 


2-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations! 


Equipment  Procuring 

Nomenclature  Appropriation 

F-14D  Weapons  Sy3tem  APN 

Trainers 


Fiscal  Year 

Appropriated  Cost 

or  Requested  ($000) 

1991  35,000 


DD  i  ot'n  1391c 


PKCVIOUS  COITIONS  MAY  SC  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  N<ft 


6.  PERSONNEL 

strength 

PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OFFICER 

ENLISTED 

CIVILIAN 

OPFICEA 

ENLISTED 

CIVILIAN 

— 

OFFICER 

ENLISTED  I  CIVILIAN 

a.  AS  OF 

. 

. 

09/30/88 

6 

319 

6 

0 

0 

0 

0 

0  j  0 

331 

to.  END  FY 

1994 

6 

294 

6 

0 

0 

0 

0 

o 

o 

306 

1 .  COMPONENT 

NAVY  ! 


!  2 .  DATE 


FY  19&M  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

SHORE  INTERMEDIATE  MAINTENANCE  ACTIVITY, 
PORTSMOUTH,  VIRGINIA 


I  4 .  COMMAND 


I 


COMMANDER  IN  CHIEF. 
ATLANTIC  FLEET 


l 5.  AREA  CONSTR. 
COST  INDEX 


.92 


7.  INVENTORY  OATA  ($000) 


a.  TOTAL  ACREAGE  TENANT  OF  NSY 

to.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

•.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

a.  remaining  deficiency . 

h.  GRAND  TOTAL 

B.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


O 

O 

12,100 

0 

0 

o 

12. 100 


CATEGORY 

CODE 


213.30 


PROJECT  TITLE 


SCOPE 


SHORE  INT  MAI NY  FACILITY 

total 


120.000  SF 


COST 

(SOOQi 


DESIGN  STATUS 
STAR-  complete 


12.100  01/88  06/90 


12. 100 


9.  FUTURE  PROJECT^: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provides  intermediate  maintenance  of  the  hull,  mtcnamca)  .  ano  electrical 
systems,  aircraft  launch  ana  recovery  equipment  ana  support  equipment  from 
all  aircraft  earners  cased  at  Norfolk,  as  well  as  other  snips  with  ei  r 
departments  during  selectee  restricted  availability  or  restricted  over¬ 
haul  .  Also  provides  ashore  duty  billets  for  aviation  ratings  The  pro¬ 
vided  services  incrude  intermediate  snip  maintenance  and  repair, 
technical  training  ana  assistance  to  ships  as  requested. 


1  1  -  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(fOOQ) 

0 

0 

0 
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1.  COMPONENT  2.  DATE 

FY  19  Jli  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ _ _ _  _ ___J _ 

3.  INSTALLATION  ANO  LOCATION  4.  PROJECT  TITLE 

SHORE  INTERMEDIATE  MAINTENANCE  ACTIVITY,  SHORE  INTERMEDIATE  MAINTENANCE 
PORTSMOUTH,  VIRGINIA _ _ _ _  FACILITY _ 

5.  PROGRAM  ELEMENT  It. CATEGORY  CODE  I  7.  PROJECT  NUMEER  Is.  PROJECT  COST  ($3001 


0204457N 


S.  COST  ESTIMATES 


U/M 

QUANTITY 

UNIT 

COST 

COST 

<$000> 

SF 

120,000 

“ 

9,610 

SF 

120,000 

74.00 

(  8,810) 

LS 

- 

- 

(  720) 

LS 

- 

- 

(  80) 

- 

- 

1,300 

LS 

- 

(  600) 

LS 

- 

(  200) 

LS 

- 

- 

(  100) 

LS 

- 

- 

(  300) 

LS 

- 

- 

(  100) 

- 

- 

- 

10,910 

- 

- 

- 

550 

- 

- 

- 

11,460 

- 

- 

634 

- 

- 

- 

12,094 

-  (N 

DN-ADD) 

(11,400) 

SHORE  INTERMEDIATE  MAINTENANCE  FACILITY.  .  . 

BUILDING . . . 

BUILT-IN  EQUIPMENT  . 

TECHNICAL  OPERATING  MANUALS.  ....... 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTIITIES . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

DEMOLITION  . 

SUBTOTAL  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Two-story  steel  frame  building,  pile  foundation,  reinforced  concrete 
flooring,  tilt-up  reinforced  concrete  walls,  insulated  composition  roof, 
fire  protection  system,  air  conditioning,'  bridge  cranes  and  monorail, 
exhaust  and  ventilation  systems,  balancing  machine,  dynamometer,  elevators, 
compressed  air  system,  waste  separation  and  holding  facility,  computer 
flooring,  shielding,  utilities;  demolition  of  eight  buildings. 

IE  REQUIREMENT;  1  •’4,270  SF.  ADEQUATE;  58,270  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Provides  a  facility  for  intermediate  maintenance  support  of 
Atlantic  Fleet  aircraft  carriers  and  ground  support  equipment  (GSE)  for 
amphibious  assault  ships  with  aviation  departments.  This  facility  will 
include  administrative  offices,  classrooms,  and  training  spaces. 

(Current  mission.) 

REQUIREMENT;  Adequate,  consolidated,  and  properly-configured  facilities 
for  the  repair  and  air  departments'  operations  sc  that  intermediate 
maintenance  of  aircraft  carriers  and  ground  support  equipment  can  be  better 
accomplished.  Six  of  the  Atlantic  Fleet's  eight  conventional  and 
nuclear-powered  aircraft  carriers  are  homeported  in  Norfolk  (with  one 
normally  undergoing  complete  overhaul  at  a  shipyard) .  This  SIMA  also 
provides  support  to  12  homeported  ships  with  air  departments  such  as  LHA 
amphibious  assault  ships.  This  SIMA  is  manned  by  540  active  duty  and 
temporarily  assigned  personnel.  No  growth  in  thin  level  is  projected 
despite  the  addition  of  the  new  carrier  U.S.S.  Theodore  Roosevelt  to  the 
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PREVIOUS  EDITIONS  MAY  BE  USEO  INTERNALLY 
UNTIL  exhausted 


t.  COMPONENT 
NAVY 


FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 

SHORE  INTERMEDIATE  MAI  1ANCE  ACTIVITY,  PORTSMOUTH,  VIRGINIA 


4.  project  title 

SHORE  INTERMEDIATE  MAINTENANCE  FACILITY 


S.  PROJECT  NUMBER 

P-320 


U.  REQUIREMENT:  (Continued) 

workload.  Intermediate  maintenance  ia  that  level  which  cannot  be 
performed  by  ship  workforces  but  does  not  require  scheduling  lengthy  and 
expensive  overhauls  at  the  public  shipyards.  Mhile  there  are  some  limited 
repair  capabilities  on  the  ships,  especially  large  ones  like  the  aircraft 
carriers,  do  not  have  the  shops  and  technical  skills  necessary  to  keep  all 
shipboard  systems  running.  SIMA  personnel  augment  ship  repair 
capabilities.  SIMA's  provide  shore  billets  for  personnel  in  many  ratings 
found  normally  only  on  ships.  This  keeps  the  personnel  proficient  in 
their  mechanical  and  other  skills  while  serving  shore-duty.  SIMA's 
provide  valuable  training  to  these  mechanics  while  assigned  and  also 
provide  a  chance  to  update  skills  and  learn  new  shipboard  systems.  A  SIMA 
consists  of  many  industrial  shops  and  engineering  spaces  which  perform 
maintenance  on  most  of  the  heavy  industrial  shipboard  systems.  The 
capabilities  include  pipe  manufacture  and  repair;  boiler  and  propulsion 
system  maintenance;  electronics  and  radar  repair;  steel  and  plate  work; 
parts  milling  and  manufacture;  wood  working  for  small  craft  maintenance; 
and  pump,  valve  and  hydraulic  system  maintenance.  In  addition  to  these 
capabilities,  which  are  generic  to  most  SIMA's,  the  Portsmouth  facilities 
will  have  maintenance  and  repair  capabilities  for  those  shipboard  systems 
unique  to  aircraft  carriers.  These  systems  include  steam  catapults; 
aircraft  arresting  gear  and  crash  barricades;  jet  blast  deflectors  mounted 
in  the  carrier  deck;  and  ground  support  equipment  (GSE)  used  for  starting 
and  servicing  aircraft  assigned  to  the  air  wing.  The  SIMA  also  provides 
GSE  overhaul  services  to  Atlantic  Fleet  air  stations. 

CURRENT  SITUATION:  Some  existing  shops  are  located  in  27  structures  which 
have  improper  climate  control  and  inadequate  utilities  to  support 
industrial  processes  and  installed  equipment.  This  includes  inadequate 
power,  lighting,  compressed  air,  exhaust  and  ventilation.  All  but  one  of 
the  buildings  is  wood-frame  construction.  All  must  use  portable  space 
heaters  to  augment  the  inadequate  steam  heating  system.  Many  of  the  roofs 
leak.  Some  shop  equipment  cannot  be  used  because  of  a  lack  of 
ventilation.  The  present  configuration  results  in  unsafe  and  inefficient 
maintenance  work  because  of  the  advanced  deterioration  of  the  facilities 
and  excessive  material  handling  caused  by  separation  of  inter-dependent 
work  centers.  Eight  of  these  buildings  will  be  demolished  and  the  others 
turned-over  to  the  shipyard. 

IMPACT  IF  NOT  PROVIDED:  Present  shop  functions  will  continue  to  be 
inefficient  and  unsafe.  Improvements  to  the  workplace  will  not  be 
achieved.  This  includes  fire  safety,  adequate  heating  and  ventilation  and 
better  lighting.  A  new  SIMA  building  is  vital  for  intermediate  level 
maintenance  of  assigned  ships  or  fleet  readiness  will  be  seriously 
impaired. 


(Continued  on  DD  1391c) 
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|1.  COMPONENT 


FY  19ILMILITARY  CONSTRUCTION  PROJECT  DATA 


NAVY  | 

3.  INSTALLATION  ANO  LOCATION 

SHORE  INTERMEDIATE  MAINTENANCE  ACTIVITY,  PORTSMOUTH,  VIRGINIA 

4.  PROJECT  TITLE  I  5  pl 


SHORE  INTERMEDIATE  MAINTENANCE  FACILITY 
12.  SUPPLEMENTAL  DATA: 


S.  PROJECT  NUMBER 

P-320 


a.  Estimated  design  states:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . . . 1-88 

(b)  Percent  Complete  as  of  January  1990 . 75 

(c)  Date  Design  35%  Complete .  7-89 

(d)  Date  Design  Complete .  6-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  <c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  720  ) 

(b)  All  Other  Design  Costs . (  200  ) 

(c)  Total .  920 

(d)  Contract . (  820  ) 

(e)  In-house . (  100  ) 


(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  pr'-  >ct  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Industrial  Plant 
Equipment 

Miscellaneous  Minoc 
Equipment 


Procuring 

Fiscal  Year 
Appropriated 

Cost 

Appropriation 

or  Requested 

'  ($000) 

OPN 

1989  -  1991 

4,000 

04MN 

1991  -  1992 

7,400 

TOTAL 

11,400 

DD  <  1391c 


PREVIOUS  EOlTlOttt  MAY  TE  USED  INTERNALLY 

until  exhaust io 


RACE  NO\ 


*/N  *1«  LP-0P1  MU 


w 


1.  COMPONENT 

NAVY 


t  2 .  DATE 


FY  19<M  MILITARY  CONSTRUCTION  PROGRAM 


3,  installation  and  location 

MARINE  CORPS  COMBAT  DEVEOPMENT  COMMAND. 
QUANTICO.  VIRGINIA 


i 4 .  command 

i 


COMMANDANT  0e 
MARINE  CORPS 


THE 


AREA  CONSTR. 
COST  INDEX 


.96 


6.  PERSONNEL 
STRENGTH 

A.  AS  OF 

09/30/88 
b.  END  FY 

1994 


PERMANENT 

STUDENTS 

SUPPORTED 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

enlisted 

civilian 

OFFICER 

ENLISTED 

CIVILIAN 

€14 

2941 

1562 

976 

1446 

0 

302 

886 

415 

9  142 

934 

34  15 

3011 

1455 

2722 

9 

217 

766 

684 

13213 

7  INVENTORY  DATA  ($0001 


a.  TOTAL  ACREAGE  (  60.484) 


b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  .  174.270 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  21.620 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  19.850 

e.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  5.600 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  23.860 

Q.  REMAINING  DEFICIENCY .  136.420 

h.  GRAND  TOTAL  381.620 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


category 

COOE 

PROJECT  TITLF 

SCOPE 

COST 

ISOOO' 

DESIGN 

START 

STATUS 

complete 

179.45 

MIL  OPS  IN  URBANIZED  TERRN 

LS 

3.850 

11/88 

01/90 

610.20 

COMBAT  DEVELOPMENT  CENTER 

TOTAL 

95.900  SF  _ 

16.000 

19.850 

12/8B 

06/90 

9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 


179.45  LIVE  FIRE  RANGE 

LS 

2.600 

74C.74  CHILD  CARE  CENTER 

18.750  SF  _ 

-  3.000 

TOTAL 

5,600 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

171.10  ACADEMIC  INSTR  FAC-OCS 

LS 

3.500 

219. 10  NOISE  ABATEMENT 

LS 

230 

724.11  BOO  MOD-CP  BARRETT 

LS 

3.000 

10.  MISSION  DR  MAJOR  FUNCTIONS: 

Develop,  in  coordination  witn  agendas  and  representatives  of  othe»* 
services,  the  doctrine,  tactics,  techniques  and  equipment  employed  by 
landing  forces  in  amphibious  operations;  support  Marine  Corps  requi rements 
for  long  range  planning  by  identifying  required  study  areas  and  oy 
initiating  study  of  such  areas,  In  coordination  with  other  government  and 
civilian  contract  study  of  agencies;  education  officers  in  tne  principles, 
tactics  and  techniques  of  warfare,  with  particular  empnasis  on  the  landing 
force  aspects  of  amphibious  operations  in  air-ground  combat  forces  of  the 
Marine  Corps;  educate  staff  noncommissioned  with  the  requisite 
responsibilities:  exercise  academic  supervision  over  all  Marine  Corps 
formal  schools  (less  recruit  training);  and  other  functions  as  directed 
by  .-<e  Commandant  of  the  Marine  Corps. 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES;  (8000) 
A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  10.620 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH);  1.230 
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1 . COMPONENT 

NAVY  FY  1921  MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  AND  LOCATION  ~ 

MARINE  CORPS  COMBAT  DEVELOPMENT  COMMAND, 

QUANTICO,  VIRGINIA 


0804751M 


4.  PROJECT  TITLE 


COMBAT  DEVELOPMENT  CENTER 


«.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

610.20 

P-402 

16,000 


U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

SF 

93,400 

- 

11,440 

SF 

93,400 

97.00 

(  9,060) 

LS 

! 

(  2,380) 

- 

- 

3,000 

LS 

- 

- 

(  1,800) 

LS 

- 

- 

(  500) 

LS 

- 

“  1 

(  700) 

- 

- 

14,440 

- 

- 

j 

720 

- 

- 

- 

15,160 

- 

- 

- 

840 

- 

- 

- 

16,000 

-  (NO! 

J-ADD) 

(  0) 

•  .  COST  ESTIMATES 


COMBAT  DEVELOPMENT  CENTER . 

BUILDING . . . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


io.  osscaiation  of  proposed  construction 

Two-story  steel  frame  and  masonry  building,  concrete  foundation  and 
floors,  built-up  roof,  uninterruptible  power  source,  computer  flooring, 
fire  protection  system,  air  conditioning,  utilities. 

T]U  REQUIREMENT:  93,400  SF~  ADEQUATE:  0  SF.  SUBSTANDARD:  0  sF! 

PROJECT:  Constructs  a  centralised  computer  facility  to  support  missions 
and  goals.  (Current  mission.) 

REQUIREMENT:  Adequate  facilities  to  accommodate  Marine  Corps-wide 
requirements  relative  to  the  development  and  promulgation  of  information 
pertaining  to  doctrine,  training,  force  structure,  and  materials  relating 
to  deployment  and  employment.  Housing  of  the  war-gaming  center,  a 
contingency  processing  center,  and  the  war-fighting  center  is  also 
necessary. 

CURRENT  SITUATION:  Space  restrictions  preclude  utilization  of  existing 
facilities  for  all  present  and  future  missions.  Utilizing  many  and 
various  inadequate  facilities  would  make  effective  central  management  of 
each  organization  impossible. 

IMPACT  IF  NOT  PROVIDED:  Very  difficult  to  fulfill  mission  obligations 
without  a  centralized  facility.  Improved  capabilities  and  far  reaching 
integration  efforts  will  never  be  fully  realized.  Programmed  personnel 
and  equipment  growth  will  be  facility  constrained. 


(Continued  on  DD  1391c) 
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FY  19ii_MILITAR  f  CONSTRUCTION  PROJECT  DATA 

a.  date" 

3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  COMBAT  DEVELOPMENT  COMMAND,  QUANTICO,  VIRGINIA 

U.  PROJECT  TITLE 

8.  PROJECT  NUMBER  j 

COMBAT  DEVELOPMENT  CENTER 

P-402 

12 .  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Prefect  design  conforms  to  Part  II  of 
Military  Handbook  1190,  “Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35%  Complete . 

(d)  Date  Design  Complete . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  960  ) 

(b)  All  Other  Design  Costs . . . (  320  ) 

(c)  Total .  1280 

(d)  Contract . (  1120  ) 

(e)  In-house.... . (  160  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


12-88 

_ 60 

7-89 

6-90 
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f  A 


1.  COMPONENT 


FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 


2  DATE 


a  installation  ano  location 

MARINE  CORPS  COMBAT  DEVELOPMENT  COMMAND, 


4  PROJECT  TITLE 

MILITARY  OPERATIONS 


MILITARY  OPERATIONS  IN  URBANIZED  TERRAIN  .  .  LS 

COMBAT  VILLAGE  .  SF 

LIVE  FIRE  RANGE . LS 

SUPPORTING  FACILITIES . . 

UTILITIES . LS 

PAVING  AND  SITE  IMPROVEMENT .  LS 

SUBTOTAL  ...........  . 

CONTI-GENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Upgrade  one  building;  construct  six  reinforced  concrete  and  masonry 
structures;  access  roads,  parking,  bridge;  functional  underground  sewer 
system  to  replicate  an  urban  setting;  one  rubber  tire  and  four  wood 
construction  structures  for  live-fire  assault  course. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  military  operations  in  urbanized  terrain  (MOUT)  mock-up 
training  facilities.  (Current  mission.) 

REQUIREMENT:  An  adequate  and  properly  configured  MOUT  mock-up  training 
complex.  Difficulties  in  urban  area  combat,  as  proven  by  recent  military 
engagements,  are  numerous  and  have  generated  a  requirement  for  specialized 
training.  These  facilities  are  designed  to  meet  this  requirement.  This 
project  will  provide  the  basic  school  practice  techniques  of  house-to-house 
and  block-to-block  clearing  operations,  techniques  of  clearing  buildings 
from  the  top  down  and  from  the  bottom  up,  and  techniques  of  roof-top 
landing  zones  for  helicopter  assaults.  It  will  also  provide  training  in 
the  employment  of  automatic  weapons  and  snipers  for  covering  fires, 
training  in  overcoming  communications  problems  inherent  in  urban  areas 
characterised  by  steel  construction  and  electric  power  systems,  and 
training  in  the  use  of  smoke  and  chemical  agents  for  cover  and  defense. 
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II.  component 


FY  192Lm!UTARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

MARINE  CORPS  COMBAT  DEVELOPMENT  COMMAND,  QUANTICO,  VIRGINIA 


«.  PROJECT  TITLE 

MILITARY  OPERATIONS  IN  URBANIZED  TERRAIN 


I  5.  PROJECT  NUMBER 


11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  There  are  no  facilities  at  this  activity  where  Marines 
can  acquire  and  maintain  the  proficiency,  required  in  MOUT  operations.  The 
existing  combat  village  consists  of  ten  buildings  and  provides ^only 
marginal  training  for  some  urban  infantry  tasks.  The  combat  village 
cannot  accommodate  live  fire  because  of  its  location  and  construction  type 
IMPACT  IF  NOT  PROVIDED:  Recent  military  engagements  have  revealed  a 
critical  need  for  upgrading  our  ability  to  conduct  successful  military 
operations  in  urban  areas.  This  project  provides  the  facilities  needed 
for  training  to  accomplish  this  goal,  thereby  improving  morale  and 
reducing  casualties  in  time  of  conflict  in  urban  environments. 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of. 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990... .  100 

(c)  Date  Design  35%  Complete.. . 5-89 

(d)  Date  Design  Complete . 1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  (SO 00 ) 

(a)  Production  of  Plans  and  Specifications . (  230  ) 

(b)  All  Other  Design  Costs.  .. . .  .  (  80  ) 

(c)  Total . . .  310 

(d)  Contract.. . (  270  ) 

(e)  In-house . (  40  ) 

(4)  Construction  start . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


rmrm  rrevious  editions  mav  *e  used  internally 

W  I  DEC  76  1J31C  UNTIL  EXHAUSTED 


PAOE  NO 


3.11 


1.  COMPONENT 

FY  19 21 MILITARY  CONSTRUCTION  PROGRAM 

NAVY 


3.  installation  and  LOCATION 


NAVAL  RESEARCH  LABORATORY  ANNEX, 
QUANTICO,  VIRGINIA 


6.  PERSONNEL  I  PERMANENT 

STRENGTH: 


4.  COMMANO 

OFFICE  OF  THE  CHIEF  OF 
NAVAL  RESEARCH 


STUDENTS  I  SUPPORTED 


5.  AREA  CONSTR. 
COST  INDEX 


..  AS  OF9/30/88 
0.  ENO  FY  19  94 


7.  INVENTORY  DATA  ISOOO) 


«.  total  acreage  Tenant  or  mcudl.  j 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  1988  1,500 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  0 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM . 2,600 

e.  AUTHORIZATION  INCLUOEO  IN  FOLLOWING  PROGRAM .  0 

I.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  0 

g.  REMAINING  DEFICIENCY .  0 

h  GRAND  TOTAL . 4,100 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


317.10  Midway  Research  Ctr  Upgrade 
TOTAL 


5,810  SF 


OtSlGN  STATES 
START  COMPlETl 


11/88  1/90 


.  Future  Projects 


i.  Included  in  following  program:  None. 

).  Major  Planned  Next  Three  Tears:  None. 


10.  Mission  or  Major  Functions:  Provide  research  on  electronic  equipment 
and  systems.  ■ 


11.  Outstanding  pollution  and  safety  deficiencies:  ($000) 

a.  Pollution  Abatement: 

b.  Installation  Restoration: 

c.  Occupational  safety  and  health  (OSH) :  0 
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FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


3.  INSTALLATION  AND  LOCATION 

NAVAL  RESEARCH  LABORATORY  ANNEX, 
VIRGINIA 


«.  PROJECT  TITLE 

MIDWAY  RESEARCH  CENTER 
UPGRADE 


S.  PROJECT  COST  ISOOO) 


MIDWAY  RESEARCH  CENTER  UPGRADE . 

BUILDING . i . 

BUILT-IN  EQUIPMENT  .  . 

SUPPORTING  FACILITIES . . 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  ( S« )  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


650 
(  470) 

(  180) 
1,690 
(  670) 

(  410) 

(  610) 


■VTiT-OTi  iTSTTWil  -»  JT.T 


OSEO  CONSTRUCTION 


One-story  steel  frame  building,  concrete  foundation  and  floor,  masonry 
walls,  computer  flooring,  grounding,  secure  compartmented  information 
facility  construction,  temperature  and  humidity  control,  fire  protection 
system,  air  conditioning,  utilities. 


11.  REQUIREMENT:  10,980  SF.  ADEQUATE:  5,170  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Constructs  a  secure  facility  for  research,  development,  testing, 
calibration,  and  quality  assurance  of  newly  developed  electronic  and 
computer  equipment.  Provides  secure  space  to  develop,  validate  and  test 
equipment  and  generate  new  software  programs  for  the  Navy.  (New  mission.) 
REQUIREMENT:  An  adequate  and  properly-configured  physically,  electrically, 
and  electronically  secure  compartmented  information  facility  with 
supportive  environmental  control  and  high  quality  electric  power  for 
sophisticated  electronic  and  computer  equipment  that  develops  and  controls 
an  essential  system  supporting  Navy  and  Department  of  Defense  efforts.  It 
is  necessary  to  have  a  clean  environment  free  of  ambient  telemetry  signals. 
CURRENT  SITUATION:  There  are  no  available  facilities  to  meet  mission 
requirements  with  a  clean  signal  radio  frequency  environment  at  the  Naval 
Research  Laboratory  Washington,  D.C.  site. 

IMPACT  IF  NOT  PROVIDED:  The  new  electronic  system  necessary  to  implement 
this  program  will  not  have  sufficient  electronic  equipment  and  software 
developmental  space. 

(Continued  on  DD  1391c) 
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1.  COMPONENT 

NAVY 

FY  19  1)1  MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  OATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  RESEARCH  LABORATORY  ANNEX,  QUANTICO,  VIRGINIA 

4.  PROJECT  TITLE 

6.  PROJECT  NUMBER 

MIDWAY  RESEARCH  CENTER  UPGRADE 

P-148 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35*  Complete . 5-89 

(d)  Date  Design  Complete . 1-90 

(2)  Basis: 

(?'  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($00£) 

(a)  Production  of  Plans  and  Specif ications. ....... (  150  ) 

(b)  All  Other  Design  Costs . . . (  50  ) 

(c)  Total . - .  200 

(d)  Contract . (  170  ) 

(e)  In-house . (  30.) 

(4)  Construction  start . . 1~P1  _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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1 .  COMPONENT 
NAV* 


12.  DATE 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 


NAVAL  SURFACE  WARFARE  CENTER. 
WALLOPS  ISLANO.  VIRGINIA 


s  4 ,  COMMAND 


15.  AREA  CONSTR. 
;  COST  INOEX 


SPACE  AND  NAVAL  WARFARE 
SYSTEMS  COMMAND 


6.  PERSONNEL 
STRENGTH 

A.  AS  OF 
09/30/88 
6.  END  FY 
1994 


PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OFFICER 

|  enlisted 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

13 

!  •  94 

13 

10 

ms 

■ 

1 10 

24 

156 

45 

,  1 1 

■ 

392 

7.  INVENTORY  DATA  ($000) 


( 


TOTAL  ACREAGE 

INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

AUTHORIZATION  NOT  YET  IN  INVENTORY . 

AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 
AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
PLANNED  IN  NEXT  THREE  PROGRAM  YEA4S  .... 

REMAINING  DEFICIENCY . 

GRAND  TOTAL  . 


4,321  ) 


77.410 

0 

5.460 
1 , 500 
7.450 
0 

91 .820 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


171.20 


PROJECT  TITLE 


SCOPE 


AEGIS  CMD  8  LIFE  SUPT  FAC 
TOTAL 


35.900  SF 


COST 

($000- 


5.460 


DESIGN  STATUS 
START  COMPLETE 

04/89  06/90 


5.460 


9.  FUTURE  PROJECTS: 

A  INCLUDED  IN  FOLLOWING  PROGRAM 
845.20  UTILITIES  IMPROVEMENTS 
TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

721.11  BACHELOR  ENLISTED  QUARTERS 

724.11  BACHELOR  OFFICER  QUARTERS 


LS 


LS 

LS 


1 .500 


1.500 


3.750 

3.700 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

The  Combat  System  Laboratory  (CSL)  detachment  (Wallops  Island)  of  the 
Naval  Surface  warfare  Center  (NSWC)  is  located  at  tha  National 
Aeronautics  and  Space  Admini strati  on* s  (NASA)  Goddard  Specu  Flight  Center- 
Wallops  Flight  Facility  ( WFF  )  utilizing  three  sites  (the  Main  Base,  tne 
Mainland  and  Wallops  Island)  along  the  eastern  shore  of  tha  Del  mar 'a 
Peninsula  in  Accomack  County.  Virginia  This  N’  «'C  detachment  prov;des 
research,  development  and  engineering  systems  rvices  for  Navy  surface 
ships  combat  systems,  aircraft  systems,  electr  .nee  systems  and 
communications  systems  in  support  of  AEGIS  ana  Battle  Group  rperotions. 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES : 


POLLUTION  ABATEMENT 

installation  restoration 

OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


($000) 

0 

0 

0 


DD  FORM  ‘:390 
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1  COMPONENT 


FY  19 JiL  MILITARY  CONSTRUCTION  PROJECT  DATA 


2  DATE 


3.  INSTALLATION  AND  LOCATION 

NAVAL  SURFACE  WARFARE  CENTER, 


«.  PROJECT  TITLE 

AEGIS  COMMAND  AND  LIFE  SUPPORT 


AEGIS  COMMAND  AND  LIFE  SUPPORT  FACILITY.  .  . 

BUILDING . . . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT. . 

SUBTOTAL  . 

CONTINGENCY  (5») . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST.  ...  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


35,900 

35,900 


COST 

<sooo> 

3, 

,740 

(3, 

,680) 

( 

60) 

1, 

,190 

( 

210) 

( 

310) 

( 

670) 

4. 

,930 

250 

10.  DESCRIPTION 


NSTRUCTION 


One-story  steel  frame  building,  pile  foundation,  concrete  floor,  built-up 
roofing,  sensitive  compartmented  information  facility  construction, 
intrusion  detection  system,  TEMPEST  shielding,  fire  protection  system,  air 
conditioning,  utilities. 


11.  REQUIREMENT;  35,900  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Consolidates  the  warfare  training,  administrative  and  logistical 
support  functions  into  a  single  facility  to  augment  the  AEGIS  Combat 
Systems  Center  (ACSC)  at  Wallops  Island,  Virginia.  (Current  mission. ) 
REQUIREMENT:  Adequate  facilities  for  the  ACSC  to  fulfill  the  needs  of 
operational  support  to  the  rapidly  increasing  number  of  CG-47  and  DDG-51 
class  cruisers  and  destroyers  entering  the  fleet.  Furnish  spaces  for  the 
long-term  need  of  training,  electronic  equipment  staging  and  storage 
capability  for  tactical  equipment  spares  and  systems  backfit,  and 
administrative  space  to  support  two  shore  based  operational  ACSC  sites. 
CURRENT  SITUATION:  Navy's  present  shipbuilding  program  is  to  add  56  AEGIS 
ships  to  the  fleet,  with  10  ships  already  in  fleet  use.  An  ACSC  has  been 
established  at  the  NASA  Wallops  Island  Flight  Facility  (WFF) .  There  are  no 
administrative  and  logistical  support  facilities  to  provide  the  necessary 
support  to  the  ACSC.  Navy  occupies  storage  space  leased  from  NASA  on  a 
short-term  basis,  and  NASA  has  advised  Navy  that  this  space  must  be  vacated 
soon  to  become  available  for  their  own  requirements.  Administrative  spaces 
used  by  the  Navy  are  in  bachelor  enlisted  quarters  on  a  short-term  "request 

(Continued  on  DD  1391c) 


1.  COMPONENT 

NAVY 


FY  19_2i_MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  LOCATION 


Inaval  surface  warfare  center,  wallops  island,  Virginia 

4.  PROJECT  TITLE 

9.  PROJECT  NUMIER 

AEGIS  COMMAND  AND  LIFE  SUPPORT  FACILITY 

P-^27 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

for  diversion"  basis,  and  must  be  vacated  by  February  1990 

.  It  is 

anticipated  that  relocatable  structures  will  be  in  place  and  ready  to 
accommodate  the  expanding  supply  and  administrative  functions.  Upon 
completion  of  this  project,  the  relocatable  facilities  will  be 
relinquished.  Training  is  being  conducted  at  the  Navy  AEGIS  Combat  System 
Site  (ACSS)  on  the  NASA  rocket  launching  range  of  Wallops  Island.  The 
classroom  level  team  training  and  participation  in  engineering  tests  and 
exercises  is  being  impeded  by  the  overcrowded  facilities  at  ACSS. 
Evacuations  because  of  rocket  launches  have  interrupted  the  scheduling  of 
classes,  and  the  tight  training  routines  of  crews  being  indoctrinated  for 
fleet  cperational  assignments,  operational  exercises,  and  engineering  test 
functions. 

IMPACT  IF  NOT  PROVIDED;  Navy  will  be  unable  to  provide  the  necessary 
combat  training  and  logistical  support  to  the  AEGIS  Syster  test  site. 

NASA  will  evict  Navy  from  current  training  spaces  to  conve  it  for  its 

own  use  at  the  WFP.  Navy  may  have  to  abandon  the  ACSS  ana  mpletely 

rebuild  in  another  location,  thereby  losing  an  optimum  loca -  on,  at 
considerable  expense  to  the  government  for  facilities  already  constructed 
on  Wallops  Island. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  4-89 

(b)  Percent  Complete  as  of  January  1990 .  50 

(c)  Date  Design  354  Complete .  10-89 

(d)  Date  Design  Complete .  6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 


(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  320  ) 

(b)  All  Other  Design  Costs . (  110  ) 

(c)  Total .  430 

(d)  Contract . (  380  ) 

(e)  In-house . (  50  ) 


(4)  Construction  start . . 1-91 _ 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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S/N  SI  WMF -001  J*i* 


1.  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 

3.  INSTALLATION  AND  LOCATION  14.  COMMANO 


TRIDENT  REFIT  FACILITY,  ;  COMMANDER  IN  CHIEF. 

BANGOR.  WASHINGTON  PACIFIC  FLEET 


: 2 .  DATE 


5.  AREA  CONSTR. 
COST  INDEX 

1  .  14 


6.  PERSONNEL 
STRENGTH 

ft.  AS  OF 

09/30/68 
b.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OFFICER 

KHLISTfO 

CIVILIAN 

OFFICf* 

ENLISTED 

CIVILIAN 

OFF  ICI8 

iNutrto  | 

CIVILIAN 

94 

674 

374 

0 

o 

0 

0 

° 

0 

1102 

1994 

52 

796 

374 

0 

o 

■ 

0 

0 

o  ! 

0 

1224 

7.  INVENTORY  DATA  ($000) 


ft.  TOTAL  ACREAGE  TENANT  OF  NS6 


b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  .  169.360 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  3,640 

a.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  3.010 

ft.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  2.100 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  48,260 

Q.  REMAINING  DEFICIENCY .  26.C40 

h.  GRAND  TOTAL .  252. 4 10 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 

PROJECT  TITLE 

SCORE 

COST 

($000> 

DESIGN 

START 

STATUS 

COMPLETE 

441.30 

hazard/flamm  storehouse 

11.500  5F 

2.  100 

11/88 

01/90 

860.40 

CRANE  TRACKAGE  EXTENSION 

total 

LS  _ 

910 

3.010 

10/88 

OS/89 

9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 


610.20  DATA  PROCESSING  CTR  AOON 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

10.000  SF  _ 

2  .  100 
2.  IOC 

213  30 

HULL  CLEANING/COATING  FAC 

28,500  SF 

6.700 

44  1  .  10 

SUPPLY  WAREHOUSE 

136.610  SF 

14.000 

159.64 

WATERFRONT  SHOP 

LS 

12.030 

213.30 

INDUSTRIAL  SHOP 

LS 

14.230 

10.  MISSION  OR  MAJOR  FUNCTIONS 

Provide  complete  repair  and  refit  service  for  the  PftC'fic  Fleet  TRIDENT 
submarines,  including  all  required  services  for  ships  alongside  at  the 

base 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES- 
A:  POLLUTION  ABATEMENT 

•  8:  INSTALL&TION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


($000) 

O 

0 

0 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


452 


FY  19.11  MILITARY  CONSTRUCTION  "ROJECT  DATA 


3  installation  and  location 

TRIDENT  REFIT  FACILITY, 

BANGOR,  WASHINGTON 

4.  rSOJSCT  TlTLl 

HAZARDOUS  AND  FL/iMKABLE 
STOREHOUSE 

B.  PROGRAM  ELEMENT 

«.  CATEGORY  CODE 

?  PROJECT  NUMBER 

t.  PROJECT  COST  (SOOO) 

0101896N 

441.30 

P-OSi 

0 

2.100 

S.  COST  ESTIMATES 

HAZARDOUS  AND  FLAMMABLE  STOREHOUSE  .....  SF  11,500 

SUPPORTING  FACILITIES . 

UTILITIES .  LS 

PAVING  AND  SITE  IMPROVEMENT .  LS 

SUBTOTAL  . 

CONTINGENCY  (S»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


(  160) 
(  380) 


1,900 

90 


2,100 

(  0) 


One-story  reinforced  concrete  and  masonry  building,  concrete  foundation  and 
floor,  built-up  roof,  access  doors,  fire  protection  system,  ventilation 
system,  loading  dock,  automated  storage  and  retrieval  system,  15-foot  high 
stacking  height,  utilities,  security  fencing. 


11.  REQUIREMENT:  11,500  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  storage  warehouse  for  hazardous  materials  to  support  the 
TRIDENT  submarine  program.  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  facility  for  storage  of 
hazardous  materials  including  flammable,  corrosives,  oxidizers,  and  other 
regulated  material.  Bangor  provides  industrial  support  for  the  TRIDENT 
submarine  and  performs  depot  level  overhauls  of  equipment  in  the  TRIDENT 
Planned  Equipment  Replacement  Program.  Industrial  support  for  the 
submarine  is  accomplished  during  short  and  very  labor  intensive  refit 
periods.  Proper  levels  of  supply  stock,  conveniently  located,  are 
necessary  for  performing  all  planned  as  well  at,  emergent  work  in  an 
efficient  and  timely  manner. 

CURRENT  SITUATION:  Initial  planning  for  supply  functions  at  this  facility 
did  not  provide  hazardous  storage.  Temporary  storage  space  has  been 
provided  in  a  metal  prefabricated  building,  which  is  occupied  jointly  with 
the  fiberglass  and  plastics  shop,  inside  the  general  warehouse  and  in  the 
POL  storage  facility.  These  buildings  do  not  comply  with  the  governing 
regulations  for  hazardous  storage  facilities. 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


i 


1  CO*»*ONtNT 

NAVY 


fy  i«1Lmilitary  construction  project  data 


3  INSTALLATION  and  LOCATION 

TRIDENT  REFIT  FACILITY,  BANGOR,  WASHINGTON 


4.  rnojiCT  titli 

HAZARDOUS  AND  FLAMMABLE  STOREHOUSE 


S.  TAOjfCT  NOMICA 

P-050 


11.  REQUIREMENT)  (Continued) 

IMPACT  ir  NOT  PROVIDED:  Thi  ability  to  safely  itorc  hazardous  Materials 
will  not  be  possible.  Failure  to  stock  the  required  levels  of  hazardous 
Materials  will  result  in  production  delays  which  could  have  a  serious 
iapact  on  ship  departure  schedules. 


12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . . .  11-88 

(b)  Percent  Complete  as  of  January  1990...... . 100 

(c)  Date  Design  35«  Complete . . .  5-89 

(d)  Date  Design  Complete . . .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  ♦  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  110  ) 

(b)  All  Other  Design  Costs . (  130  ) 

(c)  Total .  240 

(d)  Contract . (  220  ) 

(e)  in-house . (  20  ) 


(4)  Construction  start.... . . . 4-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DDcn  1391c 


envious  COITIONS  MAY  nt  USIO  intisnally 
UNTIL  SXHAUSTIO 


4A0R  Nd5 


6 


1  .  COMPONENT  . 

FY  1991 

NAVY  * 

MILITARY  CONSTRUCTION  PROGRAM 

! 2 .  DATE 

! 

3.  INSTALLATION  ANO  LOCATION 

! 4.  COMMAND 

i 5 .  AREA  CONSTR. 

i 

'  COST  INDEX 

TRIDENT  TRAINING  FACILITY, 

s  CHIEF  OF  NAVAL 

| 

8ANG0R.  WASHINGTON 

EDUCATION  ANO  TRAINING 

1  14 

I.  PERSONNEL 
STRENGTH 

a.  AS  OF 

09/30/tt 
to.  END  FY 

1994 


PERMANENT 


STUDENTS 


SUPPORTED 


OPFlCtR 

KNUST80 

CIVILIAN 

OfflCfR 

INLISTtD 

CIVILIAN 

OFPICVR 

ENLISTED 

CIVILIAN 

TOTAL 

47 

428 

38 

25 

433 

0 

0 

° 

0 

972 

51 

436 

43 

25 

433 

c 

0 

0 

0 

988 

7.  INVENTORY  DATA  ISOOOI 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  98  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY.  .  .  . 

a.  AUTHORIZATION  requested  in  this  program 

m.  authorization  included  in  FOLLOWING  program 
f.  planned  in  next  three  program  years  .  .  .  . 

0-  REMAINING  DEFICIENCY . 

n .  GRAND  TOTAL 


TENANT  OF  NSB 


41,380 

0 

3.600 

0 

c 

c 

44.980 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATIGOAv 

COPC 


179.45 


PROJECT  TITLE 


FIRE  FIGHTING  TRNG  FAC 

total 


14.320  SF 


COST 

1*000* 


-3 1 6.99 


DESIGN  STATUS 
START  COMPLETE 

11/88  01/90 


3.600 


9.  FUTURE  PROJECTS: 

A.  included  in  following  program 
NONE 

6.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS 

Provicc  ?-t»iiti*s  ana  training  c.ouraas  pacuiiar  to  *uomar>nas  for 
parsortnal  assignaa  to  tna  Navy  submarine  oasa  Bangor  waimngton; 
furniih  specific  oparat  i  ona  i  1  y-or  >ai'taa  aupport  to  luonmncs  to  insure  ma 
max i mun  af f i ct i vanass  of  tnair  stnsor  systams 


OUTSTANDING  POLLUTION  and  safety  deficiencies. 


POLLUTION  ABATEMENT 
INSTALLATION  restoration 
OCCUPATIONAL  Safety  AND  health  (OSH): 


(*000) 

0 

o 

0 


DD  FORM  1390 
1DEC76 


PAGE  NO- 


I.  COMPONBNT 


WAVY 


FY  19_iL  MILITARY  CONSTRUCTION  PROJECT  OATA 


3.  installation  and  location 
TRIDENT  TRAININ'"  FACILITY, 


A.  PNOJSCT  TlTLI 

FIRE  FIGHTING  TRAINING 


BANGOR.  WASHINGTON 

_ FACILITY _ J 

6.  PROGRAM  CLEMENT 

6.  CATEGORY  CODE 

7  PROJECT  NUMBER 

6.  PROJECT  COST  (6O00> 

0804731N _ 

179.45 

_ t=3n _ 

3.600 _ 

(.  COST  IfTIMATCt 


ITEM 

U'M 

QUANTITY 

UNIT 

COST 

COST 

(6000) 

FIRE  FIGHTING  TRAINING  FACILITY . 

SF 

14,320 

2,090 

TRAINING  BUILDING . 

SF 

5,770 

1C5.00 

(  950) 

SUPPORT  BUILDING  . 

SF 

8,550 

129.001 

(1,100) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

(  40) 

SUPPORTING  FACILITIES . 

“ 

- 

- 

l,i<>0 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

(  310) 

UTILITIES . 

LS 

(  750) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

(  100) 

SUBTOTAL  . 

- 

“ 

3,250 

CONTINGENCY  (51)  . 

- 

- 

160 

TOTAL  CONTRACT  COST . . . 

- 

- 

- 

3,410 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5%).  . 

- 

- 

- 

190 

TOTAL  REQUEST . 

- 

- 

3,600 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (N 

L 

3N-ADD) 

(  0) 

1 

10  OtSCNlPTION  OP  PXOPOSCO  CONif  auction 

Steel-frame  and  reinforced  concrete  buildings,  pile  foundations,  concrete 
floors,  masonry  walls,  intrusion  detection  systems,  fire  protection  system, 
utilities,  air  conditioning,  wastewater  treatment  tanks  and  pumps,  proprane 
tanks,  water  storage  tanks  and  pumps,  technical  operating  manuals. 


11.  REQUIREMENT:  14,320  SF.  ADEQUATE:  _0_  SF .  SUBSTANDARD:  _0_  SF 
PROJECT:  Provides  a  fire  fighting  trainer.  (Current  mission.) 

REQUIREMENT:  Adequate  facilities  to  accommodate  three  submarine-unique 
hands-on  fire  fighting  training  courses  for  6,000  students  per  year. 

CURRENT  SITUATION:  Currently,  there  is  no  capability  for  conducting 
realistic  fire  fighting  training.  Present  training  is  limited  in  scope  and 
conducted  in  an  interim  fire  fighting  trainer  which  only  provides  exposure 
to  basic  fire  fighting  principles. 

IMPACT  IF  NOT  PROVIDED:  The  activity  will  not  be  able  to  meet  the 
established  mission  for  fire  fighting  training  because  of  the  limitations 
of  the  interim  trainer.  The  combat  readiness  of  operating  submarines  will 
be  degraded. 


DO 


FORM 
1  DEC  76 


1391 
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previous  editions  may  be  used  intsanally 

UNTIL  EXHAUSTED 


PACE  N(^. 


L  • 


Vk  Otto  If  00)  3010 


1.  COMPONENT 

NAVY 

FY  IQ91  MILITARY  CONSTRUCTION  PROJECT  DATA 

3  OATE 

3.  installation  and  location 

TRIDENT  TRAINING  FACILITY,  BANGOR,  WASHINGTON 

4  PROJECT  TITLE 

ft.  PftOJC 

FIRE  FIGHTING  TRAINING  FACILITY 

P-993 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ‘Facility  Planning  and  Design  Guide.*) 

(1)  Status: 

(a)  Date  Design  Started . 

<b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  3S»  Complete . 

(d)  Date  Design  Complete . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 

(3)  Total  cost  (c)  -  (a)  ♦  (b)  or  (d)  +  (e)  :  <SQOO ) 

(a)  Production  of  Plans  and  Specifications . (  160  ) 

<b)  All  Other  Design  Costs . (  245  ) 

(c)  Total .  405 

(d)  Contract . i  305  ) 

(e)  In-house . (  100  > 

(4 i  Construction  start . . . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


11-88 

100 

5-89 

1-90 


DD  <  dic  7*  1391c 


irivious  ioitions  wav  at  u»i d  intisnallv 

UNTIL  IXHAUSTIO 


7AOI  NO 


i.  component  r. .  date 

FY  ,isi  MILITARY  CONSTRUCTION  PROGRAM 

NAVY 


3.  INSTALLATION  AND  LOCATION  14.  COMMANO  S  AREA  CONSTR. 

COST  INDEX 

PUGET  SOUNO  NAVAL  SHIPYARD.  '  NAVAL  SEA  SYSTEMS 

3REMERTON.  WASHINGTON  COMMA NO  1  14 


6.  PERSONNEL 

strength 

a.  AS  OF 
09/30/M 

b.  END  FY 

PERMANENT 

JTUOENTS 

SU*»ORTEO 

TOTAL 

Cl  VILIAM 

otticm 

1  INUSTAC  i  CIVILIAN 

113 

■Hi 

liBBO 

o  ! 

1 

0i 

0 

3  SO 

19668 

1994 

153 

■ 

1  1S50 

0  . 

0 

0 

390 

Mm  •< 

19668 

7.  INVENT OAV  DATA  SOOCH 


■.  TOTAL  ACREAGE  <  1 . 3*3 ) 

D.  INVENTORY  TOTAL  AS  of  30  SEA  II  . 

C.  AUTHORIZATION  not  yet  in  inventory  .  . 

a.  AUTHORIZATION  reouested  in  this  program  . 

a.  authorization  included  in  following  program  . 

F  PLANNED  !N  NEXT  THREE  PROGRAM  YEARS 
0-  REMAINING  DEFICIENCY 

n  GRAND  TOTAL  _ _ ■ 

*.  PROJECTS  REOUESTED  IN  THIS  PROGRAM: 


CATEGORY 

-  _  _ PROJECT  TITLE _ 

•13. SO  DRY  COCK  UTILITIES  UPGRAOE 

total 


9  FUTURE  PROJECTS: 

A  INCLUDED  IN  FOLLOWING  PROGRAM 
163  10  INACTIVE  SUB  MOVING  FaC 

total 

a  major  planned  next  three  years 
SI  3. 10  ORYOOCk  SUPERFLOOD  L$  1,000 


’0  MISSION  OR  MAJOR  functions 

Mj i nttn*nCf  ana  ovtrn»u)  of  snip*  uc  to  ana  including  attach 

earners,  ano  attack  ana  flwat  papistic  an  as  i  la  suOMannas  Logistic 
support  ppovio#o  mciuoas  convsrtior.  ovarnaui  ,  r#pat»*.  a' ta^at >on* . 
ana  dryooCfcmg  o 4  surfaca  amps  and  wooarn  iuda«'‘'n«i  Tna  ya  'O  a  lie 
provioas  support  for  air  ana  suomari na  uarfara  waapon  tya tarns 


lS 


2.70C 


-KOI- 


cost 

itooo 


LS 


*22i 


’  .  tod 


DESIGN  STATUS 
start  COMPLETE 

ii/IB  09/89 


309.030 

30.A50 

1  .TOO 
3.  TOC 
1.000 

9’ . 39C 

436 , 3 TO 


00  FOAM  1390 
10ECTB 


PAGE  NO. 


^  5b 


1.  COMPONENT 
MAW 


FY  19_ii  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

PUGET  SOUND  NAVAL  SHIPYARD, 
BREMERTON.  WASHINGTON 


5.  PROGRAM  ELEMENT 


G70222BN 


6.  CATEGORY  CODE 


-813.20 


4.  PROJECT  TITLE 


DRY  DOCK  UTILITIES  UPGRADE 


7.  PROJECT  NUMBER 


'=251 


B.  PROJECT  COST  ItOOOl 


1.700 


*.  COST  FSTIMATES 


ITEM 


DRY  DOCK  UTILITIES  UPGRADE 

SUBSTATION  . 

SWITCHING  STATION.  .  .  . 

SERVICE  TUNNEL  . 

MECHANICAL  UTILITIES  .  . 


f 


U/M 


QUANTITY 


LS 

LS 

LS 

LS 


UNIT 

COST 


LS 


SUBTOTAL  „  .  .  . 
CONTINGENCY  (5%) 


TOTAL  CONTRACT  COST . .  .  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 


TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


(NON-ADU) 


COST 

(SOOO) 

1,530  ' 
(  470) 

(  550) 

(  420) 

( _ 90) 

1,530 

_ 80 

1,610 

_ 90 

1,700 
(  0) 


10.  DESCRIPTION  OP  PROPOSED  CONSTRUCTION  J  - - 

Addition  of  new  transformer  and  rectifier;  pure  water  service;  building 
utility  service  tunnels;  industrial  electrical  circuits  upgrade;  repair 
saltwater  lines. 


11.  REQUIREMENT:  As  Require  . 

PROJECT :  Installs  high  voltage  cable,  substation  with  switchgear, 

walk-through  service  tunnels,  pure  water  system,  and  repairs  salt  water 
system.  (Current  mission.) 

REQUIREMENT:  Adequate  and  reliable  utilities  to  support  industrial  and 
ship  operations  in  accommodating  overhaul  and  repair  of  a  nuclear  class 
surface  ship  (CGN)  and  submarines  (SSBN,  SSN)  in  Dry  Dock  4.  Two  sources 
of  electric  power,  one  from  the  Bonneville  Power  Administration  (BPA)  and 
the  other  from  the  Shipyard  power  plant,  via  different  transformers  to 
prevent  loss  of  power  in  the  event  one  transformer  should  fail. 

CURRENT  SITUATION:  Dry  Dock  4  was  routinely  used  to  support  non-nuclear 
overhauls,  while  nuclear  overhauls  were  accomplished  in  other  heavily 
scheduled  dry  docks.  Current  utilities  are  adequate  for  supporting  most 
classes  of  non-nuclear  ships,  but  are  inadequate  to  service  and  support 
nuclear  vessels.  An  interim  measure  was  taken  to  permit  simultaneous 
overhauls  on  two  nuclear  submarines  (SSN)  and  a  post  shakedown  availability 
(PSA)  on  a  TRIDENT  (SSBN)  by  utilizing  a  nearby  substation  to  power  a 
portaole  transformer.  Temporary  power  lines  were  routed  to  the  dry  dock 

(Continued  on  DD  1391c) 
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S/N  010?  LP-001  3010 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 

FY  19_!i_MIUTARY  construction  project  data 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

PUGET  SOUND  NAVAL  SHIPYARD,  BREMERTON,  WASHINGTON 

1 4.  PROJECT  TITLE 

5.  PROJECT  NUMBER  j 

DRY  DOCK  UTILITIES  UPGRADE 

P-252 

U.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

to  provide  the  necessary  super  shore  power  required  by  a  Lcs  Angeles  class 
submarine.  The  8,000  amperes  required  by  the  Los  Angeles  is  the  largest 
electric  power  requirement  for  ar.y  nuclear  vessel  that  can  be  docked  in 
Dry  Dock  4.  This  temporary  solution  should  not  be  considered  a  permanent 
answer  for  electric  power,  since  it  leaves  two  dewatering  pumps 
disconnected. 

IMPACT  IF  NOT  PROVIDED:  Inability  of  the  shipyard  to  provide  adequate  and 
reliable  utilities,  including  electric  power,  pure  water,  and  saltwater, 
to  eliminate  impact  on  delaying  ships  and  submarines  undergoing  overhaul 
and  repairs,  and  their  availability  to  the  fleet. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Faciiitv  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Oats  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete . 9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  90  ) 

(b)  All  Other  Design  Costs . (  20  ) 

(c)  Total .  110 

(d)  Contract . (  100  ) 

(e)  In-house . (  10  ) 


(4)  Construction  start . . . . 10-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


U 
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DD  t  DEC  79  1391c 


PREVIOUS  EDITIONS  MAY  SE  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


1 .  COMPONENT 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


NAVY 


3.  installation  and  location 

NAVAL  STATION, 

EVERETT,  WASHINGTON 


6.  PERSONNEL 

strength 

a.  AS  OF 
09/30/38 

b.  END  FY 
1994 


COMMAND 


COMMANDER  IN  CHIEF, 
PACIFIC  CLEET 


5.  AREA  CONSTR. 
COST  INDEX 


PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED  | 

CIVILIAN 

0 

0 

c 

■ 

HH9 

HI 

■ 

0 

407 

7117 

620 

1 

Hi 

8144 

7.  INVENTORY  DATA  (*000) 


( 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NO f  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL . 


272) 


20.750 
170.520 
22.150 
14,280 
48 . 000 
67.200 
342,900 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


DESIGN  STATUS 


CODE 

PROJECT  TI^LE 

SCOPE 

tsoooi 

START 

COMPLETE 

131 .  15 
730.10 
812.30 
932 . 20 

COMMUNICATIONS  FACILITY 

SECURITY  &  FIRE  STATION 

CARRIER  PIER  SUPPORT 

UTILITIES  AND  SITE  IMPROVS 

6,150  SF 
6,930  SF 

LS 

LS  — 

1.650 

1.750 

1 1 .960 
6.790 

06/85 

06/85 

07/85 

07/85 

09/88 

09/88 

09/86 

11/88 

TOTAL 

22. 150 

.  FUTURE 

PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

812.30  CVBG  SUPPORT  COMPLEX 

LS  _ 

14.280 

TOTAL 

14,280 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

171.10  CVBG  SUPPORT  COMPLEX 

16,000  SF 

48.000 

10.  MISSION  OR  MAJOR  FUNCTIONS : 

Provide  homeport  facilities  and  logistic  support  for  warships  a‘:d 
auxiliaries  of  tha  Pacific  Fleet.  Provide  harbor  iind  watfrfront 
facilities,  exchange,  personnel,  athletic  and  recreational,  perthlng, 
and  messing  services. 


1 1 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES : 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOO) 

0 

0 

0 


DO  FORM  1390 
1DEC76 


PAGE  NO. 


461 


i 


1.  COMPONENT 

NAVY  FY  '9—  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION  A  PROJECT  TITLE 

NAVAL  STATION, 

EVERETT,  WASHINGTON  CARRIER  PIER  SUPPORT 


S.  PROGRAM  ELEMENT 


0204796N 


«.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

812.30 

P-089 

8.  PROJECT  COST  1*0001 


11,960 


8.  COST  ESTIMATES 


U/M  OLANTiTY 


CARRIER  PIER  SUPPORT  . 

TRANSIT  SHED  AND  STORAGE . . 

PORT  SERVICES/PUBLIC  WORKS/GROUND  SUPPORT, 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5,5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


:  nsi  zima 


10,800 
(  5.570) 
(  5,230) 


10,800 

540 


11,340 

A20 


Four  one-story  steel  frame  and  masonry  buildings,  concrete  floors,  built-u? 
roofs,  pile  foundations;  cranes,  hoists,  port  control  tower,  open  storage, 
utilities,  paving,  site  improvements. 


11.  REQUIREMENT:  As  Required. 

PROJECT;  Constructs  a  transit  shed,  hazardous/flammable  storage  facility, 
open  and  covered  storage,  port  services  and  public  works  shops,  a  port 
control  tower,  and  a  ground  support  and  armament  handling  equipment  shed. 
(New  mission.) 

REQUIREMENT;  Adequate  facilities  to  support  the  homeporting  of  an  Aircraft 
Carrier  Battle  Group  (CVBG)  as  part  of  the  Navy's  strategic  homeporting 
initiative  in  the  Pacific  Northwest.  The  primary  mission  of  port  services 
and  public  works  is  to  manage  safe  berthing  of  the  battle  group  and  provide 
necessary  in-port  services  such  as  brows,  utility  connect  ions,  tow  services 
and  facility  maintenance.  The  transit  shed  will  provide  for  storage, 
laydown,  sorting,  repackaging,  and  transshipment  of  materials  going  to  and 
from  ships,  and  a  separate  storage  facility  for  hazardous  and  flammable 
materials. 

CURRENT  SITUATION;  Naval  Station  Everett  is  a  new  homeport  under 
construction.  Prior  increments  have  provided  facilities  needed  to  meet  a 
portion  of  the  base  infrastructure  and  berthing  requirements.  However, 
additional  operational  facilities  are  required  to  provide  adequate  support 
for  the  CVBG. 

(Continued  on  DD  1391c) 
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PflE'HOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


t/u  9103  001  3010 


1.  COMPONENT 

NAVY 

FY  ie!L-MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  date 

.  . 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  EVERETT,  WASHINGTON 

|a.  project  title 

5  PROJECT  NUMBER 

CARRIER  PIER  SUPPORT 

P-089 

11.  REQUIREMENT:  (Continued) 

IMPACT  IF  not  PROVIDED:  Materials  would  have  to  be  left  in  unprotected 
areas  subject  to  weather  damage  and  theft.  Efficiency  of  materials 
supply  and  repair  operations  v/ould  be  greatly  reduced.  No  area  would  be 
available  for  the  safe  storage  of  hazardous  materials,  thereby 
increasing  risks  to  personnel  and  facilities.  A  lack  of  maintenance  and 
service  capabilities  will  have  an  adverse  effect  on  the  availability  and 
reliability  of  equipment. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  handbook  1130,  "Facility  Plaining  and  Design  Guide.") 


(1)  Status.* 

(a)  Date  Design  Started .  7-85 

(b)  Percent  Complete  as  of  January  1990 . 100 

<c)  Date  Design  35%  Complete .  11-85 

(d)  Date  Design  Complete .  9-86 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  785  ) 

(b)  All  Other  Design  Costs . (  395  ) 

(c)  Total .  1180 

(d)  Contract.... . (  1090  ) 

(e)  In-house . . . . . (  90  ) 


(4)  Construction  start. . . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  1  DEC  TO  1391c 


Previous  COITIONS  MAY  St  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAOE  NO.  4  ' 


•'N910M.F401  -Wit 


1.  COMPONENT 


2.  DATE 


NAVY 


3.  installation  ano  location 
NAVAL  STATION, 

EVERETT,  WASHINGTON 


S.  PROGRAM  ELEMENT 


0204796N 


FY  19 _ MILITARY  CONSTRUCTION  PROJECT  DATA 


6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

131.15 

P-145 

4.  PROJECT  TITLE 

COMMUNICATION  FACILITY 


8.  PROJECT  COST  ($0001 


».  COST  ESTIMATES 


U/M  QUANTITY 


COMMUNICATION  FACILITY  . 

COMMUNICATION  CENTER  . 

TELEPHONE  EXCHANGE  .  ■  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES.  .  . 

UTILITIES  AND  SITE  IMPROVEMENT  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST.  .......  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


( 

770) 

( 

280) 

( 

210) 

230 

( 

40) 

( 

190) 

1,650 
(  0) 


10.  DESCRIPTION  OP  PROPOSED  CONSTRUCTION 

One-story  steel  frame  and  masonry  building  with  pre-formed  metal  siding, 
pile  foundation,  access  flooring,  fire  protection  and  security  systems, 
emergency  electric  power,  utilities,  paving,  air  conditioning. 


11.  REQUIREMENT:  6,150  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT ;  Provides  facilities  for  telecommunications  and  telephone 
exchange  functions.  (New  mission.) 

REQUIREMENT:  Adequate  communication  facilities  to  support  homeporting  of 
an  Aircraft  Carrier  Battle  Group  as  part  of  the  Navy's  strategic 
homeporting  initiative  in  the  Pacific  Northwest. 

CURRENT  SITUATION:  No  facilities  currently  exist  for  telecommunications 
or  telephones. 

IMPACT  IF  NOT  PROVIDED:  An  absence  of  facilities  for  telecommunications 
and  telephone  functions  will  impair  the  ability  of  the  naval  station  to 
support  the  battle  group. 

12 .  SUPPLEMENTAL  DATA: 

a..  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . . . . .  6-85 

(Continued  on  DD  1391c) 


DOi  oec  7$  1391 

S/N  0102  L*  001  3*10 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO.  /.  ^  A 


F 


COMPONENT 


NAVY 


FY  19!L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION, 


A.  PROJECT  TITLE 


J3VERETT.  WASHINGTON 

SECURITY 

AND  FIRE  STATION 

5.  PROGRAM  ELEMENT 

6-  CATEGORY  CODE 

7.  PROJECT  NUMBER 

8.  PROJECT  COST  ($000) 

U204796N 

730.10 

P-117 

1.750 

S.  COST  ESTIMATES 


ITEM 

' 

U/M 

QUANTITY 

UNIT 

COST 

.  ... 

COST 

($000) 

SECURITY  AND  FIRE  STATION. . 

SF 

6,930 

_ 

1,290 

FIRE  STATION  .  .  . . 

SF 

4,720 

141.00 

(  670) 

POLICE  STATION  . 

SF 

2,060 

155.00 

(  320) 

SENTRY  SHELTERS . 

SF 

150 

67.00 

(  10) 

BUILT-IN  EQUIPMENT  .  .... 

LS 

- 

- 

(  290) 

SUPPORTING  FACILITIES . 

- 

- 

- 

290 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  70) 

UTILITIES  AND  SITE  IMPROVEMENT  . 

LS 

- 

- 

(  220) 

SUBTOTAL  . 

- 

- 

1,580 

CONTINGENCY  (5%)  . 

“ 

- 

- 

80 

TOTAL  CONTRACT  COST . 

- 

- 

1,660 

SUPERVISION,  INSPECTION  &  OVERHEAD  <5.5»).  . 

- 

- 

90 

TOTAL  REQUEST . 

“ 

- 

- 

1,750 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (N 

ON-ADD) 

(  0) 

10.  oesCripTion  of  proposed  CONSTRUCTION 


One-story  steel  frame  and  masonry  building  on  pile  foundation,  high-bay 
area  in  fire  station,  security  tower  on  the  mole,  two  sentry  shelters, 
utilities,  security  system,  fire  protection  system,  special  ventilation, 
emergency  electric  power. 


11.  REQUIREMENT:  6,930  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF.  | 

PROJECT:  Provides  a  fire  station,  police  station,  security  observation  i 
tower,  and  two  sentry  shelters.  (New  mission.)  i 

REQUIREMENT:  Adequate  security  and  fire  fighting  facilities  to  protect  ; 
the  ships  of  the  aircraft  carrier  battle  group  and  the  station. 

CURRENT  SITUATION:  No  facilities  currently  exist  for  security  or  fire 
protection. 

IMPACT  IF  NOT  PROVIDED;  Without  an  on-base  fire  station,  fire  fighting 
service  will  have  to  be  provided  by  the  City  of  Everett  fire  department. 

The  increased  time  required  to  answer  alarms  will  increase  the  potential 
for  loss  of  property  and  life.  Security  for  the  battle  group  and  the 
station  will  be  severely  impaired  without  facilities  to  house  required 
security  operations. 


DDi  dec  :.1391 

S/M  010?  IP  001  ?»10 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE 


416 


t.  COMPONENT 

NAVY 

FY  19  ^MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  EVERETT,  WASHINGTON 

|4.  PROJECT  TITLE 

S.  PROJECT  NUMBER 

SECURITY  AND  FIRE  STATION 

P-117 

12 .  SUPPLEMENTAL  DATA: 


%.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  6-8S 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  1-87 

(d)  Date  Design  Complete .  9-88 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  95  ) 

(b)  All  Other  Design  Costs... . (  90  ) 

(c)  Total .  185 

(d)  Contract . . . . . .  (  150  ) 

(e)  In-house . (  35  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD^scn  1391c 


PREVIOUS  I DITIONI  MAY  BE  USED  (NT! ANALLY 
UNTIL  EXHAUSTED 


AAOE  NO.  *  £ 


1.  COMPONENT  2.  DATE 

FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ _  _ _ 

9.  INSTALLATION  ANO  LOCATION  4.  PROJECT  TITLE 

NAVAL  STATION,  UTILITIES  AND  SITE  IMPROVEMENTS 

EVERETT.  WASHINGTON _ _ |_ _ _ 

5.  PHOORAM  ELEMENT  IT  CATEOORV  CODE  I  7.  PROJECT  NUMSEP  Is.  PROJECT  COST  1*000) 


».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

unit 

cost 

COST 

(S000) 

UTILITIES  AND  SITE  IMPROVEMENTS . 

LS 

- 

- 

6,130 

UTILITIES . • 

LS 

- 

- 

(3,660) 

SITE  IMPROVEMENTS . .  . 

LS 

- 

- 

(2,470) 

SUBTOTAL  .  . 

- 

- 

- 

6,130 

CONTINGENCY  (5%) . .  *  .  . 

- 

— 

310 

TOTAL  CONTRACT  COST . 

- 

- 

- 

6,440 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.51).  . 

- 

- 

350 

TOTAL  REQUEST . 

- 

- 

6,790 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 

-  (NO 

1-ADD) 

(  0) 

10.  DESCRIPTION  6f  PROPOSED  CONSTRUCTION 

Utilities  including  sanitary  sewer,  potable  water,  electrical, 
telecommunications,  natural  gas;  utility  connections,  storm  drainage, 
grading,  surcharge,  fencing,  paving,  site  improvements. 

__  REQUIREMENT:  As  Required!  ~ 

PROJECT:  Constructs  utilities  and  site  improvements,  provides  for 
utilities  connections.  (New  mission.) 

REQUIREMENT:  Adequate  utilities  and  site  improvements  required  for 
homeporting  an  Aircraft  Carrier  Battle  Group  (CVBG)  as  part  of  the  Navy's 
strategic  homeporting  initiative  in  the  Pacific  Northwest. 

CURRENT  SITUATION:  Naval  Station  Everett  is  a  new  homeport  under 
construction.  Prior  increments  have  provided  facilities  needed  to  meet  a 
portion  of  the  base  infrastructure  requirements.  However,  completion  of 
these  facilities  is  necessary  to  provide  adequate  support  for  the  CVBG. 
IMPACT  IF  NOT  PROVIDED:  Utilities  and  site  improvements  required  for 
facilities  being  constructed  to  support  the  CVBG  will  be  incomplete, 
resulting  in  severe  adverse  impacts  on  homeport  operations. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 

NAVY 

FY  19ILMILITARY  CONSTRUCTION  PROJECT  DATA 

a.  date 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION,  EVERETT,  WASHINGTON 

|4.  PROJECT  TITLE 

9.  PROJECT  NUMBER  j 

UTILITIES  AND  SITE  IMPROVEMENTS 

P-082 

12.  SUPPLEMENTAL  DATA: 


a.;  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide. ■) 


(1)  Status: 

(a)  Date  Design  Started .  7-85 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  351  Complete .  4-88 

(d)  Date  Design  Complete .  11-88 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  ♦  (e)  :  (SOOO) 

(a)  Production  of  Plans  and  Specifications . (  130  ) 

(b)  All  Other  Design  Costs . (  125  ) 

(c)  Total . . 255 

(d)  Contract . (  235  ) 

(e)  In-house . (  20  ) 


(4)  Construction  start . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  o«en  1391c 


PREVIOUS  COITIONS  MAY  SC  USED  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO.  L  £ 


1 .  COMPONENT  I 

I 

NAVY  I 


12.  DATE 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  UNDERSEA  WARFARE  ENGINEERING  STATION 
KEYPORT.  WASHINGTON 


4.  COMMAND 


NAVAL  SEA  SYSTEMS 
COMMAND 


!  5.  AREA  CONSTR . 
COST  INDEX 


1 — - 

(6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 
0.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OFF  I  CM 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

- r 

ENLISTED  | 

CIVILIAN 

20 

302 

3270 

0 

0 

0 

0 

o  1 

1 

0 

3592 

1994 

20 

287 

>  3240 

2 _ 

0 

0 

0 

0 

0  ! 

0 

3547 

7.  INVENTORY  DATA  1*000) 


< 


a.  TOTAL  ACREAGE 
0.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 

AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f,  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .... 

9.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


4,939) 


80.590 

10,930 

18.500 

6.050 

15.100 

43.0SC 

174,220 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


PROJECT  TITLE 


CATEGORY 

COPE  _ 

213.51  SUB  WPNS  SYSTEM  SHOP 
216.77  AUTOMATED  MATRLS  HOLG  FAC 
730.10  FIRE  STATION 

total 


SCOPE 


74.400  SF 
28.490  SF 
7.690  SF 


COST 

ttnoO' 


10. 100 
7.300 
1  -  100 


DESIGN  STATUS 
start  complete 

01/90 
06/88 
04/67 


1  1/88 
06/B6 
OB/ 86 


18.500 


9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
136.65  HELICOPTER  PAD 

151.10  PIER  IMPROVEMENTS 

316.10  HIGH  ENERGY  TEST  FACILITY 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

151.10  DOCK  EXPANSION 

151.20  PIER  REPLACEMENT 


LS 

LS 

LS 


LS 

13.670  SF 


400 
2,500 
3.  150 


6,050 


6.  100 

4,600 


10.  MISSION  OR  MAJOR  FUNCTIONS. 

Proof.  test,  and  avaluata  underwater  wanponi .  waapona  systems',  and 
components;  exercise  design  cognizance  of  undarwatar  weapon  systems 
acoustic  and  tracking  ranges  and  associated  range  equipment;  provide 
engineering  and  technical  support  services  for  designated  undersea 
warfare  programs;  provide  material  and  logistics  support  for  assigned 
weapon  systems,  weapons  or  components;  act  as  in-service  engineering 
agent  for  designated  undersea  weapons  systems. 


4 5000) 
600 
10,040 
O 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH); 


£  7 
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PAGE  NO. 


I  COMPONENT 


NAVY 


FY  19_!L  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


I.  INSTALLATION  AND  LOCATION 

NAVAL  UNDERSEA  WARFARE  ENGINEERING 
STATION,  KEYPORT,  WASHINGTON 


4  PROJECT  TITLE 

AUTOMATED  MATERIALS 
HANDLING  FACILITY 


9.  PROGRAM  ELEMENT 

f.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

r  PROJECT  COST  ($000) 

9702031N 

216.77 

P-295 

7,300 

f.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

AUTOMATED  MATERIALS  HANDLING  FACILITY.  .  .  . 

SF 

28,490 

- 

S,  710 

BUILDING  . 

SF 

28,490 

60.00 

(1.710) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(4,000) 

SUPPORTING  FACILITIES . 

- 

- 

- 

880 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  660) 

UTILITIES . 

LS 

- 

- 

(  160) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  60) 

SUBTOTAL  . 

- 

- 

- 

6,590 

CONTINGENCY  (5%)  . 

330 

TOTAL  CONTRACT  COST . 

- 

- 

6,920 

SUPERVISION,  INSPECTION  a  OVERHEAD  (5.5%).  . 

- 

- 

- 

380 

TOTAL  REQUEST . 

- 

- 

- 

7,300 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

| 

~  ( 

TON-ADD 

(1,440) 

1 

To.  description  of  Proposed  construction 


One-story  high-bay  metal  building,  pile  foundation,  concrete  floor, 
automated  high-density  rack  storage  system  with  guided  retrieval  vehicles, 
computer  control  area,  fire  protection  system,  ventilation,  utilities. 


11.  REQUIREMENT:  28,490  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  a  centralized  secure  automated  storage  facility  for 
torpedo  components.  (Current  mission.) 

REQUIREMENT:  Efficient  storage,  inventory,  retrieval  and  handling  of 
in-process  MK-48  torpedo  components,  parts  and  assemblies.  There  are 
80,000  to  100,000  major  components  and  sub-assemblies  for  MK-48  and 
MK-48 (ADCAP)  torpedoes  in  process  at  any  one  time  at  the  station.  In  1985, 
the  rate  of  production  was  only  276  units  annually.  By  1989,  a  production 
rate  of  525  units  will  be  required.  Automated  handling  of  components  with 
real-time  inventory  control  will  be  necessary  to  attain  the  production 
rates. 

CURRENT  SITUATION:  Production  shop  floor  space  and  some  vertical  storage 
racks  are  used  to  store  MK-48  torpi^o  sections  and  parts.  The  amount  of 
avaliable  space  is  not  adequate  requiring  many  units  to  be  stored  outside 
and  in  some  cases,  up  to  six  miles  from  the  shop.  Items  are  retrieved  when 
needed  by  manually  searching  through  the  various  storage  sites.  Frequently, 
several,  units  must  be  moved  to  retrieve  the  required  item.  This  method  of 
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It.  COMAONtNT 


V  COMPONENT 

NAVY 

FY  19_LLmIUTARY  CONSTRUCTION  PROJECT  DATA 

2  OAT* 

1  INSTALLATION  and  location 

NAVAL  UNDERSEA  WARFARE  ENGINEERING  STATION,  REYPORT,  WASHINGTON 

|4.  #AOJICT  TtTLfc 

t.  PROJICT  NUMIC*  j 

AUTOMATED  MATERIALS  HANDLING  FACILITY 

P-295 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

operation  is  labor  intensive  and  inefficient  which  increases  production 


costs  and  the  inventory  of  torpedo  components.  While  marginally  adequate 
for  previous  MK-48  production,  the  addition  of  the  HK-48  ADCAP  workload 
makes  these  methods  no  longer  feasible.  The  ADCAP  program  has  more 
stringent  security  and  inventory  regulations  which  must  be  accommodated. 
INPACT  IF  HOT  PROVIDED:  Increased  costs  and  turn-around  time  for  the 
MK-48  and  ADCAP  corpedoes  caused  by  the  congested  work  areas  and  increased 
rework  because  of  components  being  damaged  from  multiple  handling. 
ADDITIONAL:  An  economic  analysis  has  been  performed  and  indicates  a 
payback  period  of  less  than  2  years. 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started.,,...,.,.... .  6-86 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete.. .  11-86 

(d)  Date  Design  Complete . C-88 


(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

(b)  Where  Design  Was  Most  Recently  Used: 


Yes _ No _ X 

N/A 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  (tOOO) 

(a)  Production  of  Plans  and  Specifications . (  350  ) 

(b)  All  Other  Design  Costs . (  400  ) 

(c)  Total . . . . . .  750 

(d)  Contract . . (  725  ) 

(e)  In-house . . . (  25  ) 


(4)  Construction  3tart... . . 12-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 

Fiscal  Year 


Equipment  Procuring 

Nomenclature  Appropriation 

Inventory  Computer  System  WPN-3 


Appropr iated 
or  Requested 
1990 


Cost 

«000) 

1,440 
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PfttVIOUS  COITIONS  MAY  1C  UltO  INTI  ANALLY 
UNTIL  tXHAUSTtD 


PAOC  NO 


1 .  COMPONENT  2.  DATE 

FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 

■  NAVY _ _ _ _ _ _ 

3.  INSTALLATION  ANO  LOCATION  4.  PROJECT  TITL6  .  ' 

NAVAL  UNDERSEA  WARFARE  ENGINEERING  STATION 

KEYPORT,  WASHINGTON _ _  FIRE  STATION _ 

S.  PROGRAM  ELEMENT  I#.  CATEGORY  CODE  ]  7.  PROJECT  NUMBER  |».  PROJECT  COST  1*000) 


0702096N 


730.10 


I  P-309 

t.  COST  ESTIMATES 


FIRE  STATION . . . 

BUILDING  .  .  ! . .  .  . . 

FIRE  STATION  RENOVATIC  . . 

SUPPORTING  FACILITIES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  ....  . 

CONTINGENCY  (5»)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTIONS  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . . . 

EQUIPMENT  PROVIDED  FROM  OTHER  AP  J.OPRIATIONS 


U/M 

QUANTITY 

UNIT 

COST 

COST 

ISOOO) 

SF 

SF 

7,690 

4,800 

104.00 

650 
(  500) 

SF 

2,890 

52.00 

(  150) 

- 

- 

- 

340 

LS 

- 

- 

(  270) 

LS 

- 

- 

(  70) 

- 

- 

- 

990 

- 

- 

** 

50 

- 

- 

1,040 

- 

- 

- 

60 

- 

- 

“ 

1,100 

-  ( 

NON-ADD 

)  (  0) 

10.  DESCR  I^TION  oT  PROPOSED  CONSTRUCTION 

One-story  reinforced  concrete  frame  building,  concrete  floor  and 
foundation,  masonry  walls,  built-up  roof  over  metal  decking,  hose  drying 
tower,  fire  protection  system,  ventilation,  utilities;  interior  renovation 
of  existing  fire  house  for  administration  space  and  communication  center. 

11.  REQUIREMENT:  7,690  SF.  ADEQUATE;  0  SF.  SUBSTANDARD:  (2,890)  SF. 

I  PROJECT;  Constructs  a  two-company  fire  station  and  alters  vacated  building 
for  a  communications  center.  (Current  mission.) 

REQUIREMENT:  Adequate  facilities  to  insure  fire  protection  for  personnel 
and  ammunition  facilities.  Response  time  between  fire  station  and  ship 
berthing  and  pier  facilities  must  be  less  than  four  and  one-half  minutes  or 
be  within  two  miles  of  the  waterfront  where  ships  berth  and  load  or  unload 
ordnance  and  ammunition. 

CURRENT  SITUATION:  Fire  protection  for  this  remote  location  is  provided  by 
station  forces.  The  existing  fire  station  is  located  on  the  south  end  of 
the  island  and  cannot  meet  the  response  time  or  distance  requirement.  The 
existing  facility  only  accommodates  one  fire  company  whereas  two  companies 
are  required  to  satisfy  the  fire  protection  support  necessary  to  prevent  a 
major  catastrophe  in  the  event  of  an  explosion  or  fire.  The  vacated  fire 
house  will  be  altered  to  provide  a  central  communications  center.  There  is 
presently  no  communications  center  capability  on  the  island. 

IMPACT  IF  NOT  PROVIDED:  Fire  protection  for  personnel  safety  and  ammunition 
facilities  would  continue  to  be  marginal  and  may  jeopardize  the  handling 
and  security  of  ordnance.  (Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  IE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


1.  COMPONENT 


FY  19_1LmIUTARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  UNDERSEA  WARFARE  ENGINEERING  STATION,  KEYPORT,  WASHINGTON 

4.  project  TITLE 

5.  PROJECT  NUMBER 

FIRE  STATION 

p-309 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started....  . .  8-86 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  11-86 

(d)  Date  Design  Complete .  4-87 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  x 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(c)  Total . . . . . 

(d)  Contract . 

(e)  In-house . . . 


($000) 
65  ) 

_ 45J 

110 
90  ) 

-  20  > 


(4)  Construction  start. 


. _ 12-90 

(montn  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PREVIOUS  COITIONS  MAY  SC  USKO  INTERNALLY 
UNTIL  EXHAUSTED 


I.COMRONiNT  2.  DATE 

FY  19  JO.  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ _ _ _ _ _ 

3.  INSTALLATION  AND  LOCATION  4,  PROJECT  TITLE 

NAVAL  UNDERSEA  WARFARE  ENGINEERING  STATION  SUBMARINE  WEAPONS  SYSTEMS 


|s.  program  clement 


It.  CATEGORY  COOE 


7.  PROJECT  NUMBE  R 


8.  PROJECT  COST  ISOOO) 


9.  COST  ESTIMATES 


SUBMARINE  WEAPONS  SYSTEMS  SHOP  . 

SUPPORTING  FACILITIES . '.  .  . 

SPECIAL  CONSTRUCTION  FEATURES . 

UTILITIES . . . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 

QUANTITY 

UNIT 

COST 

COST 

(S000) 

SF 

74,400 

111.00 

8,260 

- 

- 

- 

860 

LS 

- 

- 

(  420) 

LS 

- 

- 

(  330) 

LS 

- 

- 

(_110) 

- 

- 

- 

9,120 

- 

- 

- 

450 

- 

- 

- 

9,570 

- 

- 

- 

530 

- 

- 

- 

10,100 

( 

JON-ADD 

(  0) 

10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

Two-story  steel  frame  and  masonry  building,  pile  foundation,  concrete 
floors,  built-up  roof,  shops,  laboratories,  office  spaces,  staging  and 
storage  areas,  vault,  computer  room  with  computer  flooring,  training  room, 
shielding;  400Hz  electric  power,  high  and  low  pressure  air  systems, 
temperature  and  humidity  controlled  areas,  ventilation  and  water  cooled 
areas,  fire  protection  system,  communications,  utilities. 

IT!  REQUIREMENT;  74,400  SF.  ADEQUATE;  0  SF.  SUBSTANDARD;  0  SF. 

PROJECT;  Constructs  a  facility  to  accommodate  five  vital  submarine  weapons 
shop  functions,  and  consolidates  22  scattered  submarine  weapons 
activities.  (Current  mission, ) 

REQUIREMENT;  Adequate  component  repair,  upgrade,  refurbishment  and  test 
space  for  fire  control,  defensive  weapon,  combat  control  and  sonar  systems 
to  support  SSN  637,  688,  and  21  classes  of  SSBN  submarines.  Keyport  is  the 
designated  Navy  Depot  for  these  critical  submarine  weapons  systems  and 
adequate  facilities  to  support  present  and  new  programs  are  essential. 

Depot  facilities  must  be  available  for  a  nearly  five-fold  increase  in  sorar 
systems  oetween  1986  and  1992.  Combat  control  system  support  wiJ.1  increase 
by  150%  during  the  same  period.  For  the  SSBN  combat  system,  sonar  and 
defensive  weapon  systems  work  will  also  grow,  rurther  requirements  include 
a  167%  increase  in  fire  control  svetem  refurbishment  work. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


FY  19.!LmIUTARY  CONSTRUCTION  PROJECT  DATA 

2.  DATE 

3.  installation  and  location 

NAVAL  UNDERSEA  WARFARE  ENGINEERING  STATION,  KEYPORT,  WASHINGTON 

4.  PROJECT  TITLE 

SUBMARINE  WEAPONS  SYSTEMS  SHOP 

6.  PROJECT  NUMBER 

P-337 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  Inadequate,  crowded  and  inefficient  weapons  systems' 
shop  spaces  are  contributing  to  high  cost  operations  because  there  is  a 
wide  separation  of  related  industrial  functions.  Existing  program  needs 
occupy  all  available  spaces.  Present  shop  and  test  functiors  occupy 
portions  of  22  separate  buildings  spread  over  four  sites.  Key port  and 
Bangor-6  miles  away,  Brownsville-3  miles  away,  and  Indian  Island-36  miles 
away.  These  widely  dispersed  locations  result  in  unnecessary  travel, 
security  problems,  inefficient  personnel  usage,  increased  technical 
response  time,  and  an  absence  of  centralized,  cost-effective  management. 

It  is  estimated  $50,000  annually  in  equipment  damage  is  incurred  because 
of  movement  between  work  locations. 

IMPACT  IF  NOT  PROVIDED:  Submarine  combat  readiness  critical  to  the 
national  defense  will  be  adversely  impacted.  Severe  overcrowding  will 
continue  and  will  worsen  resulting  in  diminished  response  time  to  the 
fleec.  Lost  personnel-time  because  of  unnecessary  travel  between  the 
scattered  sites,  now  computed  at  about  1,700  man  hours  annually,  will  be 
Certain  to  increase.  Added  activity  costs  will  be  incurred  for  leasing  of 
commercial,  nonsecure  spaces  to  accommodate  five  new  programs. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  11-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  35»  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Decign  Was  Most  Recently  Used:  _ _ 

(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications. ....... (  600  ) 

(b)  All  Other  Design  Costs . (  400  ) 

(c)  Total .  1000 

(d)  Contrect . (  960  ) 

(e)  In-house . (  <0  ) 

(4)  Construction  start... . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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FORM 
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PftKVIOUS  EDITIONS  MAY  BC  USiP  INTERNALLY 
UNTIL  •XHAUBTiO 


PAOK  NO. 


t/N  oiorif-ooi 


Llt 


1 .  COMPONENT 


NAVY 


FY  1991  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  installation  ano  location 

NAVAL  HOSPITAL. 

OAK  HARBOR.  WASHINGTON 


4.  COMMAND 


NAVAL  MEDICAL 
COMMAND 


S.  AREA  CONSTR. 
COST  INDEX 

1  .  14 


S.  PERSONNEL 
STRENGTH 

a.  AS  OP 
09/30/88 
e.  END  FY 

1M4 


PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

0*108* 

UNLISTCD 

CIVILIAN 

OPFICM 

INUSTKD 

CIVILIAN 

OPPICIN 

KNUSTCO 

CIVILIAN 

S3 

112 

41 

0 

0 

0 

0 

0 

0 

20G 

SB 

1  14 

43 

0 

0 

0 

0 

0 

0 

215 

7.  INVENTORY  DATA  #0001 

a.  TOTAL  ACREAGE  TENANT  OP  NAS 


t>.  .INVENTORY  TOTAL  AS  OF  30  SEP  *( .  0 

c.  authorization  not  yet  in  inventory .  o 

a.  authorization  reouesteo  in  THIS  PROGRAM  .  2,170 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  0 

t.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  0 

0-  REMAINING  DEFICIENCY .  O 

h,  GRAND  TOTAL . 


8.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


COST 

SCOPE  ISOOQi 


DESIGN  STATUS 
START  COMPLETE 


171.20  AVIAT  PHYSIOLOGY  TRG  FAC 
TOTAL 


13.800  SF  _ 2.170  12/88  10/89 

2.170 


9.  .  UTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

(Aviation  Physiology  Training  Unit)  Provioa  inooctr inat ion  ano 
rsfrashar  training  to  aircraw  in  aviation  physiology  and  tifa  support 
aquipnant.  Instruction  on  rasplration,  circulation,  accalarat ion, 
spatial  orientation  and  vision  to  anaola  pilots  ano  aircrawman  to 
bacoisa  familiar  with  thair  physical  limitations  and  thus  raact  Dattar 
to  amargancy  situations. 


n.  outstanding  pollution  and  safety  deficiencies:  (soooi 

A:  POLLUTION  ABATEMENT  0 
B:  INSTALLATION  RESTORATION  0 
C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 
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PAGE  NO. 


477 


1.  COMPONENT 


NAVY 


FY  19-2L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  HOSPITAL, 


«.  PAOJSCTTITLt 

AVIATION  PHYSIOLOGY 


lOAK  HARBOR.  WASHINGTON 

TRAINING 

FACILITY 

5.  PROGRAM  ELEMENT 

9.  PROJECT  COST  (S000) 

0807796N 

liSvfiSHSH 

2.170 

I.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

<90001 

AVIATION  PHYSIOLOGY  TRAINING  FACILITY.  .  .  . 

SF 

13,800 

120.00 

1,660 

SUPPORTING  FACILITIES . 

- 

- 

- 

300 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  80) 

MECHANICAL  UTILITIES  .  , 

LS 

- 

- 

(  90) 

PAVING  t  SITE  IMPR,  RELOCATE,  DEMOLITION  . 

LS 

- 

(  130) 

SUBTOTAL  ....  . 

- 

- 

- 

1,960 

CONTINGENCY  (5%)  . 

_ 

_ 

100 

TOTAL  CONTRACT  COST . 

- 

- 

- 

2,060 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%).  . 

- 

110 

TOTAL  REQUEST . 

2,170 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

TON-ADD 

1  (  0) 

io.  OeScaiPtion  op  *AopoSeo  Construction 


One-story  reinforced  concrete  frame  building,  concrete  foundation  and 
floor,  pre-cast  concrete  wall  panels,  built-up  roof;  administration, 
classrooms,  specialiied  training  and  equipment  rooms,  instructors  offices, 
fire  protection  system,  air  conditioning,  utilities;  relocate  low-pressure 
altitude  training  chamber  and  ejection  seat  trainer  devices;  demolition  of 
one  building. 


11.  REQUIREMENT:  13,800  SP.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Constructs  training  facility  including  administrative  space, 
classrooms,  low-pressure  chamber,  and  ejection  seat  training  devices. 
(Current  mission.) 

REQUIREMENT:  Adequate  space  to  accommodate  aviation  physiology  and  water 
survival  classroom  training  for  all  aviation  personnel  in  the  northwest 
region  including  fleet  aviation  base  loading  at  Whidbey  Island  for  21 
squadrons.  This  project  will  relieve  congestion  and  fragmentation  of 
services. 


CURRENT  SITUATION:  Functions  are  now  carried  out  in  a  inadequate  area 
having  structural  and  OSHA  deficiencies  and  less  than  half  the  space 
required,  and  inconveniently  located  a  considerable  distance  from  the 
hospital.  Austere  facilities  are  not  conducive  to  the  presentation, 
practical  application,  and  .etention  of  vital  training  in  flight  stress 
and  emergency  procedures.  Hide  separation  of  the  training  spaces  and 


(Continued  on  DD  1391c) 
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S/NOIto  LM0I  M1C 


PREVIOUS  EDITIONS  MAY  0E  used  INTERNALLY 
UNTIL  EXHAUSTED 


PACE  NO. 


L  (  £ 


1.  com^onint 

navy 

FY  1S>_1LmILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATK 

3.  INSTALLATION  ano  location 

NAVAL  HOSPITAL,  OAF!  HARBOR,  WASHINGTON 

|4.  MOJ*CTTlTLt 

S.  PROJECT  NUM1CR  1 

1  AVIATION  PHYSIOLOGY  TRAINING  FACILITY 

P-007 

U.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

classrooms  from  tha  medical  facility  results  in  axcassive  travel  time  aid 
wasted  notion.  No  other  facilities  are  available  of  sufficient  site  or 
proper  location  to  house  these  functions. 

IMPACT  IF  WOT  PROVIDED;  Unable  to  comply  with  directives  to  provide 
sufficient  aviation  physiology  and  aircrew  flight  equipment  training  to 
all  Fleet  aviation  personnel. 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . . 

(b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35«  Complete . 

(d)  Date  Design  Complete . . . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  where  Design  Was  Most  Recently  Used: _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . ( _ 115  ) 

(b)  All  Other  Design  Costs . (  140  ) 

(C)  Total .  255 

(d)  Contract . (  240  ) 

(e)  In-house.. . . : . (  15  ) 

(4)  Construction  start . . . . 11-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provider: 
from  other  appropriations:  None. 


12-88 

100 

5-89 

10-89 
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PfttV'OUS  COITIONS  MAY  SC  USKD  INTi  ANALLY 
until  CXHAUSTIO 


*AO»  NO.  ? 


1.  COMPONENT 
NAVY 


IS.  OATE 


FY  issi  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

STRATEGIC  WEAPONS  FACILITY  PACIFIC, 
SILVEROALE.  WASHINGTON 


1 4.  COMMAND 


IS. 


AREA  CONSTR. 
COST  INOEX 


STRATEGIC  SYSTEMS 
PROJECTS  OFFICE 


PERMANENT 

t -  - 

STUDENTS 

SUPPORTED 

TOTAL 

ortietn 

8NLIST8D 

CIVILIAN 

OWICt* 

IfCISTtO 

CIVILIAN 

OffICfR 

ENLISTED  j 

1 

CIVILIAN 

1C 

SI 

371 

0 

0 

0 

0 

0 

0 

478 

« 

•  • 

3B9 

0 

0 

0 

0  i 

0 

474 

«.  PERSONNEL 
strength 

P.  AS  OF 
09/30/Ri 
6.  ENO  FY 
1994 


7.  MVCNTOMY  DATA  K000I 


P.  TOTAL  ACREAGE  <  O) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  •• .  119.900 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  1S.080 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  53.700 

P.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  49,390 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  89,790 

9.  REMAINING  DEFICIENCY .  3,300 

h.  OR  , ND  TOTAL .  330.340 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATiQORY 

cow 

PROJECT  TITLE 

SCOPE 

COST 

<*CM» 

DESIGN 

START 

status 

COMRLf 

143.80 

transfer  facility  addition 

9.600 

3.F00 

o€/a-f 

09/88 

171.20 

training  facility  addition 

37,000 

if 

7  400 

12/86 

03/90 

212.30 

radiographic  inspec  bldg 

26.720 

SF 

15. BOO 

12/88 

06/90 

212.30 

motor  inspection  building 

15.130 

SF 

8.000 

12/68 

03/90 

212.30 

missile  assembly  bldg 

24.550 

SF 

V .  300 

06/87 

09/88 

421.62 

MAGAZINE  MODIFICATIONS 

LS 

i  .600 

04/89 

04/90 

610.10 

engineering  services  blog 

20.000 

SF 

3 .  SuO 

09/88 

09/89 

932.20 

u&si 

LS 

-.  .  0,600 

09  '88 

04/90 

total 

53 , 700 

9 . ' FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 


152  10 

EWH  MODIFICATION 

LS 

550 

212.30 

MISSILE  ASSEMBLY  BUILDING 

LS 

6.80C 

212.30 

MISSILE  ASSEMBLY  BLG  &  CSA 

LS 

2.280 

212.77 

LAUNCHER  SUPPORT  BUILDING 

LS 

2.88C 

421.72 

REENTRY  BODY  MAGS 

LS 

8.830 

421.72 

MSL  MOTOR  MAGS 

LS 

6.430 

421.72 

MISSILE  MOTOR  MAGS 

LS 

12,400 

932.20 

UTILITIES  6  SITE  IMPVS 

TOTAL 

LS 

49,590 

10-  MISSION  OR  MAJOR  FUNCTIONS: 

ProvIdP  puppjrt  on  wppt  eoppt  For  tn«  opprptienpl  TRIDENT  pyptpm  of 
pubmprlnpp  pnd  long  rpngp  nlptlla*.  including  procppimg  cpppDillty 
For  ppponbly  pnd  dlpppiomoiy  of  both  oxploiivo  ana  non-pxplon vp 
conponpntp  oF  tha  TRIDENT  II  (0-5)  mlppllp. 


It.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES.  (ifififi) 
A:  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 

4 


DO  FORM  tjgo 
1CEC76 


PAGE  NO.  4  3  0 


1.  COMPONENT 


FY  19_ii  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


NAVY 

3.  INSTALLATION  AND  LOCATION 


*.  P  ROJECT  TITLE 


STRATEGIC  WEAPONS  FACILITY  PACIFIC,  ENGINEERING  SERVICES 

SILVERPALE ,  WASHINGTON _  BUILDING  _ 


B.  PROGRAM  slembnt 

«.  CATEGORY  COOE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($000) 

0101220N 

610.10 

P-806 

3,500 

>.  COST  ESTIMATES 

- - - , - r 


ITEM 

ENGINEERING  SERVICES  BUILDING  . 

BUILDING . . . f.  . 

BUILT-IN  EQUIPMENT . 

SUPPORTING  FACILITIES  . 

ELECTRICAL  UTILITIES . 

MECHANICAL  UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT  . 

SUBTOTAL . 

CONTINGENCY  (5») . 

TOTAL  CONTRACT  COST  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (S.5%)  .  . 

TOTAL  REQUEST  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M 


QUANTITY 


If  20,000 
SF  20,000 
LS 


UNIT 

COST 


123.00 


LS 

LS 

LS 


(NON-ADD) 


COST 

;soooi 
"2, 74IT 
(2,460) 
(  280) 
420 
(  150) 

(  80) 
(  190) 

3,160 
160 
3,320 
180 
3,500 
(  0) 


io.  oSscaISYiCn  of  FH5F5R1)  construction  1 

One-story  steel-frame  building,  masonry  walls,  concrete  foundation  and 
floor,  built-up  roof  on  insulated  metal  deck;  raised  flooring;  fire 
protection  and  alarm  systems;  security  system;  communications;  underground 
utilities  duct  system;  utilities;  storm  drainage;  air  conditioning. 


11.  REQUIREMENT:  90,900  SF.  ADEQUATE:  70,900  SF.  SUBSTANDARD :  0  SF. 

PROJECT:  Provides  an  engineering  services  building.  (New  mission.) 
REQUIREMENT:  Adequate  administrative,  engineering,  training,  supply,  data 
processing,  and  computer  equipment  spaces  to  support  TRIDENT  II  missile 
production. 

CURRENT  SITUATION:  A  TP.IDENT  II  missile  processing  capability  does  not 
currently  exist  at  the  base.  The  existing  engineering  services  building 
is  being  fully  utilized  to  support  TRIDENT  I  missile  production. 

IMPACT  IF  NOT  PROVIDED:  The  base  will  be  incapable  of  housing  engineering 
administrative  personnel  and  computer  equipment  required  to  support  the 
TRIDENT  II  Strategic  Weapons  Facility  production  operations. 


(Continued  on  DD  1391c) 


IOHM  PREVIOUS  COITIONS  MAY  SC  USED  INTERNALLY 

UUl  DIC»lJ9l  UNTIL  exhausted 

S/N  0163  1k  004-9910 


PAGE  NO. 


1.  COMFONiNT 

NAVY 

FY  19_1LmILITARY  CONSTRUCTION  PROJECT  DATA 

r  OATK 

3.  INSTALLATION  ANO  LOCATION 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  SILVERDALE,  WASHINGTON 

4.  PROJiCT  TITLi 

S.  PROJtCT  NUMBKR 

ENGINEERING 

SERVICES  BUILDING 

P-806 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  daaign  status:  (Project  design  conform*  to  Part  II  of 
Military  Handbook  1190,,  "Facility  Planning  and  Dasign  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . . . . 

{ b)  Percent  Complete  as  of  January  1990 

(c)  Date  Design  35%  Complete . 

(d)  Date  Design  Complete..... . 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Host  Recently  Used:  _ N^A _ 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  185  ) 

(b)  All  Other  Design  Costs . (  235  ) 

(c)  Total . . .  420 

(d)  Contract.. . (  380  ) 

(e)  In-house . .....(  40  ) 

(4)  Construction  start . . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


9-88 

100 

2-89 

9-89 
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enevtous  ioition*  may  sc  umo  intisnallv 

UNTIL  RXHAUSTSO 


AAOI  NO 


L 


1  COMPONENT 

WAVY 


3.  INSTALLATION  AND  LOCATION 

(strategic  weapons  facility  pacific, 

ISILVSRDALE,  WASHINGTON _ _ 


FY  19ii_  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  PRCORAM  SLIMSNT 

0101228N 


S.  CATEGORY  CCOf 

421.62 


4.  PROJECT  TITLt 


J,  OATS 


MAGAZINE  4QDIFICATIONS 


7.  PROJECT  NUMSSK 

P-943 


•.PROJECT  COST  ISOOO) 
1.600 


».  corr  ESTIMATES 


ITKM 

U/M 

QUANTITY 

UNIT 

COtT 

COST 

(§000) 

MAGAZINE  MODIFICATIONS  .  , 

LS 

- 

1,090 

SUPPORTING  FACILITIES  .  ,  . 

- 

- 

-  1 

360 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENTS  .  . 

LS 

- 

(  360) 

SUBTOTAL.  . 

• 

- 

- 

1,450 

CONTINGENCY  (5%) . 

- 

- 

- 

70 

TOTAL  CONTRACT  COST  .  ,  . 

- 

- 

1,520 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5. 54)  .  . 

- 

- 

- 

80 

TOTAL  REQUEST  . 

- 

- 

- 

1,600 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NON 

-ADD) 

(  0) 

Mechanical  equipment  room  modifications!  environmental  control  system 
upgrade;  lighting  system  replacement;  electrical  system  modifications! 
grounding  grid  modification;  barrier  wall  addition  with  wing  walls. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  modifications  to  three  ordnance  magazines  for  re-entry 
body  storage.  (New  mission.) 

REQUIREMENT:  Adequate  capacity  of  compartmentalized  and  environmentally 


(controlled  magazines  to  meet  the  requirements  for  storage  of  re-entry  bodies 
jin  support  of  the  TRIDENT  II  fleet  deployment  schedule. 

CURRENT  SITUATION:  The  existing  magazines  are  being  utilized  for  A3 


ordnance  storage. 

IMPACT  IF  NOT  PROVIDED: 


The  activity  will  not  have  adequate  capacity  to 


tore  the  required  quantities  of  re-entry  bodies  needed  to  support  Strategic 
Weapons  Facility  D-5  production  operations. 


(Continued  on  DD  1391c) 
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PREVIOUS  EOITIONS  MAY  ■(  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


f 


1 .  COMPONENT 


FY  19ll_  MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  DATE 


MZL 


3.  INSTALLATION  ANO  LOCATION 


t.  PROJECT  TITLE 


STRATEGIC  WEAPONS  FACILITY  PACIFIC, 
fiTt.VERnAr.g-  WASHINGTON  _ _ 


MISSILE  ASSEMBLY  BUILDING 


S.  PROGRAM  ELEMENT 


S.  CATEGORY  CODE 


_21_’~2IL 


?.  PROJECT  NUMSER 


a.  PROJECT  COST  ISOOO) 


7.3QQ- 


*.  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

MISSILE  ASSEMBLY  BUILDING  . 

SF 

24,550 

- 

4,420 

BUILDING . . . 

SF 

24,550 

162.00 

(3,960) 

BUILT-IN  EQUIPMENT . 

LS 

- 

(  460) 

SUPPORTING  FACILITIES  . 

- 

- 

- 

2,170 

SPECIAL  CONSTRUCTION  FEATURES  . 

LS 

- 

- 

(  200) 

ELECTRICAL  UTILITIES . 

LS 

- 

- 

(  790) 

MECHANICAL  UTILITIES . 

LS 

- 

- 

(  420) 

PAVING  AND  SITE  IMPROVEMENT  . 

LS 

- 

- 

(  760) 

SUBTOTAL . 

— 

- 

6,590 

CONTINGENCY  (5*) . 

- 

- 

330 

TOTAL  CONTRACT  COST  . 

~ 

- 

6,920 

SUPERVISION,  INSPECTION  k  OVERHEAD  (5.5%)  . 

- 

380 

TOTAL  REQUEST  . . 

- 

7,300 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

M-ADD) 

(  6,880) 

10-  DESCRIPTION  Of  PROPOSto  CONSTRUCTION 


Steel-frame  building  with  high-bay  area,  special  concrete  foundation  and 
floors,  insulated  masonry  and  metal  walls,  built-up  roof,  loading  dock; 
fire  protection  system;  lightning  protection;  security  system:  electrical 
and  mechanical  utilities;  storm  drainage;  cranes;  air  conditioning. 


11.  REQUIREMENT:  290,670  SF.  ADEQUATE:  222,270  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  a  missile  assembly  building.  (New  mission.) 

REQUIREMENT:  Adequate  missile  processing  facilities  to  maintain  the 
required  production  rate  for  TRIDENT  II  missiles.  Activities  include 
missile  section  buildup,  horizontal  missile  assembly /disassembly ,  nose 
fairing  mate/demate,  missile  transfer  to  and  from  missile  transporter, 
missile  systems  testing,  post-mate  checkout,  and  final  missile  inspection, 
checkout  and  transfer  of  TRIDENT  II  missiles. 

CURRENT  SITUATION:  A  TRIDENT  II  missile  processing  capability  does  not 
currently  exist  at  this  facility.  Existing  missile  assembly  bi'ildings 
cannot  provide  the  total  required  processing  capability  for  TRIDENT  I  and 
II  missiles. 

IMPACT  IF  NOT  PROVIDED:  The  increased  production  rate  of  TRIDENT  II 
missiles  required  to  support  the  Pacific  Fleet  deployment  schedule  will 
not  be  possible. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


page  !*■;). 


1.  COMPONENT 


FY  ig^—MIUTARY  CONSTRUCTION  PROJECT  DATA 


3.  I  17  ;  ALLATlON  AND  LOCATION 


STRATEGIC  WEAPONS  FACILITY  PACIFIC,  SILVERDALE,  WASHINGTON 


A.  PROJECT  TITLE 


s.  project  numiea 


MISSILE  ASSEMBLY  BUILDING 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started .  6-87 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  10-87 

(d)  Date  Design  Complete .  9-88 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  395  ) 

(b)  All  other  Design  Costs . (  280  ) 

(c)  Total .  675 

(d)  Contract . (  655  ) 


(e)  In-house. 


(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Electrical,  Mechanical 
and  Technical  Equipment 


Procuring 

aproprlation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

($000) 


DDioec7«1391c 


PREVIOUS  EDITIONS  MAY  9E  USED  INTERNALLY 
UNTIL  EXHAUSTED 


t/Naioa-LP-ooi-nis 


1.  COMPONENT 

FY  19_  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVI 


3.  INSTALLATION  ANO  LOCATION  «.  PROJECT  TITLE 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  MOTOR  INSPECTION 

SILVERDALE,  WASHINGTON  BUILDING 


S.  PROORAM  ELEMENT  |».  CATEGORY  CODE  |  7.  PROJECT  NUMBER  8.  PROJECT  COST  ($0001 


0101228N 


212.30  P-809 


9.  COST  ESTIMATES 


BUILDING . SF 

BUILT-IN  EQUIPMENT . LS 

SUPPORTING  FACILITIES  .  ...  - 

ELECTRICAL  UTILITIES . LS 

MECHANICAL  UTILITIES . LS 

LIGHTNING  PROTECTION . LS 

PAVING  AND  SITE  IMPROVEMENT . LS 

SUBTOTAL . 

CONTINGENCY  (5») . 

TOTAL  CONTRACT  COST  . 

SUPERVISION,  inspection  t  OVERHEAD  (5.5%)  .  . 

TOTAL  REQUEST  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


r.Ti  rir.iii  fTwr  twvt  •  j  .t.tx.ttt i  #r-T 


U/M  QUANTITY 


■  ■--iWHISlil 


15,130 


-  (NO 


Multi-story  concrete  and  steel  frame  masonry  building,  concrete  foundation, 
frangible  siding,  built-up  roof;  underground  utilities  distribution; 
mechanical  utilities;  eleotrical  substation  and  utilities;  fire  protection 
and  security  systems;  lightning  protection;  cranes;  air  conditioning;  berms; 
storm  drainage. 


11.  REQUIREMENT:  290,670  SF.  ADEQUATE;  222,270  SF.  SUBSTANDARD:  0  SF. 

PROJECT;  Provides  a  Motor  Inspection  Building.  (New  mission.) 

REQUIREMENT;  Adequate  facilities  to  maintain  the  required  rate  of  first, 
second  and  third  stage  motor  processing  for  trident  II  missiles. 

Activities  include  thrust  and  vector  control  system  Installation  and 
removal,  motor  pressurization  leak  testing,  conduit  installation  and 
removal,  igniter  replacement,  motor  repair  and  nozzle  replacement. 

CURRENT  SITUATION;  A  TRIDENT  II  missile  processing  capability  does  not 
currently  exist  at  the  base. 

IMPACT  IF  NOT  PROVIDED;  The  base  will  be  unable  to  fulfill  its  function  as 
a  TRIDENT  II  missile  assembly  facility  in  support  of  the  Pacific  Fleet 
deployment  schedule. 


(Continued  on  DD  1391c) 
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a/NOtO?  LF-001-JtlO 


PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


f 


t.  COMPONENT  J,  DATE 

FY  19il_  MILITARY  CONSTRUCTION  PROJECT  DATA 

WAVY _ _  _ _ 

3.  INSTALLATION  AND  LOCATION  I  4  PROJECT  TITLE 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  RADIOGRAPHIC  INSPECTION 

■SILVERDALE . .  HASH  I NGTON _  BUILDING  _ 

S.  PROS  RAM  ELEMENT  T«.  CATEGORY  COOE  17.  PROJECT  NUMSER  la.  PROJECT  COST  (SOOOI 


30  I  P-307 

*.  COST  estimates 


RADIOGRAPHIC  INSPECTION  BUILDING . 

BUILDING.  J  . 

BUILT-IN  EQUIPMENT . . 

SUPPORTING  FACILITIES  .  . 

ELECTRICAL  UTILITIES . 

MECHANICAL  UTILITIES . 

LIGHTNING  PROTECTION . 

PAVING  AND  SITE  IMPROVEMENT  . 

SUBTOTAL . 

CONTINGENCY  (S») . . . 

TOTAL  CONTRACT  COST  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*)  . 

TOTAL  REQUEST  .  .  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


13,800 


U/M 

QUANTITY 

UNIT 

COST 

COST 

($000) 

SF 

28,720 

- 

11,250 

SF 

28,720 

334.00 

(  9,590) 

LS 

- 

- 

(  1,660) 

- 

- 

- 

1,210 

LS 

- 

- 

(  450) 

LS 

- 

- 

(  180) 

LS 

- 

- 

(  220) 

LS 

(  360) 

(NON-ADD) 


12,460 

620 

13,080 

720 

13,800 

(21,460) 


Multi-story  concrete  and  masonry  building  on  reinforced  concrete 
foundation  with  high-bay  motor  inspection  cells,  built-up  roof  and 
concrete  floor  with  elevator/turntable  pits  and  downender  pits? 
underground  utilities  distribution;  mechanical  and  electrical  utilities; 
radiation  shielding;  fire  protection  system;  lightning  protection; 
communications;  security  system;  earth  berms;  storm  drainage;  cranes;  air 
conditioning.. 

IT]  REQUIREMENT:  290,670  jj\  ADEQUATE;  222,270  ~Sf\  SUBSTANDARD:  o”sF. 
PROJECT:  Provides  a  radiographic  inspection  building.  (New  mission.) 
REQUIREMENT:  Adequate  facilities  to  maintain  the  required  rat£  of 
radiographic  inspection  of  TRIDENT  II  first,  second,  and  third  stage 
motors  and  small  ordnance  items.  Activities  include  erecting  rocket 
motors,  transporting  and  positioning  motors  for  radiographic  inspection, 
x-ray  inspection  of  gas  generators  and  other  small  ordnance  items,  and 
x-ray  film  processing  support. 

CURRENT  SITUATION:  A  TRIDENT  II  radiographic  inspection  capability  does 
not  currently  exist  at  this  facility. 

IMPACT  IF  NOT  PROVIDED:  This  facility  will  not  be  able  to  conduct 
radiographic  inspection  of  TRIDENT  II  motors,  adversely  impacting  missile 
reliability. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
until  exhausted 


|1.  COMPONENT 


ja.  installation  and  location 

1 

|  STRATEGIC  WEAPONS  FACILITY  PACIFIC,  SILVERDALE,  WASHINGTON  | 

4.  PROJECT  TITLE 

S.  PROJECT  N'JMSE  R 

RADIOGRAPHIC  INSPECTION  BUILDING 

P-807 

NAVY 


FY  19?±_MILITARY  CONSTRUCTION  PROJECT  DATA 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  12-88 

(b)  Percent  Complete  as  of  January  1990 .  70 

(c)  Date  Design  35%  Complete....... .  7-89 

(d)  Date  Design  Complete .  6-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  700  ) 

(b)  All  Other  Design  Costs.. . (  360  ) 

(c)  Total .  I960 

<d)  Contract . (  1000  ) 

(e)  In-house . (  60  ) 

(4)  Construction  start . . 12-90 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

($000) 


Electrical,  Mechanical  WPN  1990  21,460 

and  Technical  Equipment 


DD^cm  1391c 


PREVIOUS  KOITION9MAY  HE  USED  iNTERNALLY 
UNTIL,  KXHAU8TEO 


RAO  I  NO.  '  /  C.  f . 


1.  COM'ONCNT 


NAVY 


FY  19JLL  MILITARY  CONSTRUCTION  PROJECT  DATA 


J.  DATE 


3.  installation  ano  location 
STRATEGIC  WEAPONS  FACILITY  PA'-.FIC, 


«.  PROJECT  TITLE 

TRAINING  FACILITY 
ADDITION 


ft.  PROGRAM  ELEMENT 

ft.  CATEGORY  CODE 

\  PAOJtCT  NUMSi* 

B.  PROJECT  COST  ($000) 

01.01228N _ 

171.20 

P-935 

7,400 

a.  corr  estimates 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(SOOO) 

TRAINING  FACILITY  ADDITION . .  . 

SF 

31,700 

- 

6,190 

BUILDING  ADDITION . t . 

SF 

31,700 

128.00 

(4,060) 

BUILDING  MODIFICATIONS.  .  .  . 

LS 

- 

(  750) 

BUILT-IN  EQUIPMENT . 

LS 

- 

- 

(1,380) 

SUPPORTING  FACILITIES  . 

- 

- 

490 

ELECTRICAL  UTILITIES . 

LS 

- 

- 

(  340) 

MECHANICAL  UTILITIES . 

LS 

- 

(  70) 

PAVING  AND  SITE  IMPROVEMENT  . 

LS 

- 

(  80) 

SUBTOTAL . 

- 

- 

- 

6,680 

CONTINGENCY  (5%) . 

- 

- 

330 

TOTAL  CONTRACT  COST  . 

- 

- 

- 

7,010 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5%)  .  . 

- 

- 

- 

390 

TOTAL  REQUEST  . 

- 

7,400 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

N-ADD) 

(237,410) 

10.  biStniPTION  op  prop6sed  construction 


Concrete  and  masonry  building  addition  with  steel  framing,  electrical  and 
mechanical  utilities,  emergency  electric  power,  raised  flooring,  air 
conditioning,  fire  protection  and  security  systems,  lightning  protection;, 
utilities  modifications. 


11.  REQUIREMENT;  356,200  SF.  ADEQUATE:  324,500  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  an  addition  and  modifications  to  the  existing  TRIDENT 
Training  Facility.  (New  mission.) 

REQUIREMENT;  Replacement,  conversion,  advanced  and  team  training  on  missile 
launcher,  fire  control,  and  navigation  equipment  for  crews  of  the  TRIDENT  II 
Pacific  Submarine  Fleet. 

CURRENT  SITUATION;  There  is  currently  nc>  facility  for  TRIDENT  II  training 
of  crews  for  the  TRIDENT  II  Pacific  Submarine  Fleet.  Training  of  TRIDENT  II 
crews  cannot  be  conducted  on  existing  TRIDENT  I  equipment.  Phasing  of 
existing  Pacific  Fleet  SSBNs  from  TRIDENT  I  to  TRIDENT' II  configuration 
precludes  conversion  of  existing  TRIDENT  I  trainers  to  TRIDENT  II. 

IMPACT  IF  NOT  PROVIDED:  TRIDENT  II  training  would  have  to  be  conducted  at 
the  Kings  Bay  TRIDENT  Training  Facility  which  would  overburden  its  capacity 
and  would  be  cost  prohibitive.  Operational  and  readiness  capabilities  of 
the  TRIDENT  II  Pacific  Submarine  Fleet  will  be  adversely  impacted. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USEO  INTERNALLY 
UNTIL  EXHAUSTED 


page  no: 


4  9 


11.  COMPONENT 


FY  19®±_MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  SILVERDALE,  WASHINGTON 

4.  PROJECT  TlTL*  S.  SROJICT  NUMBER 

TRAINING  FACILITY  ADDITION  P-935 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started. . . .  12-88 

(b)  Percent  Complete  as  of  January  1990 .  80 

(c)  Date  Design  35»  Complete .  6-89 

(d)  Date  Design  Complete .  3-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ NM _ 


(3)  Total  cost  (c)  *  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  400  ) 

(b)  All  Other  Design  Coats... . .....(  265  ) 

(c)  Total .  665 

(d)  Contract....... . . . (  600  ) 


(e)  In-house. 


(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Tactical  and  Training 
Equipment 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


1988  -  1994 


Cost 

($000) 

237,410 


DDio?ct«  1391c 

«/N 


PREVIOUS  EDITION*  MAY  BE  Uf  *0  INTERNALLY 
UNTIL  IXHAUSTEO 


cm 


3,  installation  ano  location 

STRATEGIC  WEAPONS  FACILITY  PACIFIC, 

SILVERDALE,  WASHINGTON 


SUPPORTING  FACILITIES  . 

SPECIAL  CONSTRUCTION  FEATURES  . 

ELECTRICAL  UTILITIES.  .  .  . 

MECHANICAL  UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT  . 

SUBTOTAL . 

CONTINGENCY  (5%) . . 

TOTAL  CONTRACT  COST . .  . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5%)  . 

TOTAL  REQUEST  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10.  description  op  proposed  constructio 
Multi-story  steel-frame  building  addition,  concrete  foundation  and  floors, 
engineered  fill,  masonry  and  metal  panel  walls,  built-up  roof;  special 
foundation;  lightning  protection;  fire  protection  and  security  systems; 
crane;  air  conditioning,  utilities;  storm  drainage. 


11.  REQUIREMENT;  9,600  SF.,  Adequate;  0  SF.  Substandard:  0  SF. 

PROJECT;  Provides  a  TRIDENT  II  missile  transfer  facility.  (New  mission.) 
REQUIREMENT:  Adequate  facilities  for  the  receiving  and  shipping  of  missile 
motors,  active/inect  missiles  (AIM),  and  small  ordnance  components,  and  for 
the  transfer  of  these  items  from  interstate  carriers  to  on-base  transporters 
for  delivery  to  production  building  storage. 

CURRENT  SITUATION:  A  TRIDENT  II  missile  processing  capability  does  not 
currently  exist  at  the  base. 

IMPACT  IF  NOT  PROVIDED:  The  Strategic  Weapons  jcilitv  will  be  incapable  of 
receiving  and  shipping  AIMs,  missile  motors,  and  small  ordnance  in  support 
of  the  TRIDENT  II  production  operations. 


(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUSTED 


VN  0101  L«  001 


( 


1.  COMPONINT 

NAVY 


FY 


1<L 


.MILITARY  CONSTRUCTION  PROJECT  DATA 


2.  OAT! 


3.  INSTALLATION  AND  LOCATION 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  SILVERDALE,  WASHINGTON 


4.  PROJECT  TITLS 

TRANSFER  FACILITY  ADDITION 


S,  PROJICT  NUMIIP 

P-957 


12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  ' (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  6-87 

(b)  Percent  Complete  as  of  January  1990 . 100 

<c)  Date  Design  35%  Complete .  10-87 

(d)  Date  Design  Complete . 9-88 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Wa3  Most  Recently  Used:  N/A _ 


(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  190  ) 

(b)  All  Other  Design  Costs..,. . ,....( _ 130  ) 

(c)  Total . •. . . .  320 

(d)  Contract . (  310  ) 

(e)  In-house . . . (  10  ) 

(4)  Construction  start . . 11-90 _ 


(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  impropriations:  None. 


DD:  occ7, 1391c 


FRIVCUS  EDITIONS  MAY  BE  JtIO  INTERNALLY 
UNTIL  EXHAUSTED 


PAGE  NO. 


4 


t.  COMPONENT 


2  DATE 


FY  19 IL  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION  «.  PAOJICT  TITLE 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  UTILITIES  AND  SITE 

SILVERDALE,  WASHINGTON  IMPROVEMENTS 


S.  PAOOAAM  ELEMENT  I  6.  CATiOOAY  CODE  7.  PAOJECT  NUMit  A  It,  PAOJECT  COST  ISOOOI 


0101228N 


932.20  P-808 


«.  COST  ESTIMATES 


U/M  QUANTITY 


UTILITIES  AND  SITE  IMPROVEMENT . LS 

SUBTOTAL . 

CONTINGENCY  (5«) . 

TOTAL  CONTRACT  COST  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*)  .  . 

TOTAL  REQUEST  .  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


8,600 

-  (NON-ADD)  (  0) 


Earth  retention  structures,  earth  berms,  utility  and  communications  duct 
system,  paving,  railroad  modifications,  utility  distribution,  lightning 
protection,  site  improvements,  demolition,  security  fencing. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Constructs  and  upgrades  utilities,  roads,  railroad  facilities, 
communication  systems,  site  improvements,  and  security  fencing  to  support 
TRIDENT  II  weapons  system.  (New  mission.) 

REQUIREMENT:  Adequate  utilities,  roads,  and  site  improvements  to  support 
new  construction  and  modifications  to  existing  facilities  at  the 
Strategic  Weapons  Facility,  Pacific  (SWFPAC)  for  upgrade  to  TRIDENT  II 
weapons  system  capability.  Infrastructure  upgrade  prior  to  building 
construction  or  modifications  is  required  to  allow  uninterrupted 
accomplishment  of  the  TRIDENT  I  weapons  system  mission  and  is  critical  to 
orderly  and  cost-efficient  development  of  TRIDENT  II  weapons  system 
capability  at  SWFPAC. 

CURRENT  SITUATION:  Present  utilities,  roads  and  site  infrastructure  are 
inadequate  to  accommodate  the  transition  to  TRIDENT  II  weapons  system 
capability. 

IMPACT  IF  NOT  PROVIDED:  The  activity  base  will  not  be  able  to  fulfill 
its  function  as  a  TRIDENT  II  production  facility  in  support  of  the 
Pacific  Fleet  deployment  schedule. 

(Continued  on  DD  1391c) 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 
UNTIL  EXHAUC  ED 


S/N  0101  LF  0013110 


1.  COMPONCNT  j 

1  FY  ia  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY  1 

I.  DATS 

3.  INSTALLATION  and  LOCATION 

STRATEGIC  WEAPONS  FACILITY  PACIFIC,  SILVEROALE,  WASHINGTON 

4.  PROJKCT  TITUS 

S.  PROJKCT  NUM9ER  1 

UTILITIES  AND  SITE  IMPROVEMENTS 

P-80 

3 

12.  SUPPLEMENTAL  DATA: 


1  a.  Estimated  design  status:  {Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 9-88 

(b)  Percent  Complete  as  of  January  1990 .  80 

(c)  Date  Design  35%  Complete .  4-89 

(d)  Date  Design  Complete . 4-90 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e) :  (S000) 

(a)  Production  of  Plans  and  Specifications . (  290  ) 

(b)  All  Other  Resign  Costs . (  300  ) 

(c)  Total . . .  590 

(d)  Contract . . . . . (  550  ) 

( e)  In-house . (  40  ) 


(4)  Construction  start . . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD  i  oic  ?<  1391c 


PAtVIOUS  COITIONS  MAY  SC  UkID  INTB  ANALLV 
UNTIL  (XHAUSTiO 


PAOt  NO.  £ 


1.  COMPONENT 

NAVY 

| 2 .  OATE 

FY  K91  MILITARY  CONSTRUCTION  PROGRAM  I 

L  _ 

3.  INSTALLATION  AND  LOCATION 

4.  COMMAND  IS.  AREA  CONSTR. 

{  COST  INDEX 

NAVAL  AIR  STATION. 

commander  in  chief,  ; 

WHIOBEY  ISLAND,  WASHINGTON 

PACIFIC  FLEET  1  1.K 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
08/90/88 
P.  END  FY 

PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

OWlCSft 

tNLlirtO 

CIVILIAN 

Offtcift 

tNLISTID 

CIVILIAN 

O'PlCt* 

INI  187(0 

CIVILIAN 

929 

(944 

790 

185 

171 

0 

0 

0 

0 

(019 

1994 

9(1 

7319 

790 

1*3 

137 

.0 

0 

0 

0 

93(8 

7.  KWINTOftY  OAT*  CS000) 


< 


o. 


total  acreage 

INVENTORY  TOTAL  AS  OF  30  SEC  II  . 

C.  AUTHORIZATION  not  yet  in  inventory . 

d.  authorization  reouestcd  in  this  program  .  . 
a.  authorization  included  in  following  program 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

9.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


70.981) 


204.410 
39,(20 
19.310 
18. (70 
5,600 
49,490 
327,500 


9.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

COPE 

171.35 

171.35 


PROJECT  Y,TLE 


SCOPE 


OPERATIONAL  TRNR  FAC  ADDN 
OPR  •  MAINT  TRNR  FAC-ICR  I 
TOTAL 


7,530  SF 
88,070  SF 


COST 

tEOOO1 


1.410 

17.900 


OCSION  STATUS 
START  COMPLETE 

10/88  09/83 

12/88  06/90 


19.310 


9  ~  FUTURE  PROJECTS?" 


a.  ifcluoed  in  following  program 
171.20  fleet  training  FACI LIT' 
171.35  AIRCRAFT  TRNG  BLOG  (PH  II) 
211.05  HANGAR/IMA  IMPROVEMENTS 
TOTAL 

8.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
211.03  CORROSION  CONTROL  HANGAR 


8.330  SF 
LS 
LS 


25.1(0  SF 


8.870 

5,000 

.S,9Pg 


18,870 


5,600 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Maintain  ana  oparata  facilmaa  and  provida  aervicew  and  material  to 
aupport  operation*  of  aviation  activltiaa  of  tha  Pacific  Flaat.  Homaport 
for  Pacific  Flaat  medium  attack  jet  aircraft  ana  all  electronic 
countermeaaura*  aircraft. 


Carrier  Air  Wlno 
Attack  Squaarom 

Electronic  Countermeaauraa  Squadron* 


Replacement  Training  Squadron* 
Naval  Air  Racarve  Squadron* 


11.  OUT5TANOINS  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(1000) 

420 

48,8(0 

5,(00 


*97 


00  FOAM  1390 
1DEC78 


PAGE  NO. 


FY  1§_2L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION, 


ft.  RROORAM  ELEMENT 


4.  PROJECT  TITLE 

OPERATIONAL  TRAINER  FACILITY 
_ Afifilli™ _ _ 

7.  PROJECT  NUMBER  (ft.  PROJECT  COST  JftOOC) 


laitii 


».  COST  ISTIMATtS 


ITEM 

U/M 

QUANTITY 

OPERATIONAL  TRAINER  FACILITY  ADDITION.  .  .  . 

SF 

7,530 

SUPPORTING  FACILITIES . 

- 

- 

SPECIAL  CONSTRUCTION  FEATURES.  ...... 

LS 

- 

UTILITIES . 

LS 

- 

PAVING  AND  SITS  IMPROVEMENT . 

LS 

- 

SUBTOTAL  . 

- 

CONTINGENCY  (51)  . 

- 

- 

TOTAL  CONTRACT  COST . 

- 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5t).  . 

- 

TOTAL  REQUEST . 

- 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NC 

1,340 

70 


1, 

25, 


One-story  reinforced  concrete  and  masonry  building  addition,  pile 
foundation,  concrete  floor,  built-up  roof,  computer  flooring,  fire 
protection  system,  utilities,  air  conditioning. 


11.  REQUIREMENT!  7,530  SF.  ADEQUATE!  0  SF.  SUBSTANDARD!  0  SF. 
PROJECT!  Provides  operational  trainer  facility  addition.  (New  mission.) 
REQUIREMENT:  Adequate  and  properly-configured  facility  addition  to 
accommodate  and  support  an  EA-6B  ADVCAP  Operational  Flight  and  Navigation 
Trainer.  This  trainer  will  provide  a  realistic  cockpit  environment  for 
necessary  pilot  training. 

CURRENT  SITUATION:  There  are  no  facilities  available  for  housing  this 
trainer. 

IMPACT  IF  NOT  PROVIDED:  Essential  pilot  training  will  not  be  accomplished. 


(Continued  on  DD  1351c) 
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PREVIOUS  COITIONS  MAY  BC  USIO  INTERNALLY 
UNTIL  EXHAUSTED 


t 


FY  19_MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AIR  STATION,  WHID8EY  ISLAND,  WASHINGTON 

4.  project  title 

OPERATIONAL  TRAINER  FACILITY  ADDITION 


|8.  PROJECT  NUMBER 


12.  SUPPLEMENTAL  DATA: 

> 

^  a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete . 9-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  55  ) 

(b)  All  Other  Design  Costs . (  145  ) 

(c)  Total .  200 

(d)  Contract . . (  175  ) 

(e)  In-house . (  25  ) 


(4)  Construction  start. 


, _ 11-90 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 

Weapons  System  Trainer 


Procuring ■ 
Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

($000) 

25,000 


DD  <  o°  c  7.1391c 


RRIVIOUS  EDITION)  MAY  BE  USED  INTERNALLY 

UNTIL  exmaubteo 


1 . COMPONENT 


2.  DATE 


NAVY 


FY  19i!  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 


A.  PROJECT  TITLE 


NAVAL  AIR  STATION,  OPERATIONAL  AND  MAINTENANCE 


WHIDBEY  ISLAND,  WASHINGTON _ |  TRAINER  FACILITY  (INCREMENT  I) 


5.  PROGRAM  ELEMENT 

6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

B.  PROJECT  COST  ($000) 

0204696N 

171*35 

P-889 

17,900 

t.  COST  ESTIMATES 


ITEM 

U/M 

- 1 

QUANTITY  | 

UNIT 

COST 

COST 

(SOOO) 

hm 

- 

12,750 

BUILDING  . 

SF 

88,070 

105.00 

(  9,250) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(  3,500) 

SUPPORTING  FACILITIES.  . 

- 

- 

- 

3,410 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(  2,000) 

UTILITIES . 

LS 

- 

- 

(  1,000) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  410) 

SUBTOTAL  . 

- 

- 

| 

16,160 

CONTINGENCY  (54)  .  . 

- 

"  1 

810 

TOTAL  CONTRACT  COST . 

- 

16,970 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5*).  . 

- 

“ 

930 

TOTAL  REQUEST . 

- 

- 

*  i 

17,900 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (1 

(ON-ADD 

(  0) 

10.  DESCRIPTION  OF  PnOPdSEO  doNSTAUCTlON 


One  and  two-story  steel  frame  building,  pile  foundation,  reinforced 
concrete  and  masonry  walls,  concrete  floors,  single  membrane  roofing, 
high-bay  areas,  computer  flooring,  electromagnetic  interferance  shielding, 
acoustic  attenuation,  monorail  hoist,  bridge  crane,  security  system.  Sire 
protection  system,  air  conditioning,  ventilation,  utilities. 


11.  REQUIREMENT:  202,570  SF.  ADEQUATE:  114,500  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Constructs  operational  and  maintenance  training  facilities  for 
new  tactical  aircraft.  (New  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  training  facilities  to 
accommodate  a  new  tactical  aircraft  mission.  This  is  the  first  of  three 
increments  to  support  operational  and  maintenance  trainers  and  associated 
training  facilities  including  classrooms.  Equipment  delivery  is  scheduled 
for  1992. 

CURRENT  SITUATION:  Existing  facilities  are  adequate  to  support  presently 
assigned  aircraft  and  mission.  No  facilities  are  currently  available  to 
support  the  new  aircraft  mission. 

IMPACT  IF  NOT  PROVIDED:  Facilities  will  not  be  available  to  support  new 
tactical  aircraft  mission. 


DDi  dec  t.1391 
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PREVIOUS  EDITIONS  MAY  BE  USED  INTERNALLY 

UNTIL  exhausted 


PAGE  NQ. 

c 


1.  COMPONENT 


2.  DATE 


FY  19  MILITARY  CONSTRUCTION  PROJECT  DATA 


1 3.  INSTALLATION  AND  LOCATION 


NAVAL  AIR  STATION,  WHIDBEY  ISLAND,  WASHINGTON 
«.  EAOJECT  title 


I  S.  EAOJECT  NUMIEA 


OPERATIONAL  AND  MAINTENANCE  TRAINER  FACILITY  (INCREMENT  I] _ P-889 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . 12-88 

(b)  Percent  Complete  as  of  January  1990 . 60 

(c)  Date  Design  35*  Complete .  7-89 

(d)  Date  Design  Complete .  6-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  640  ) 

(b)  All  Other  Design  Costs . (  320  ) 

(c)  Total .  960 

(d)  Contract . (  930  ) 

(e)  In-house . . . (  30  ) 


(4)  Construction  start. 


. _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


MQif  _  PREVIOUS  COITIONS  VAV  SC  USED  INTERNALLY 

I  1,99  1C  UNTIL  EXHAUSTED 


PAOt  NO. 


•  50 


9109- 1*  401  Mt  I 


p 


«.  PERSONNEL 
STRENGTH 

a.  AS  OF 
OB/30/88 
t.  END  FY 

1994 

PERMANENT 

STUDENTS  SUPPORTED 

TOTAL 

OFFICI* 

KNUSTVD 

CIVILIAN 

OttICf* 

CNLISTfD 

— 

CIVILIAN 

Of  net  a 

tNUSTtO 

CIVILIAN 

17 

19 

210 

.118 

1 1 

1 1 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

238 

218 

1.  COMPONENT 
NAVY 


FY  1891  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  AND  LOCATION 

NAVAL  FACILITY, 

WHIOBEY  ISLAND.  WASHINGTON 


4.  COMMAND 


COMMANDER  IN  CHIEF. 
PACIFIC  FLEET 


2.  DATE 


5.  AREA  CONSTR. 
COST  INDEX 

1  .  16 


7.  INVENTORY  DATA  IIOOOI 


a.  TOTAL  ACREAGE 

0.  INVENTORY  TOTAL  AS  OF  30  SEP  SB  .  . 
c.  AUTHORIZATION  NOT  YET  in  INVENTORY . 

a.  authorization  requested  in  this  program  .  . 
•.  authorization  included  in  following  program 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

o.  remaining  deficiency . 

h.  GUANO  TOTAL . 


TENANT  OF  NAS 


O 

O 

1,550 

O 

o 

900 

2,450 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE  _ 

613.20  ELECTRIC  PWR  IMPROVES 
TOTAL 


FAQjeCT  TITLE 


SCOPE 


COST 

IAOOOi 


DESIGN  STATUS 
JTaPT  COMPLETE 


LS 


1 .550 


1.550 


10/BB  09/89 


9.  FUTURE  PROJECTS 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREF  YEARS: 

NONE 


10.  MISSION  OR  MAJOR  FUNCTIONS:  - - 

To  conduct  ocaanograpnic  cn»*vat Ion*  in  ■•laetaa  irtii  in  oraar  to 
pr-ovia*  tha  u.s  Navy  wltn  mono  axtanaiva  informat icn  on  ocaanogr aph i c 
condition*  in  trroaa  ai  aa* . 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


1SQ09) 

0 

0 

0 


DO  FORM  1390 
1DEC76 


PAG*  NO. 


•502 


4 


f 


FY  19.11.  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  AND  LOCATION 

NAVAL  FACILITY , 


«.  PROJECT  TITLE 

ELECTRIC  POWER 


BUSCTRIC  POWER  IMPROVEMENTS.  ........ 

ELECTRICAL  SYSTEM  UPGRADE.  ' . 

BUILDING  ADDITION . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

SUBTOTAL  . 

CONTINGENCY  (S%) . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10  DESCRIP 

One-story  building  addition,  security  hardened  reinforced  concrete  walls, 
concrete  floor,  pile  foundation,  built-up  roof,  security  and  fire 
protection  systems,  S00  KVA  electric  power  supply;  upgrade  generators, 
switching  equipment,  controls. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  additional  technical  power  to  process  and  analyze 
technical  data.  (Current  mission.) 

REQUIREMENT:  Project  requirement  classified.  Additional  data  available 
upon  request. 

CURRENT  SITUATION:  Present  technical  power  capability  will  be  exceeded 
with  the  installation  of  additional  equipment. 

IMPACT  IF  NOT  PROVIDED:  Classified.  Additional  data  available  upon 
request, 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(Continued  on  DD  1391c) 


PREVIOUS  EDITIONS  MAY  SC  U8ED  INTERNALLY 
UNTIL  EXHAUSTED 


RAgENO.  CnT 

\! 


t.  COMAONSNT 


FY  Ifl  91  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  FACILITY,  WHID8EY  ISLAND,  WASHINGTON 


4.  PROJECT  TITLE 


S.  PROJECT  NUMIER 


ELECTRIC  POWER  IMPROVEMENTS 


12.  SUPPLEMENTAL  DATA;  (Continued) 

(1)  Statues 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  aa  of  January  1990 .  100 

(c)  Date  Design  35%  Complete . . .  3-89 

(d)  Date  Design  Complete . 9-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Designs  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/ft _ 

(3)  Total  cost  (e)  »  (a)  +  (b)  or  (d)  +  (e) :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  70  ) 

(b)  All  Other  Design  Costs . (  45  ) 

(c)  Total. . 115 

(d)  Contract . (  95  ) 

(e)  In-house . . . (  20  ) 


(4)  Construction  start. 


, _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD.oect*  1S91c 


PAtVIOUS  some  .4  MAY  SC  U8KO  INTI  ANALLY 
UNTIL  SXHAUSTBD 


aa5«  no.  5  0  ^ 


i 


st 


1  .  COMPONENT 

i  FY 

NAVY  1 

ltd  MILITARY  CONSTRUCTION  PROGRAM 

.3.  DATE 

3.  INSTALLATION  ANO  LOCATION 

14.  COMMAND 

3.  AREA  CCNSTR. 

i 

COST  INOIX 

naval  facility  argentia. 

COPMANOER  IN  CHIEF. 

1 

NEWFOUNDLAND.  CANAOA 

|  ATLANTIC  FLEET 

1.48 

a.  phionnu 

STRfNQTM 

t.  AS  Or 
00/30/M 

b.  ino  fy 

1004 


PERMANENT 


inui  muz 


*.  TOTAL  ACOEAOt  ( 

B.  INVINTOOV  TOTAL  AS  01  K  U . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTED  IN  THIS  PROGRAM  .  . 

AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

0-  REMAINING  DEFICIENCY . 

n.  (WAND  TOTAL 


PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


STUDENTS 


tNUSTSD  CIVILIAN 


7.  INVENTORY  DATA  *0001 


(  1,007 ) 


SUPPORTED 


71,010 

0 

1,330 

0,330 

0 

3.030 

•B.3CC 


131.48  TERMINAL  EQUIP  SLOG  AODN 
TOTAL 


1,110  SF 


- H§§ 


DISIOK  STATUS 
STaWT 

10/M  09/M 


A.  included  in  following  program 
740.33  FITNESS  CENTER  UPGRAOE 
•31.10  SEWERAGE  SYSTEM 
■41. os  POTAILE  WATER  TRNT  FAC 
TOTAL 

1.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
NONE 


11.700  SF 
LS 
LS 


proi-OTiEHiaci: 


LLUTION  AGATEM 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(IfiSfi) 

3,800 

0 

0 


t  DO  FORM  13S0 
1DCC71 


1.  COMJONINT 


FY  19.&L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  FACILITY  ARGENTIA, 


5.  program  Klims nt 


4.  rROJlCT  TITLE 

TERMINAL  EQUIPMENT 


;  UMAnii?  [HP  i  »i  m  it  J  «*)' 


•.  PROJKCT  COST  ($0001 


■iViiLiiL'  i.i' 


U/M  QUANTITY 


TERMINAL  EQUIPMENT  BUILDING  ADDITION  .... 

BUILDING  ADDITION . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

UTILITIES,  PAVING  AND  SITE  IMPROVEMENT  .  . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (S.S»).  . 

TOTAL  request . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


126.00!  ( 


-  (NON- ADD)  |(105, 


I  J.T-TJiT  T  J-T-T-TTV*  i.T 


One-story  steel-frame  building  addition,  reinforced  concrete  spread  footing 
foundation,  concrete  floor,  engineered  fill,  insulated  elastomeric  membrane 
roof  on  metal  deck,  insulated  metal  panel  walls,  grounding,  computer 
flooring,  fire  protection  system,  intrusion  detection  system,  air 
conditioning,  utilities. 


REQUIREMENT:  52,800  SF.  ADEQUATE:  47,650  SF.  SUBSTANDARD:  _0  SF. 
PROJECT:  Provides  terminal  equipment  building  addition  to  house  additional 
equipment  and  functions,  (Current  mission.) 

REQUIREMENT:  Adequate  additional  space  to  accommodate  mission  critical 
equipment  and  functions.  The  mission  of  this  activity  is  to  collect 
oceanographic  data.  The  need  for  additional  technical  equipment  was 
identified  in  a  recent  Shore  Construction  and  Hardware  Installations  Plan. 
This  project  will  build  an  addition  to  the  terminal  equipment  building  to 
accommodate  the  technical  equipment,  reroute  underground  utilities,  extend 
th«  patrol  road  and  relocate  perimeter  lighting  and  a  portion  of  the  double 
perimeter  security  fence. 

CURRENT  SITUATION:  The  tersiinal  equipment  building  houses  the  entire 
operstional  function  of  the  facility.  There  is  no  space  available  to 
accommodate  the  additional  equipment  needed. 

IMPACT  IF  NOT  PROVIDED:  Installation  of  new  additional  technical  equipment 
cannot  be  accomplished. 

(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  SI  USKD  INTCRNALLV 
UNTIL  EXHAUSTED 


ra6e  NO. 


f 


1.  COMMON! NT 


FY  13 _ MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  installation  ano  location 

M  |)‘—l|  ||  |  ||  m 

NAVAL  FACILITY  ARGENTIA,  NEWFOUNDLAND,  CANADA 

4.  RROJtCT  TITLi 

9.  FNOJtCT  NUMBS* 

TERMINAL  EQUIPMENT  BUILDING  ADDITION 

P-123 

U.  REQUIREMENT:  (Continued) 

ADDITIONAL:  A  bilateral  agreement  between  the  O.S.  and  the  hoat  nation 
covering  u.S.  preaence  for  military  purpoaea  provides  that  construction 
of  existing  facilities  for  U.S.  requirements  shall  be  the  responsibility 
of  the  U.S. ,  except  when  construction  is  eligible  for  NATO  Common 
Infrastructure  funding.  NATO  prefinancing  is  not  applicable  to  this 
project  because  it  is  not  in  support  of  forces  assigned  to  NATO. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  eo  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  354  Complete . ,. .  3-89 

(d)  Date  Design  Complete .  9-89 


(2)  Basis: 

(a)  Stand  —4  or  Definitive  Design:  Yes _ No _ X 

(b)  Where  Design  Was  Most  Recently  Used:  _ n/a _ 


(3)  Total  cost  (c)  «  (a)  +  (b)  or  \d)  *  (e) :  (SOOO) 

(a)  Production  of  Plans  and  Specifications, . (  75  ) 

(b)  Ail  Other  Design  Costs . (  75  ) 

(c)  Total .  150 

(d)  Contract . (  110  ) 

(e)  In-house . . . . . (  40  ) 


(4)  Construction  start . . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Nomenclature 


Procuring 

Appropriation 


Fiscal  Year 
Appropriated 
or  Requested 


Cost 

(SOOO) 


Terminal  Equipment  OPN 


1990  -  1993 


DDt;r.  1391c 


FA1V10U8  IOITION*  MAY  F/8  0880  INTSRNALLY 
UNTIL  BXM/4U8T8D 


105,000 


NO.  £  -* 


DD  im!n  1390 

QtOjA.^^0*  H4t 


^HIVIOUS  COITIONS  MAY  BC  USCD  INTfANALLY 
UNTIL  IXHAOSTID 


*AG%  NO.  t 


f 


1.  COMMON! NT 


>.  DAT! 


FY  19 _2JL  MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY _ _ _ _ _ 

3.  INSTALLATION  and  LOCATION  «.  PKOJiCT  TlTH  ~ 

FLEET  SURVEILLANCE  SUPPORT  COMMAND, 

_5UAH _ , _ _ _ ELECTRONIC  .INSTALLATION 

S.  PAOONAM  fLkMINT  It  CATiOOPV  COOI  |7.  PROJiCT  NUMIIB  *.  PNOJICT  COST  (*0001 


».  COST  UTIMATM 


ELECTRONIC  INSTALLATION . 

TRANSMITTER  site  . 

RECEIVER  SITE . 

POWER  PLANT  AND  SUPPORT  FACILITIES  .... 

OPERATIONAL  CONTROL  CENTER  . 

BUILT-IN  EQUIPMENT  .  .  .  . 

TECHNICAL  OPERATING  MANUALS . 

SUPPORTING  FACILITIES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  ...  . 

CONTINGENCY  (5*)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5. St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


v/vtj 

QUANTITY 

UNIT 

COST 

COST 

($0001 

LS 

- 

- 

22,010 

LS 

- 

- 

(  1,500) 

LS 

- 

- 

(14,200) 

LS 

- 

- 

(  1,680) 

LS 

- 

- 

(  800) 

LS 

- 

- 

(  3,730) 

LS 

- 

i 

(  100) 

- 

- 

- 

5,080 

LS 

- 

-  | 

(  3,680) 

LS 

- 

- 

(  1,400) 

- 

- 

- 

27,090 

- 

- 

- 

1,350 

- 

- 

- 

28,440 

- 

- 

- 

1,560 

- 

- 

- 

30,000 

-  (N 

DN-ADD) 

(90,000) 

Site  preparation  for  Relocatable-Over-the-Horizon-Radar  (ROTHR)  System 
installation;  reinforced  concrete  van  pads,  antenna  footings  and 
foundations,  personnel  support  facilities,  operations  facility,  power 
plant,  roads,  security  fencing,  utilities. 

11.  REQUIREMENT:  As  Required. 

PROJECT;  Provides  site  preparation  and  support  facilities  at  receiver 
(Guam)  and  transmitter  (Tinian)  sites,  approximately  100  miles  apart,  for 
ROTHR  systems  installations.  (New  mission.) 

REQUIREMENT:  Adequate  facilities  to  accommodate  and  support  air  defenses 
in  the  Pacific  area  by  surveillance,  early  warning,  target  identification, 
and  effective  management  of  air  intercept  capability.  To  compensate  for 
the  vast  size  of  the  Pacific  area  and  available  resources,  t'.ere  is  a 
requirement  for  long-range  tactical  surveillance  and  warning  of  a  foreign 
country  threat  to  supplement  information  available  from  intelligence 
sources,  land-bused  air  defense  radars,  and  organic  battle  group  assets. 
CURRENT  SITUATION:  Classified,  information  available  upon  request. 

IMPACT  IP  NOT  PROVIDED:  The  new  mission  cannot  be  accomplished,  since 
existing  facilities  do  not  have  this  capability. 


(Continued  on  DD  1391c) 
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VH  0101  LF  001-JB1Q 


Previous  COITIONS  MAY  0t  USCO  INTCANALLY 
UNTIL  IXHAUSTCO 


PAQE  NO. 


t.  COMPONCNT 


9  OATC 


1.  COMPONENT 
NAVY 


PY  i9fii  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  MAGAZINE, 

GUAM 


4.  COMMAND 

COMMANDER  IN  CHIEF. 
PACIFIC  FLEET 


AREA  CONSTR. 
COST  INDEX 

2.03 


PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

Office* 

SNUSTtO 

CIVILIAN 

office* 

ENLISTED 

CIVILIAN 

office* 

INLISTKO 

CIVILIAN 

13 

1 1B 

•3 

0 

0 

0 

0 

0 

0 

211 

11 

112 

83 

0 

0 

0 

0 

0 

0 

206 

PERSONNEL 

STRENGTH 

A.  AS  OF 
08/30/aa 
D.  END  FY 

1114 


7.  INVENTORY  DATA  <30001 


( 


a.  TOTAL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  II  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  ... 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


a.aaa) 


37.020 
11.700 
9.000 
1 .  100 
2.500 
35.720 
97.040 


B.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


category 

coot 

421.72 


PROJECT  TITLE 


.  SS8-TL 


TOMAHAWK  SUPPORT  COMPLEX 
TOTAL 


17.000  SF 


COST 

1*000) 


9.000 


DESIGN  STATUS 
START  COMPLETE 

11/88  01/90 


9,000 


9.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
216.55  TOMAHAWK  FACILITY 

TOTAL 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 
421.22  HIGH  EXPLOSIVE  MAGAZINE 


LS 


17.960  SF 


1 .  100 


1.  100 


2.500 


10.  MISSION  OR  MAJOR  FUNCTIONS: 

Provide  maintenance,  repair,  minor  construction  and  other  public  works 
support,  including  transportation  equipment,  utilities,  telephone,  Navy 
housing,  anglnaarlng  sarvicas  and  shora  facl I  It  las  planning  assistance 
for  Naval  forces  in  the  Guam  area.  Also  supports  the  U.S.  Air  Force, 
Government  of  Guam,  Trust  Territories  of  the  Pacific  Islanos  and  other 
government  and  authorized  agendas. 


11 .  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


<12221 

20 

250 

0 


DO  FOAM  1390 
1DEC76 


P*6t l  NO.  5  1  I 


FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 


1.  COMPONSNT 

WAVY _ 


t.  OATI 


3.  installation  ano  location 


NAVAL  MAGAZINE,  GUAM 


4.  MOJICT  TITLI 


TOMAHAWK  SUPPORT  COMPLEX 


t.  AROOAAM  CL8MSNT 


S.  CATSOOAY  COOS 


-M049MH 


SUd? 


1.  AAOJSCT  NUMSIA 


P-909 


S.  AAOJSCT  COST  ($000 


9,000 


S.  COST  ISTMATtS 


(TIM 

U/M 

quantity 

UNIT 

COST 

COST 

(•000) 

TOMAHAWK  SUPPORT  COMPLEX  .  . 

SF 

17, oco 

- 

S7T55 

MISSILE  MAGAZINE  . 

SP 

9,000 

310.00 

(2,790) 

LOADING  DOCK  . 

LB 

- 

(  200) 

INERT  STOREHOUSE . . 

SF 

9,000 

95.00 

(  760) 

SUPPORTING  FACILITIES.  .  . 

- 

- 

- 

4,370 

SPECIAL  CONSTRUCTION  FEATURES . 

LS 

- 

- 

(2,100) 

UTILITIES . 

LS 

• 

- 

(  340) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(1,930) 

SUBTOTAL . . 

- 

- 

- 

8,120 

CONTINGENCY  (5«)  . 

- 

410 

TOTAL  CONTRACT  COST . 

- 

- 

• 

9,530 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5%).  . 

- 

470 

TOTAL  REQUEST . 

* 

- 

9,000 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  (NO 

J-ADD) 

(  0) 

On*  eacth-cov*r*d  reinforced  concrete  five-bay  missile  magazine,  16-foot 
wide  doors,  pile  foundation,  loading  dock,  lightning  and  grounding  system, 
erosion  control,  access  road,  service  area;  one-story  reinforced  concrete 
inert  storehouse,  concrete  foundation  and  floor;  fire  protection  system. 


mechanical  ventilation,  utilities. 


11.  REQUIREMENT;  17,000  SF.  ADEQUATE;  0  SF.  SUBSTANDARD;  0  SF. 
PROJECT;  Provides  inert  storage  facility  and  missile  magazine  storage  to 
support  TOMAHAWK  Cruise  Missiles.  (New  mission.) 

REQUIREMENT;  Adequate  storage  facilities  to  accommodate  the  physical 
requirements  of  TOMAHAWK  Cruise  Missiles  in  a  controlled  security  area. 
CURRENT  SITUATION;  There  are  no  magasin*  facilities  existing  that  can  be 
modified  and  outfitted  for  stowing  TOMAHAWK  missiles. 

IMPACT  IP  NOT  PROVIDED;  Naval  Magazine  Guam  cannot  adequately  support  the 
TOMAHAWK  Missile. 


(Continued  on  DD  1391c) 
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S'N  V*  N«  W0 


PfllVlOUS  COITIONS  MAY  SC  USCO  INTCANALLV 
UNTIL  CXHAUITKO 


PAQK  NO 


I  C0MP0N4NT 

NAVY 


FY  19 _ MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 

NAVAL  MAGAZINE,  GUAM 

4.  FROJlCT  TITLC 

I.  PROJICT  NUMtCR 

TOMAHAWK  SUPPORT  COMPLEX 

P-809 

12.  SUPPLEMENTAL  DATA! 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.*) 


(1)  Status: 

(a)  Date  Design  Started . 11-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  354  Complete .  5-89 

(d)  Date  Design  Complete .  1-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No _ X_ 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A _ 


Total  cost  (c)  ■  (a)  *  (b)  or  (d)  +  (e)  : 

(a)  Production  of  Plans  and  Specifications. 

(b)  All  Other  Design  Costs . 

(c)  Total . . . 

(d)  Contract . 1 . 

(e)  In-house . 


(SOOO) 
240  ) 
340  ) 
580 
480  ) 
100  ) 


(4)  Construction  start . . 11-90 _ 

(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


1“.  1391c 


PMVtOUS  COITIONS  MAY  «C  UIID  INTtRNALLT 
UNTIL  CXHAUSTIO 


VH  »1I 


'«M»U 


1.  COMPONENT 
NAVY 


2.  DATE 


FY  1981  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUPPLY  DEPOT. 

GUAM 


4.  COMMAND 

COMMANOER  IN  CHIEF. 
PACIFIC  FLEET 


S.  AREA  CONSTR. 
COST  INOEX 

2.03 


6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
09/30/88 

b.  END  FY 

1894 


PERMANENT 


STUDENTS 


SUPPORTED 


OfflCI* 

tNLISTO 

CIVILIAN 

Office* 

KNLISTCO 

CIVILIAN 

Office* 

(NLIfTID 

CIVILIAN 

It 

94 

482 

0 

0 

0 

0 

0 

o 

14 

49 

482 

0 

0 

0 

4 

4 

0 

TOTAL 


S32 

933 


7.  INVENTORY  DATA  1*000) 


a.  TOTAL  ACREAGE  (  1.S86) 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  88  . 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM  . 

8.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  . 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  . 

g. -  remaining  deficiency . 

h .  GRAND  TOTAL . 


8.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


S 1 . 960 
13,760 
2.900 
0 

6.  BOO 
8.700 
84.120 


CATEGORY 

COPE 


PROJECT  TITLE 


COST 

SCOPE _  HOOOI 


DESIGN  STATUS 
ITAP-  COMPLETE 


872.10  SECURITY  IMPROVEMENTS 
TOTAL 


LS 


2.900  10/88  09/89 

2.900 


9.  FUTURE  PROJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

B  MAJOR  PLANNED  NEXT  THREE  YEARS: 

6 1C. 20  DATA  PROCESSING  SER  CTR  20.560  SF  6.800 


10  MISSION  OR  MAJOR  FUNCTIONS 

Procure,  receive,  (tore,  issue.  control  ana  account  For  material*, 
supp Hat,  ana  Fual  for  fleet  unite  ana  snore  activities  in  Guam. 


Snip  Repair  Facility 

Publ  ic  worm  Center 

Smell  commends  ana  visiting  imps 

Anderson  Air  Force  8ese  (limited  support) 


Navel  Station 
Naval  Hospital 
Nava  1  Magaz i ne 
Communication*  Station 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 
A:  POLLUTION  ABATEMENT 

B:  INSTALLATION  RESTORATION 
C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


(SOOO) 
1 .000 
1.040 
0 


RAG*  lio.  L, 


DO  FORM  1390 
1DEC76 


V  COMPONENT 


a.  DATE 


NAVY 


FY  19.1L  MILITARY  CONSTRUCTION  PROJECT  DATA 


a.  INSTALLATION  ANO  LOCATION 


4.  PROJECT  TITLE 


NAVAL  SUPPLY  DEPOT, 


1  GUAM 

SECURITY 

IMPROVEMENTS 

S.  PROGRAM  ELEMENT 

CATEGORY  CODE 

7.  PROJECT  NUMBER 

a.  PROJECT  COST  (SOOC) 

0204996N 

872.10 

P-114 

2,900 

•.  corr  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

($0001 

SECURITY  IMPROVEMENTS . 

LS 

- 

- 

2.620 

FENCING . 

LF 

61,000 

29.00 

(1,770) 

PAVING  AND  SITE  IMPROVEMENT.  ....... 

LS 

- 

- 

(  850) 

SUBTOTAL  . 

- 

- 

- 

2,620 

CONTINGENCY  (5%)  . 

- 

- 

- 

130 

TOTAL  CONTRACT  COST . 

- 

- 

- 

SUPERVISION,  INSPECTION  i  OVERHEAD  (5.5%).  . 

- 

- 

- 

TOTAL  REQUEST . 

-  ; 

- 

- 

2,900 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

| 

_ i 

-  (NO 

>)-ADD) 

j 

(  0) 

10.  OcSCaipTi6K(  op  P*6POSEb  COnSTauCTION 


Eight-foot  high  chain  link  security  fencing,  vehicular  and  pedestrian 
gates,  coral-surfaced  inner  perimeter  road,  outside  fence  clear  zone. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Constructs  perimeter  fence  and  road  at  two  supply  depot  fuel  tans 
farms.  (Current  mission.) 

REQUIREMENT:  Adequate  security  for  petroleum  facilities  as  the  threat  of 
terrorism  moves  closer  to  military  installations.  Some  activities  have 
encountered  political  activists  and  harassment  from  dedicated  protestors. 
CURRENT  SITUATION:  Two  supply  depot  fuel  farms  have  no  perimeter  security 
fencing.  Unauthorized  access  into  these  areas  is  relatively  easy.  The 
existing  security  patrol  is  not  effective  in  securing  the  fuel  tank  farms 
from  unauthorized  entry. 

IMPACT  IP  NOT  PROVIDED;  Strong  potential  for  sabotage.  Vandalism  of  the 
fuel  farms  could  seriously  impair  the  activity's  sustainability  to  support 
fleet  readiness. 


(Continued  on  DD  1391c) 


F°"u  4404  PSZVIOUS  EDITIONS  MAY  SE  USED  INTERNALLY 

W 1  OEC  74  109  I  UNTIL  EXHAUSTED 

•'MOIOt  L#  00*  1110 


PAGE  NO.  i s 


1.  COMPONCNT 


2.  OAT* 


FY  wiLMILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  SUPPLY  DEPOT,  GUAM 

*-  FNOJtCT  TITL* 

t.  PAOJiCT  NUMtCR 

SECURITY  IMPROVEMENTS 

P-114 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to -Part  II  of 
Military  Handbook  1190,  ‘Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started . 10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete . 9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A _ 


<3)  Total  cost  (c)  »  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  145  ) 

'b)  All  Other  Design  Costs . (  165  ) 

<c)  Total. . , .  310 

(d)  Contract . :... . (  300  ) 

(e)  In-house . (  10  ) 


(4)  Construction  start . . . . . 11-90 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 


DD^c“.  1391c 


PftIVIOUt  IDlTIONtMAV  ftl  utCD  IMTMNALUY 
until  vxhaustio 


»AOt  NO. 


I 


V*  HIIL'AIMII 


1.  COMPONENT 


PY  1M1  MILITARY  CONSTRUCTION  PROGRAM 


2.  DATE 


NAVY  I  ' 

3.  INSTALLATION  AND  LOCATION  j  4 .  COMMAND  ;S.  AREA  CONSTR. 

i  COST  INDEX 


NAVAL  AIR  STATION,  '  COMMANDER  IN  CHIEF, 

KEFLAVIK.  ICELANO  ATLANTIC  FLEET  4. 01 


8.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

office* 

eej 

CIVILIAN 

Office* 

KMLI5TID 

CIVILIAN 

Office* 

ENLISTED 

CIVILIAN 

09/30/88 

301 

28TS 

11TB 

■■g 

■g 

167 

| 

4719 

b.  END  FY 

■  Bn 

1984 

298 

2879 

1175 

■D 

■ 

187 

1 

4518 

7.  INVENTORY  DATA  #0001 


A.  TOTAL  ACREAGE  <  23.140) 


t>.  INVENTORY  TOTAL  AS  OF  30  SEP  11  .  339.850 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY .  77.660 

d.  AUTHORIZATION  REQUESTED  IN  THIS  PROGRAM .  1,030 

•.  AUTHORIZATION  INCLUOEO  IN  FOLLOWING  PROGRAM  .  5,100 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  9.040 

g.  REMAINING  DEFICIENCY .  189.540 

h.  GRAND  TOTAL .  622.320 


a.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 


CATEGORY 

CODE 


PROJECT  TITLE 


COST 

SCOPE  HOOP' 


DESIGN  STATUS 

itapt  complete 


411.20  FUEL  FACILITIES 
TOTAL 


US 


1.030  09/87  09/88 

1.030 


8.  FUTURE  PROJECTS: 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

124. 3C  FUEL  FACILITY  <PH-7i 

19.000  CM  _ 

5.  100 

TOTAL 

5.  100 

B.  MAJOR  PLANNED  NEXT  THREE  TEARS: 

211.07  MP4  SQUAD  OPEHS  FAC 

7.350  SF 

5.490 

211.81  ENGINE  TEST  CELL 

LS 

1.050 

411.20  FUEL  FACS 

LS 

2.500 

10.  MISSION  OR  MAJOR  FUNCTIONS 

Icplana's  location  aatncM  tna  Greenlanc-Icplpnd-Norway  gap  efforop  Navy 
land-based,  anti-submarine  forces  a  Forward  ooerating  airFiaid  wno  aupoort 
complsx.  This  Facility  alao  supports  USAF  Airborns  (AWACSI  and  fightsr- 
mtarcaptor  units  in  tns  sir  defense  Mission.  Communications  Faeilitiss 
provtds  Msssntisl  covsrsgs  For  Naval  units  operating  in  tha  Nortn 
Atlantic  and  Norwsglan  Saa  Wartime  contingency  rolaa  For  tnia  baaa 
would  include  critical  support  to  military  alrllFt  and  air  defense 
augmentation  missions. 


ASW  (P-3)  Patrol  Squadron 
Fighter  Interceptor  Squadron  (F-lS) 
Security  Group  Activity 
Airborne  Warning  and  Cortrol  System 
(AWACS)  Oet  (E-3A) 


Commander.  Iceland  DsFense  Fores 
Commander,  Fleet  Air  Kef  lav  Ik 
Communications  Station 
Naval  Facility 

Two  Aircraft  Control  and  Warning 
Sites 


11.  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 

A:  POLLUTION  A8ATEMENT 

8:  INSTALLATION  RESTORATION 

C:  OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


iSOOO) 

28,400 

0 

0 


DD  FORM  13*0 
1DEC76 


PAGE ‘‘NO.  ^  1  7 


1  COMfONiNT  2.  DAT* 

FY  19.21- MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY  _ _ _  _ 


3.  INSTALLATION  AND  LOCATION  4.  *AOJ»CT  TITL* 

NAVAL  AIR  STATION, 


S.  4NOJCCT  COST  1*000) 


FUEL  FACILITIES . 

SUBTOTAL  . 

LESS:  NATO  SHARE . 

SUBTOTAL  . 

CONTINGENCY  (5%)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  k  OVERHEAD  (5. St).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Three  semi-buried  660, 000-gallon  fuel  storage  tanks,  pumps,  controls, 
instrumentation,  cathodic  protection;  splinter-proof  reinforced  concrete 
manifold  building,  filter  separators,  manifolds,  instrumentation,  emergency 
generator,  controls,  seven-day  fuel  storage  tank;  approximately  2.9  miles 
of  12-inch  and  l«-inch  diameter  piping,  cathodic  protection,  eight-hydrants 
for  refuel-  defuel  operations,  double  truck  fill  stand;  support  facilities; 
utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT;  Provides  three  semi-buried  fuel  storage  tanks,  splinter-proof 
manifold  and  filter  separator  building,  associated  distribution  piping, 
fueling  hydrants,  double  truck  fill-stand  and  support  facilities.  These 
alert  refueling  facilities  are  to  serve  tactical  aircraft  stationed  at  this 
station.  Provides  a  portion  of  the  main  base  fuel  pipeline  loop  to  permit 
receipt  of  the  fuel  at  the  ready  fuel  storage  facility  from  the  existing 
Kelguvik  fuel  depot  via  the  depot  transfer  pipeline.  Storage  and 
distribution  facilities  for  forces  assigned  to  NATO  are  being  funded  in 
conjunction  with  this  project  through  the  Infrastructure  Program.  (Current 
mission.) 

REQUIREMENT:  Adequate  facilities  to  support  US  national  and  NATO  plans  for 
operations  from  the  Keflavik  airfield.  A  45-day  supply  of  fuel  for 
contingency  aviation  and  ground  operations  plus  peacetime  operating  stocks, 
must  be  prepositioned  in  hardened  semi-buried  tanks.  Total  requirement  of 

(Continued  on  DD  1391c) 


.1391 


PREVIOUS  COITIONS  MA  '  BK  USSO  INTERNALS 

until  exhausted 


paoc  no.  U  *; 


t'N  QtOj  I*  001  39 tO 


Il  COM^ONCNT 


FY  19  91  MILITARY  f'Cr'RTRUCTION  PROJECT  DATA 


13.  INSTALLATION  ANO  LOCATION 


NAVAL  AIR  STATION,  KEFLAVIK,  ICELAND 


U.  MOJiCT  TITLS 


I  (.  YAOJtCT  NUMIlft 


FUEL  FACILITIES _ | _ P-463 

11.  REQUIREMENT!  (Continue) 

1,170,000  barrels  of  fuel  will  be  programed  in  seven  increments.  Overall 
funding  responsibility  splits  approximately  SO/SO  US  national  and  NATO. 
This  is  the  fifth  increment  and  provides  on-alrfleld  distribution  and 
dispensing  facilities.  Incrementing  is  necessary  because  of  the  scope  of 
the  overall  project  and  the  need  to  assign  wort  to  the  Iceland  Prime 
Contractor  commensurate  with  its  ability  to  put  wort  in-place.  A 
deep-water  fuel  reception  pier  and  transfer  system  were  approved  in  an 
earlier  request  and  are  required  near  the  fuel  farm  to  permit  rapid 
re-supply  of  the  tanks  during  a  contingency. 

CURRENT  SITUATION!  About  half  of  the  total  program  of  eleven  tanks,  fuel 
pier,  piping  and  ready  issue  tanks  has  been  approved  and  construction  is 
underway.  NATO  is  an  equal  partner  in  the  funding  responsibility  of  the 
approved  program.  This  project  maintains  the  SO/SO  funding  split. 

Existing  fuel  storage  facilities  meet  neither  US  national  nor  NATO 
requirements  for  45-day,  prepositioned  storage.  Existing  on-base  storage 
Is  capable  of  holding  only  one-third  of  the  4S-day  supply,  with  less  than 
half  of  the  tanks  in  secure,  buried  positions.  Existing  above-ground- 
tanks  are  over  25  years  old  and  the  severe  weather  has  deteriorated  them. 
Extensive  repairs  were  made  in  I960  to  prolong  their  usefulness  until  new 
tanks  are  built.  Tanks  provided  in  the  first  increment  of  this  program 
are  complete  and  in  use.  Regaining  available  fuel  storage  is  located  60 
miles  away  at  Hvalfjordur  in  leased,  above-ground  tanks.  To  reach  the 
station,  fuel  from  leased  tanks  must  be  transported  by  small  Icelandic 
coastal  barges  to  the  interim  unloading  pier  in  the  Town  of  Keflavik. 

This  method  of  resupply  would  not  keep  pace  with  demand  in  a  contingency 
situation. 

IMPACT  ir  NOT  PROVIDED!  Fuel  storage  facilities  in  Iceland  will  be 
insufficient  to  meet  US  operating  needs.  Without  this  increment  the 
ability  to  dispense  fuel  to  the  aircraft  at  the  airfield  will  be  severely 
hampered. 

ADDITIONAL!  Prefinancing  under  NATO  procedures  is  not  planned  for  this 
project.  The  fuel  stored  in  these  tanks  will  be  dedicated  to  operating 
requirements  of  US  national  and  NATO  forces  and  to  peacetime  operating 
stocks.  There  will  be  no  pre-financing  associated  with  this  project. 

NATO  is  contributing  $26.8  million  to  this  project  for  support  forces 
assigned  to  NATO  in  war  time.  A  bilateral  agreement  between  the  U.S.  and 
the  host  nation  covering  U.S.  presence  for  military  purposes  provides  that 
construction  of  new  or  alteration  to  existing  facilities  for  U.S. 
requirements  shall  be  the  responsibility  of  the  U.S.,  except  when 
construction  is  eligible  for  NATO  Common  Infrastructure  funding. 


(Continued  on  DD  1391c) 
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1.  COMPONENT 


navy 


FY  19.11.  MILITARY  CONSTRUCTION  PROJECT  DATA 


S.  INSTALLATION  AND  LOCATION 

NAVAL  COMMUNICATIONS  STATION, 


«.  PROJECT  TITLE 


9.  MOOftAM  ELtMCNT 

9.  CATEGORY  COOt 

7.  PROJECT  NUMBER 

1.  PROJECT  COST  (S000) 

—  Q30.3196H _ 

_ 13Jli15 _ 

_ P-8Q3 _ 

_ 4.370 _ 

».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

cost 

ISOOOI 

COMMUNICATION  CENTER  . 

SF 

16,000 

562,00 

8,990 

SUPPORTING  FACILITIES . . 

- 

- 

1,300 

UTILITIES . 

LS 

- 

- 

(  370) 

PAVING  AND  SITE  IMPROVEMENT . 

LS 

- 

- 

(  930) 

SUBTOTAL  . 

- 

- 

^  ! 

10,290 

CONTINGENCY  (5»)  . 

“ 

- 

510 

TOTAL  CONTRACT  COST . 

- 

- 

- 

10,800 

SUPERVISION,  INSPECTION  t  OVERHEAD  (S. 5« ) .  . 

- 

- 

600 

SUBTOTAL . 

- 

- 

11,400 

LESS:  NATO  SHARE . 

•  ! 

- 

- 

-7,030 

TOTAL  REQUEST . 

- 

- 

- 

4,370 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

-  ( 

«>N-ADD 

i  (  0) 

1 

i _ 

10.  description  of  ppop6sco  construction 


Two-story  reinforced  concrete  building,  concrete  foundation,  semi- 
hardened,  HEMP  protected,  temperature  and  humidity  controlled  environmental 
system,  uninterrupted  electric  power  source,  emergency  generators, 
utilities;  includes  space  for  message  center,  cryptographic  equipment  room, 
electronic  equipment  repair  shcj/S. 


11.  REQUIREMENT:  16,000  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Provides  a  communication  center  to  house  the  operational 
functions  of  this  station.  (Current  mission.) 

REQUIREMENT:  Adequate  facilities  to  accommodate  continual  communications 
support  for  the  U.S.  and  NATO  forces  operating  in  the  North  Atlantic  Ocean 
and  the  Norwegian  Sea,  as  well  as  supporting  the  Defense  Communication 
Systems  and  other  missions  assigned  by  higher  authority.  This  project  is 
crucial  for  supporting  Iceland  Defense  Force  Combined  Operations  Center  and 
Iceland  Air  Defense  System  programs. 

CURRENT  SITUATION:  The  present  communication  center  is  located  adjacent  to 
the  aircraft  parting  apron,  subjecting  it  to  high  noise  levels,  and  making 
it  vulnerable  to  attack  or  sabotage  since  the  airfield  is  open  to  all 
private  and  commercial  aircraft.  Communication  land  lines,  connecting  all 
communication  modes  on  the  base,  are  exposed  in  unsecure  manholes  and 
vulnerable  to  sabotage.  The  building  dates  from  1954  and  has  neither  the 
space  nor  configuration  to  support  modern  electronic  equipment. 

(Continued  on  DD  1391c) 
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1  COM*ON6NT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

a  oati 

.I  INSTALLATION  ANO  LOCATION 

NAVAL  COMMUNICATIONS  STATION,  KEFLAVIK,  ICELAND 

4.  **OJ*CT  TITLt 

S.  JROJtCT  NUMBIR  | 

COMMUNICATION  CENTER 

P-802 

U.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION:  (Continued) 

The  building  interior  doee  not  meet  the  fire  protection  code,  nor  does 
much  of  the  electrical  distribution  system  comply  with  the  National 
Electric  Code.  The  building's  construction  is  Inadequate  with  respect  to 
physical  security. 

IMPACT  IF  NOT  PROVIDED;  The  communication  station's  operational  functions 
will  remain  in  an  unhardened  building  adjacent  to  the  airfield,  leaving 
on-base  communications  vulnerable  to  serious  disruption.  Equipment  may 
experience  continued  physical  deterioration  for  lack  of  proper 
environmental  control.  Inadequate  physical  and  electronic  security  will 
continue  to  exist. 

ADDITIONAL:  Prefinancing  under  NATO  procedures  is  not  planned  for  this 
project.  This  facility  will  be  jointly  used  by  US  national  and  NATO 
forces.  NATO  is  contributing  approximately  $7  million  to  this  project  for 
support  of  forces  assigned  to  NATO  in  war  time.  A  bilateral  agreement 
between  the  U.S.  and  the  host  nation  covering  U.S.  presence  for  military 
purposes  provides  that  construction  of  new  or  alterations  to  existing 
facilities  for  U.S.  requirements  3hall  be  the  responsibility  of  the  U.S., 
except  when  construction  is  eligible  for  NATO  Common  Infrastructure 
funding. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  7-88 

(b)  Percent  Complete  as  of  January  1990 . 100 

(c)  Date  Design  351  Complete .  1-89 

(d)  Date  Design  Complete .  8-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Whure  Design  Was  Most  Recently  Used:  _ N/A 

(3)  Total  cost  (c)  «  (a)  +  (b)  or  (d)  ♦  (e)  :  (J000) 

(a)  Production  of  Plans  and  Specifications . (  95  ) 

(b)  All  Other  Design  Costs . (  185  ). 

(c)  Total . . . .  280 

(d)  Contract . (  200  ) 

( e)  In-house . . . (  80  ) 

(4)  Construction  start . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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FY  19.2k  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  LOCATION 
NAVAL  COMMUNICATION  STATION, 
ALY 


IHWHH 


«.  PROJICT  TITLI 


RECEIVER  FACILITY 


?.  PROJECT  NUMBER 

B.  PROJECT  COST  (SOOO) 

P-305 

1,750 

RECEIVER  FACILITY . 

BUILDINGS.  ...  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  . 

CONTINGENCY  (5»)  .  .  .  .  .  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


One-story  reinforced  concrete  building,  concrete  footings  and 'floor, 
built-up  roof,  design  seismic  lone  4  criteria;  mechanical  and  electrical 
utility  building;  antenna  tower,  antenna  bases  and  cable  trenches; 
utilities,  fire  protection  system,  air  conditioning. 


.  REQUIREMENT:  4,000  SF.  ADEQUATE;  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT;  Relocates  and  expands  the  existing  high-frequency  receiver  at  a 
new  site.  (Current  mission.) 

REQUIREMENT:  A  high-frequency  (HF)  receiver  facility  free  of  radio- 
requency  (RF>  noise.  Operational  necessity  increases  the  number  of 
receivers  from  33  to  70  for  efficient  mission  accomplishment.  New  receiver 
equipment  is  scheduled  for  delivery  in  1991. 

CURRENT  SITUATION:  The  existing  communication  center  is  experiencing  loss 
of  efficiency  because  of  RF  noise  generated  by  Naval  Air  Station  facilities, 
and  this  condition  is  anticipated  to  worsen  with  the  planned  Mediterranean 
realignment  of  communication  facilities.  The  existing  site  is  planned  for 
expansion  of  other  communication  neuds. 

IMPACT  ir  NOT  PROVIDED:  NAVCOMMS'r.  Sicily  will  not  be  able  to  fully 
accomplish  its  mission. 


(Continued  on  DD  1391c) 
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FY  191L.MIUTARY  CONSTRUCTION  PROJECT  DATA 

3  DAll 

3.  INSTALLATION  ano  location 

NAVAL  COMMUNICATION  STATION ,  SICILY,  ITALY 

|4.  JAOJICT  TITLl 

*.  4AOJ1CT  NLlM*t*  1 

1  RECEIVER  FACILITY 

P-305 

11.  REQUIREMENT)  (Continued) 

ADDITIONAL)  A  bilateral  agreement  between  the  U.S.  and  the  boat  nation 


covering  U.S.  presence  Cor  military  purposes  provides  that  construction 
of  new  or  alterations  to  existing  facilities  for  U.S.  requirements  shall 
be  the  responsibility  of  the  U.S.,  except  when  construction  is  eligible 
for  NATO  Common  Infrastructure  funding.  Prefinancing  under  NATO 
procedures  is  not  planned  for  this  project  since  it  it  not  within  the 
established  NATO  Infrastructure  criteria  and  standards  for  communication 
facilities  for  common  funding,  nor  is  it  expected  to  become  eligible. 

12.  SUPPLEMENTAL  DATA) 

a.  Estimated  design  status)  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Oesign  Guide.*) 


(1)  Status) 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  _  100 

(c)  Date  Oesign  35%  Complete .  3-89 

<d)  Date  Oesign  Complete .  9-89 

(2)  Basis) 

(a)  Standard  or  Definitive  Design)  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used;  _ N/A 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  ;  (*000) 

(a)  Production  of  Plans  and  Specifications . (  100  ) 

(b)  All  Other  Design  Costs . . . (  100  ) 

(c)  Total . . .  200 

(d)  Contract . (  180  > 

(e)  In-house . . . .  (  .  40  ) 

(4)  Construction  start . . . . 1-91 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations)  None. 
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1 .  COMPONENT  I 

!  FY 

NAVY  | 

i*si  MILITARY  CONSTRUCTION  PROGRAM 

.2.  DATE 

I  l 

3.  INSTALLATION  AND  LOCATION 

1a.  COMMANO 

15.  area  constr. 

j 

COST  INDEX 

NAVAL  AIR  STATION. 

]  COMMANDER  IN  CHIEF. 

SIOONELLA,  ITALY 

US  NAVAL  FORCES  EUROPE 

!  i.2i 

6.  PERSONNEL 

strength 


PERMANENT 


SUPPORTED 


4.  AS  OF 

OFFICER 

ENLISTED 

CIVILIAN 

09/30/68 
b.  END  FY 

202 

2118 

5  BO 

1894 

245 

2570 

33B 

A.  TOTAL  ACREAGE  ( 

b.  INVENTORY  TOTAL  AS  OF  30  SEP  St  . 

C.  AUTHORIZATION  NOT  yct  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTEO  IN  7HIS  PROGRAM  .  . 
A.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

9.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


8.  PROJECTS  REQUESTED  If.*  THIS  PROGRAM; 


7.  INVENTORY  DATA  ($000) 


(  $40) 


49.560 
49 . 680 

13,010 

0 

36 . 700 
390 
151 . 340 


143.65  OPERATIONAL  CONTROL  CTR 
211.03  CORROSION  CTRL  HANGAR 
211  21  ENGINE  MAINT  SHOP  ADDN 
TOTAL 


31.600  SF 
20.000  SF 
14.370  SF 


5.65C 

5.400 

1.960 

13.010 


DESIGN  STATUS 
TART 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

8.  major  planned  next  three  years; 

721.11  C0N5TR  BTSHP  SPT  FACS-IN  I 

721.11  BACHELOR  ENLISTED  OUARTERS 

740-54  FLEET  REC  CENTER 

■51 . 10  ROADS  UTILITIES 


128.700  SF 
LS 
IS 
LS 


7.  1O0 
8.300 
2.  BOO 
20.000 


Navy's  major  mid'Medi tsrranaan  snor.  installation  ussd  for  logistic 
support  of  xha  Sixth  Float  and  as  a  Daaa  of  operations  for  daplovad. 
lana-paaad  ASw  aircraft.  Navy  intro- thaatre  airlift  aquaaron  also 
assigned.  with  carrtar  on-Poard  airlift  miaaion.  Support  transient, 
carriar-baaad  tactical  aircraft  at  required.  Praaantly  supports 
Mill tary  Airlift  Commano  (MAC)  cargo  flight*  ana  MAC  passangar  flignts 
from  th*  U.S.  Provldaa  air  logistic!  intarfaca  with  nearDy  Augusta  Bay 
NATO  fual  and  ammunition  rap lan lament  pier  and  depot.  Supports  HC-4 
nallcoptar  combat  squadron  and  I  AMPS  MK  III  Hal icoptar  Squardon. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DO  FORM  1390 
1DEC76 


11 

»AOE  NO. 


1.  COMPONENT 


2.  DATE 


NAVY 


FY  19  2L  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 
NAVAL  AIR  STATION, 


«.  paojscttitls 


CORROSION  CONTROL  HANGAR 


5.  PROGRAM  ELEMENT 

C.  CATEGORY  CODE 

7.  PROJECT  NUMEER 

a.  PROJECT  COST  <i000) 

0204696N 

211.03 

P-218 

5,400 

».  COST  ESTIMATES 


ITEM 

U/M 

QUANTITY 

UNIT 

COST 

COST 

(•0001 

CORROSION  CONTROL  HANGAR  . 

SF 

16,000 

- 

3,730 

BUILDING  . 

SF 

16,000 

(2,310) 

BUILT-IN  EQUIPMENT  . 

LS 

- 

- 

(1,420) 

SUPPORTING  FACILITIES . 

- 

- 

1,150 

SPECIAL  FOUNDATION  FEATURES . 

LS 

- 

- 

(  290) 

ELECTRICAL  UTILITIES  . 

LS 

- 

(  220) 

MECHANICAL  UTILITIES . .  .  .  .  . 

LS 

- 

- 

(  290) 

PAVING  AND  SITE  IMPROVEMENT.  .  . 

LS 

- 

- 

(  350) 

SUBTOTAL  . 

- 

- 

- 

4,880 

CONTINGENCY  (5») . . . 

- 

- 

240 

TOTAL  CONTRACT  COST . 

- 

- 

5,120 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%).  . 

“ 

- 

- 

280 

TOTAL  REQUEST . 

- 

** 

* 

5,400 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS  . 

( 

TON-ADD 

1  (  0) 

One-story  steel  frame  and  masonry  building,  concrete  footings  and  floor, 
built-up  roof,  design  for  seismic  zone  4  criteria,  two  high-bay  areas, 
administrative  area,  support  shops,  compressed  air  system,  industrial  waste 
facilities;  fire  protection  system,  air  conditioning,  utilities. 


11.  REQUIREMENT:  16,000  SF.  ADEQUATE:  _0_  SF.  SUBSTANDARD:  _0_  SF. 

PROJECT:  Provides  facilities  to  periodically  perform  aircraft  corrosion 
control  at  the  intermediate  maintenance  level.  (Current  mission.) 
REQUIREMENT:  Adequate  facility  capable  of  maintaining  a  controlled 
environment  for  aircraft  paint  stripping  and  corrosion  blast-cleaning. 

Reduce  air  pollution  and  provide  work  areas  in  compliance  with  paint 
stripping  and  corrosion  blsst-clesning  requirements  of  the  Clean  Air  and 
Occupational  Safety  and  Health  regulations.  All  Navy  carrier-based 
aircraft  require  protection  from  salt  corrosion.  Aircraft  must  be 
periodically  stripped,  corrosion  blasted  and  cleaned,  and  finally  repainted. 
It  is  necessary  that  work  spaces  have  controlled  temperature  and  humidity 
conditions  in  the  stripping  and  blasting  areas.  Air  velocities  must  be 
controlled  to  capture  overspray  of  stripping  liquids  and  excessive  blasting 
dust.  Dust  and  solvents  must  then  be  removed  from  the  exhausted  air. 

CURRENT  SITUATION:  Activity  is  located  in  the  central  Mediterranean,  on  the 
island  of  Sicily,  where  deployed  Sixth  Fleet  Carrier  aircraft  arc 
subjected  to  s  heavily  corrosive  salt-sir/water,  volcanic  (sulfur) 
particles,  and  sandy  environment.  There  are  no  existing  naval  facilities 

(Continued  on  DD  1391c) 
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COMfONINT 


J.  OATI 


NAVY 

FY  191L.MIUTARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  ano  location 

NAVAL  AIR  STATION,  SIGONELLA ,  ITALY 

|4  AAOJiCTTlTLS 

S.  AAOJSCT  NUM08 A  I 

CORROSION  CONTROL  HANGAR 

P-21fi 

11.  REQUIREMENT:  (Continued) 

CURRENT  SITUATION!  (Continued) 

for  corrosion  control  of  naval  aircraft  in  the  antire  European  area. 
Sigonella  accomplishes  corrosion  maintenance  on  More  than  225  carrier  air 
wing.  Maritime  patrol,  fleet  logistic  aircraft  and  helicopters  operating 
in  the  Mediterranean,  fleet  aircraft  that  need  corrosion  control 
painting,  which  cannot  be  deferred  until  the  aircraft  return  to  the  U.S. 
must  be  accomplished  in  an  open  environment  or  in  hangar  spaces  which  do 
not  meet  ventilation,  safety,  and  health  standards  for  aircraft  painting. 
While  painting  is  in  progress,  other  maintenance  on  aircraft  requiring 
hangar  space  must  be  deferred,  effecting  fleet  readiness. 

IMPACT  If  NOT  PROVIDED!  Decrease  in  overall  performance  of  aircraft, 
operational  readiness,  and  mission  capability.  Aircraft  will  continue  to 
be  maintained  in  an  area  without  adequate  environmental  controls, 
including  operational  hangars,  exposing  other  aircraft  and  equipment  to 
paint  spray  and  other  materials  used  in  corrosion  control. 

ADDITIONAL:  A  bilateral  agreement  between  the  U.S.  and  the  host  nation 
coveting  u.s.  presence  for  military  purposes  provides  that  construction  of 
new  or  alteration  to  existing  facilities  for  U.S.  requirements  shall  be 
the  responsibility  of  tne  U.S.,  except  when  construction  is  eligible  for 
NATO  Common  Infrastructure  funding.  Prefinancing  under  NATO  procedures  is 
not  planned  for  this  project  as  it  is  not  within  an  established  NATO 
infrastructure  category  for  common  funding,  nor  is  it  expected  to  become 
eligible. 

12 .  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Suidt.”) 


(1)  Status: 

(a)  Date  Oeaign  Startad .  7-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Data  Design  35ft  Complete . 9-88 

(d)  Date  Design  Complete . 4-89 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Tes _ No  X 

(b)  Where  Deeign  Was  Moat  Recently  Used:  _ N^A _ 

(3)  Total  coat  (c)  ■  (a)  ♦  (b)  or  (d)  +  (e) :  (1000) 

(a)  Production  of  Plans  and  Specifications . (  300  ) 

(b)  All  Other  Design  Costa . (  200  ) 

<c)  Total . . .  500 

(d)  Contract . . . (  400  ) 

(a)  In-house..... . . . (  100  ) 

(4)  Construction  start . . . 1-91 _ 


(month  and  yaar) 

b.  Equipment  associated  with  this  projact  which  will  be  provided 
from  other  appropriations:  Nona. 
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FY  19 _91  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ _ _ 

3,  INSTALLATION  ANO  LOCATION  A.  AAOJICT  TITLS 

NAVAL  AIR  STATION,  ENGINE  MAINTENANCE  SHOP 

SIGONELLA.  ITALY  _ _  ADDITION _ 

*.  AAOOAAM  CLCMINT  |«.  CATIQOSY  COOI  I?.  AAOJICT  NUMIEA  |«.  PAOJtCT  «:0*T  1*0001 


0204696N 


I.  COST  irriMATCS 


ENGINE  MAINTENANCE  SHOP  ADDITION  ...... 

BUILDING  .  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

SPECIAL  CONSTRUCTION  FEATURES . 

ELECTRICAL  UTILITIES  . 

MECHANICAL  UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL  ...  . 

CONTINGENCY  (5%) . . 

TOTAL  CONTRACT  COST . . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%) . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


U/M  QUANTITY 

1?  14,370 

SF  14,370 


DN-ADQ) 


(  880) 
(  160) 
730 
(  300) 

<  160) 
(  120) 
(  150) 

1,770 

_ 90 

1,860 
100 
1,960 
(  0) 


One-story  steel  frame  and  masonry  building  addition,  concrete  foundation  on 
engineered  fill,  concrete  floor,  built-up  roof;  bridge  crane  and  hoists, 

fire  protection  and  air  conditioning  systems,  utilities. _ 

11.  REQUIREMENT;  30,510  SF.  ADEQUATE;  16,140  SF.  SUBSTANDARD:  0  SF. 
PROJECT; .  Constructs  an  addition  to  the  engine  maintenance  shop.  (Current 
mission. ) 

REQUIREMENT:  Adequate  and  properly-configured  facilities  for 
organizational  and  intermediate  maintenance  activity  (IMA)  level  upkeep  of 
aircraft  assigned,  deployed  to,  or  temporarily  shore-based  at  this  central 
Mediterranean  operating  and  logistics  base.  Aircraft  Include  ASH  patrol 
(P-3,  SH-2,  SH-3) ,  early  warning  (E-2) ,  fleet  logistics  support  (T-39, 

C-2A,  C-130) ,  vertical-on-board  delivery  (CH-53  VOD,  CH-46  VOD) ,  and  LAMPS 
helicopters  (SH-60). 

CURRENT  SITUATION;  The  engine  maintenance  shop  workload  is  increasing 
because  of  additional  aircraft  loading  occurring  as  a  result  of  the 
construction  of  an  additional  aircraft  maintenance  hangar.  The  engine 
maintenance  shop  facilities  were  only  one-half  of  the  requirement  projected 
prior  to  1987.  Since  its  original  conception,  an  additional  requirement 
for  LAMPS  MK  III  engine  maintenance  was  approved  in  1986  as  an  exigent 
minor  project.  Today's  workload  has  necessitated  maintenance  functions  be 
performed  in  a  more  crowded  condition,  causing  mission  support  problems. 
Engines  are  now  being  packed  end  unpacked  in  outdoor  fire  lane  areas. 

Because  of  a  leek  of  adequate  etorage  area,  equipment  is  stored  outdoors. 

(Continued  on  DD  1391c) 
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*/*  6102  1*  091  3110 


1.  COMPONtNT 

NAVY 

FY  19li_MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  OATS 

3.  INSTALLATION  ano  location 

NAVAL  AIR  STATION,  SIGONELLA,  ITALY 

|4.  MOJBCT  TlTLi 

S.  PftOJtCT  N  LIMBS  A 

ENGINE  MAINTENANCE  SHOP  ADDITION 

P-220 

11.  REQUIREMENT:  (Continued) 

IMPACT  If  WOT  PROVIDES i  Maintsnanca  of  the  sore  sophisticatsd  aircraft 
and  aircraft  aystsas  will  continue  tc  be  hampered  by  cr taped  facilities. 
Inability  of  engine  maintenance  shop  to  iaprove  efficiency  and  maintaih 
readiness  of  Sixth  Fleet  and  shore-based  aircraft  because  of  facility 
deficiencies. 

ADDITIONAL!  Prefinancing  under  NATO  procedures  is  not  planned  for  this 
project,  as  it  exceeds  in  its  entirety  the  scope  as  described  in  the 
approved  NATO  criteria  and  standards  for  the  applicable  facility  and 
seeking  deviation  from  NATO  criteria  is  not  justified.  A  bilateral 
agreement  between  the  U.S.  and  the  host  nation  covering  U.S.  presence  for 
military  purposes  provides  that  construction  of  new  or  alteration  to 
existing  facilities  for  U.S.  requirements  shall  be  the  responsibility  of 
the  U.S. ,  except  when  construction  is  eligible  for  NATO  Common 
Infrastructure  funding. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  'Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  10-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35%  Complete .  3-89 

(d)  Date  Design  Complete.. .  9-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes _ No  X 

(b)  Where  Design  Was  Most  Recently  Used:  H/A 

(3)  Total  cost  (c)  ■  (a)  ♦  (b)  or  (d).  +  (e) :  (>000) 

(a)  Production  of  Plans  and  Specifications . (  110  ) 

(b)  All  Other  Design  Costs . (  90  ) 

(c)  Total . . . .  200 

(d)  Contract . ( _ 1_70 _ ) 

(e)  In-hous® . . . . . (  30  ) 

(4)  Construction  start . . 1-91 _ 


(month  and  ysar) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  Nont. 


DO  i  oac  ?* 


eetviout  loiTioNt  mat  at  uaae  inti iinallt 

UNTIL  IXHAUSTIO 


Il  COMPONENT 


NAVY _ |  - 

3.  installation  and  location 
NAVAL  AIR  STATION, 
SIGONELLA,  ITALY 

8.  PAOOAAM  ELEMENT  8.  CA1 

0204696N 


FY  19iL  MILITARY  CONSTRUCTION  PROJECT  DATA 


«.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

143.65 

P-144 

4.  PROJECT  TITLE 

OPERATIONS  CONTROL  CENTER 

:t  NUMBS  R  ft!  PROJECT  COST  ISOOOI 


I.  corr  ESTIMATES 


U/M  QUANTITY 


OPERATIONS  CONTROL  CENTER  . 

SUPPORTING  FACILITIES  . 

SPECIAL  CONSTRUCTION  FEATURES  . 

UTILITIES  . 

PAVING  AND  SITE  IMPROVEMENT,  DEMOLITION  .  . 
US  PART  OF  SIOH  FOR  NATO  PORTION  (3*)  .  .  .  . 

SUBTOTAL . 

LESS:  NATO  PORTION . 

SUBTOTAL . 

CONTINGENCY  (54) . 

TOTAL  CONTRACT  COST  . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.5*)  .  . 

TOTAL  REQUEST  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS. 


690 

(  60) 
(  280) 
(  350) 

_ 50 

6,850 

-1,750 

5,100 

260 

5,360 

290 

5,650 

(9,170) 


Two-story  reinforced  concrete  and  masonry  building,  concrete  floors  and 
foundation,  TEMPEST  shielding,  computer  flooring,  design  for  seismic 
criteria  Zone  4;  semi-hardened  decontamination  module;  security  fencing, 
floodlights,  remote  monitoring  of  exterior  doors;  sprinkler  system, 
ventilation  and  air  conditioning,  utilities;  communications  and  telephone 

conduits;  demolition  of  four  buildings. _ 

11.  REQUIREMENT:  31,600  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 

PROJECT:  Provides  hardened  facilities  for  the  operations  control  (OPCON) 
center  including  a  decontamination  module  for  nuclear,  biological  and 
chemical  (NBC)  warfare.  (Current  mission.) 

REQUIREMENT:  Adequate,  hardened  OPCON  center  to  include  an  anti-submarine 
warfare  operations  center  (A5W0C) ,  command  and  control  center  (CCC) , 
meteorlogical  and  oceanographic  compartment.  Maritime  Air  Control  Authority 
(MAC A) ,  NATO  squad  operations,  and  support  facilities  including  a  nuclear, 
biological  and  chemical  (NBC)  decontamination  module,  all  in  support  of 
expanding  intelligence  tasks.  Hardening  is  required  to  increase 
uninterrupted  operations  of  key  functions  in  the  event  of  hostilities  in 
the  Mediterranean  theatre  to  sustain  the  communications,  intelligence 
processing  and  analysis  in  support  of  Sixth  Fleet  operations. 

CURRENT  SITUATION:  The  principal  OPCON  functions  are  inadequate  because 
they  are  undersized  end  not  located  in  proximity  to  each  other  causing 
inefficient  operations.  The  CCC  however,  has  been  hardened  but  other 
essential  facilities  have  not.  NBC  protection  is  non-existent  for  any 

(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  SI  USCO  INTERNALLY 

until  ixhaustio 


*AOE  NO. 


1 . COMAONtNT 

FY  19ii_MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ _ _ _ 

3.  installation  and  location 


NAVAL  AIR  STATION,  SIGONELLA,  ITALY 

*-  ANOJSCT  TITL* 


|S.  SMOJSCT  NUMBS* 


OPERATIONS  COMTMOL  CENTER _ |  P-144 _ 

11.  REQUIREMENT!  (Continued) 

CURRENT  SITUATION!  (Continued) 

current  facility.  The  existing  ASWOC  van  coaplex  ia  inadequate  in  aixe  and 
design  to  Meet  current  and  projected  workloads,  and  cannot  accoMsodate 
equipaent  scheduled  to  arrive  in  1993.  Security  of  existing  facilities  is 
unsatisfactory  and  structural  integrity  of  these  structures  is  deteriorating. 
IMPACT  IP  NOT  PROVIDED!  Inability  to  provide  secure  and  hardened  facilities 
for  ASH,  intelligence,  and  communications  functions  to  remain  operational 
during  a  hostile  contingency  in  support  of  Sixth  Fleet  operations.  Present 
and  future  OPCON  missions  will  be  downgraded.  Essential  OPCON  equipment 
cannot  be  installed  for  expanded  operations  to  sustain  communications  and 
intelligence  analysis  and  processing  of  data  from  fleet  missions  in  the 
Mediterranean. 

ADDITIONAL!  Conjunctive  funding  under  NATO  procedures  is  planned  for  this 
project,  requiring  partial  US  unilateral  authorisation  and  funding  for  US 
requirements  only,  that  are  not  within  an  established  NATO  infrastructure 
category  for  common  funding.  The  project  ia  partially  eligible  for  NATO 
infrastructure  common  funding  and  to  that  extent,  has  been  programmed  in 
Slice  (SL)  41  (FY90)  for  infrastructure  funding.  NATO  criteria  precludes 
inclusion  of  a  complete  project  in  infrastructure.  A  bilateral  agreement 
between  the  U.S.  and  the  host  nation  covering  U.S.  presence  for  military 
purposes  provides  that  construction  of  new  or  alterations  to  existing 
facilities  for  U.S.  requirements  shall  be  the  responsibility  of  the  U.S., 
except  when  construction  is  eligible  for  NATO  Common  Infrastructure  funding. 

12.  SUPPLEMENTAL  DATA! 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  ’Facility  Planning  and  Design  Quids.*) 

(1)  Status: 

(a)  Data  Design  Started .  1-89 

(b)  Percent  Complete  as  of  January  1990 .  75 

(c)  Date  Design  35»  Complete .  8-89 

(d)  Date  Design  Complete .  5-90 

(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No  X 

(b)  Where  Design  Has  Most  Recently  Usedi  N/A 


(Continued  on  DO  1391c) 
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»AOC  NO 


1.  com^onint 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

a  oatc 

NAVY 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AIR  STATION,  SIGONELLA,  ITALY 

«.  PROJtCT  TITLt 

OPERATIONS  CONTROL  CENTER 


12.  SUPPLEMENTAL  DATAt  (Continued) 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  (•)  :  ($000) 

(a)  Production  of  Plana  and  Specifications . (  330  ) 

(b)  All  Other  Design  Costs.... . . . (  170  ) 

(c)  Total . . .  500 

(d)  Contract . . . . . (  430  ) 

( e)  In-house . (  70  ) 


(4)  Construction  start. 


, _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 


Equipment 

Procuring 

Fiscal  Year 
Appropriated 

Cost 

Nomenclature 

Appropriation 

or  Requested 

($000) 

ASWOC/ASCOM  Equipment 

OPN 

1992 

7,670 

Meteorological/ 

OPN 

1991 

1,500 

Oceanographic  Equipment 

TOTAL 

9 , 17C 

DD<ose?«  1391c 

mi 


**«VIOU*  COITIONS  MAT  9C  UtIO  'NTf  NNAU.T 
UNTIL  kxnaustcq 


8.  PERSONNEL 
STRENGTH 

PERMANENT 

STUDENTS 

SUPPORTED 

TOTAL 

owes* 

KNUSTtO 

CIVILIAN 

owes* 

SNLIST10 

CIVILIAN 

owes* 

INLIST80 

CIVILIAN 

08/30/88 

10 

274 

94 

0 

0 

0 

0 

0 

0 

318 

0.  END  FY 

1884 

10 

388 

34 

0 

0 

0 

0 

0 

0 

332 

1.  COMPONENT 
NAVY 


2.  DATE 


n  ini  MILITARY  CONSTRUCTION  PROGRAM 


3.  IN5TALLATTr'  INC  LOCATION 

NAVAL  SECURITY  GROUP  ACTIVITY  HANZA , 
OKINAWA,  JAPAN 


|  A.  COMMAND 


NAVAL  SECURITY  GROUP 
COMMAND 


S.  AREA  CONSTR. 
COST  INDEX 

1.99 


7.  WVtNTOAY  DATA  (S000I 


< 


«.  TOY AL  ACREAGE 

b.  INVENTORY  TOTAL  AS  OP  30  SEP  88 . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

d.  AUTHORIZATION  REOUESTEO  IN  THIS  PROGRAM  .  . 
a.  AUTHORIZATION  incluoeo  in  FOLLOWING  PROGRAM 
f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  . 

C-  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


O) 


4.990 

0 

1,000 

0 

0 

0 

5,590 


8.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY 

COPE 
843. 10 


PROJECT  TITLE 


icon 


COST 

IfOOOl 


FIRE  PROTECTION  SYSTEM 
TOTAL 


LS 


1.000 


DE5ICN  STATUS 
STAR*  COMPLETE 

05/88  08/89 


1,000 


9.  FUTURE  PRfJECTS: 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNEO  NEXT  THREE  YEARS: 

NONE 


10,  MISSION  OR  MAJOR  FUNCTIONS 

To  bpovicm  regional  communications  for  tne  oatanis  oT  tna  u.S  ano  trie 
free  world. 


11 ■  OUTSTANDING  POLLUTION  ANO  SAFE~V  DEFICIENCIES. 


POLLUTION  AEATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


(80001 

0 

c 

0 


1  00  FOAM  1390 

1DCC76 
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1.  COMPONENT 


i.  DATE 

FY  ,99,  MILITARY  CONSTRUCTION  PROSRAM 

NAVY 

3.  INSTALLATION  AND  LOCATION  4.  COMMAND  S  AREA  CONSTR . 

COST  INOEX 


MARINE  CORPS  AIR  STATION.  COMMANDANT  OX  THE 

IWAKUNI ,  JAPAN  MARINE  CORPS  1.R8 


R.  personnel 
strength 

PERMANENT 

STUOENTS 

supported 

TOTAL 

OPFICSR 

IM.IBT1D 

CIVILIAN 

optica 

INLIfTVO 

CIVILIAN 

OFFtCSP 

BNLltTtO 

CIVILIAN 

OB/M/SB 
B.  END  FV 

S3 

43R 

0 

0 

0 

287 

2934 

o 

4828 

1*B4 

S4 

BOG 

BTO 

0 

_ 1. 

0 

332 

3241 

331 

3  SRI 

—I _ I _ i _ 

7.  MVtNTOftY  DATA  1*0001 


P.  TOTAL  ACRCAOE  (  4.ST1 ) 

B.  INVENTORY  TOTAL  AS  OF  30  SEP  RR .  SO. MO 

C.  AUTHORIZATION  not  yet  in  INVENTORY .  3.  ISO 

a.  authorization  requested  in  this  prooram  .  s.aio 

P.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM .  4.430 

t.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS .  33.730 

0.  REMAINING  DEFICIENCY .  7R.RS0 

n.  GUANO  TOTAL  ITS, '00 


R.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY 

_ £22! _  _ P»CEKT„T,TH 


COST 

SCOPE  <8000* 


DESIGN  STATUS 
jTART  COMPLETE 


143.30  WEAPONS  ASSEMBLY  AREA 
441.13  HANGAR  CONVERSION 
TOTAL 


LS 

33.430  $F 


3.130  OS/RS  08 /RR 
3. PRO  OS/ 88  OR/89 
S.B10 


»-  KMT.Utt,-*«9yKTS  = 

’  A.  INCLUDED  IN  FOLLOWING  PROGRAM 
11*. 35  ARMING  ft  DEARMING  PAD 
TOTAL 

B-  major  planned  next  three  years: 

113  20  AIRCRAFT  PARKING  APRON 
211.05  FIRE  PROT  AC  HANGAR  SHP 

441.10  FIRE  PROT  WAREHOUSE 

111.10  WIDEN  RUNWAY 


30,550  SY  _ A.63C  04/6?  08/BB 

4 .  €3C 


112.000  SY  12.7*0 

LS  3.150 

14^  030  SF  4.75C 

S  4 . 140 


10.  MISSION  -QR_MA JQR _FUNCT IONS • 

Maintain  ane  opera t*  facilities  ana  provia#  aarvieat  ana  estsrieii  to 
support  operations  of  a  Marina  Aircraft  wing,  or  units  thereof .  ana 
otner  activities  ana  units  as  dasignatsa  oy  the  Coeee noant  of  the  Manns 
Corps  in  coordination  with  the  Chief  of  Navel  Operations 


TT  OUTSTANDING  POLLUTION  AND  SAFETY  DEFICIENCIES: 1 3000 ) 
A  POLLUTION  ABATEMENT  0 

B:  INSTALLATION  RESTORATION  0 

C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


RAO* 


53c 


00  FOAM  11*0 
10CC7* 


FY  19JU.  MILITARY  CONSTRUCTION  PROJECT  DATA 


1.  COMPONENT 

miL 


3.  DATE 


3.  INSTALLATION  AND  LOCATION 

MARINE  CORPS  AIR  STATION, 


4.  rnojicT  titls 


S.  PROGRAM  ELEMENT 

S.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

S.  PROJECT  COST  (9000) 

fl2Qfi496M _ 

211. OR _ 

_ P-RQ9  ; 

_ LOil _ 

».  COST  KTtMATtt 


ITEM 

U/M 

ouantity 

UNIT 

COST 

COST 

($000) 

HANGAR  CONVERSION . 

SP 

23,450 

- 

1,200 

BUILDING  CONVERSION  AND  RENOVATION  .... 

SF 

23,450 

51.00 

(1,200) 

SUPPORTING  FACILITIES . 

- 

- 

- 

1,590 

ELECTRICAL  UTILITIES  . 

LS 

- 

- 

(  450) 

MECHANICAL  UTILITIES  . 

LS 

- 

(  720) 

PAVTW?  »Nn  SITE  IMPROVEMENT . 

LS 

— 

(  420) 

SUBTOTAL  . 

- 

- 

2.790 

CONTINGENCY  (5%) . . . 

— 

• 

— 

140 

TOTAL  CONTRACT  COST . 

- 

2,930 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5.5%). 

- 

- 

160 

TOTAL  REQUEST . 

- 

- 

3,090 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 

( 

40N-ADD 

1  (  0) 

io.  oticAiPTioN  or  pnoeoifo  construction 


Convert  building  back  io  designed  use  of  aircraft  maintenance  hangar, 
administrative  offices,  mechanical  room,  compressed  air  system,  floor 
drainage  system,  ventilation,  utilities. 


11.  REQUIREMENT:  23,450  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  0  SF. 
PROJECT:  Converts  and  renovates  hangar  currently  being  used  as  a 
warehouse  back  to  a  maintenance  hangar,  (Current  mission.) 

REQUIREMENT:  Adequate  hangar  space  to  support  additional  aircraft  being 
assigned  to  this  activity. 

CURRENT  SITUATION:  This  activity  has  a  shortage  of  hangar  space.  Prior 
to  the  assignment  of  additional  high-tech  AV-8  aircraft,  the  lack  of 
storage  space  was  more  critical,  so  a  hangar  was  used  to  meet  this  need. 
With  the  assignment  of  newer  and  more  AV-8  aircraft,  this  hangar  must  now 
be  renovated  to  convert  it  back  to  accommodate  aircraft  maintenance.  The 
cost  of  a  new  hangar  would  greatly  exceed  the  cost  of  this  project. 

IMPACT  IF  NOT  PROVIDED:  Scheduled  and  unscheduled  organisational 
maintenance  on  assigned  aircraft  cannot  be  accomplished,  severely 
affecting  the  operational  readiness  and  deployability  oi  u.e  squadrons 
assigned  to  Marine  Air  Group-12. 


DO:  D?c  T.1391 
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PAQt  NO.  C 


i  coMromnT 
NOT 


FY  19 


91 


IS.  installation  ano  LOCATION 


MILITARY  CONSTRUCTION  PROJECT  DATA 


2  DATI 


NARINE  CORPS  AIR  STATION,  IWAKUNI,  JAPAN 


"HOJtCT  TITL* 

HANGAR  CONVERSION 

11.  REQUIREMENT:  (Continued) 

ADDITIONAL:  A  bilateral  agreement  between  the  U.S.  and  the  boat  nation 
covering  U.S.  presence  Cor  military  purposes  provides  that  construction  of 
new  or  alterations  to  existing  facilities  for  U.S.  requirements  shall  be 
the  responsibility  of  the  U.S.,  except  when  construction  is  eligible  for 
Japanese  Facility  Improvement  Program  (JFIP)  funding. 

12.  SUPPLEMENTAL  DATA: 


a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  Status: 

(a)  Date  Design  Started .  5-88 

(b)  Percent  Complete  as  of  January  1990... .  100 

(c)  Date  Design  35t  Complete .  10-88 

(d)  Date  Design  Complete . 8-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No  X 

(b)  Where  Design  Was  Most  Recently  Used:  _ N/A 

(3)  Total  cost  (c)  -  (a)  +  (b)  or  (d)  *  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  225  ) 

(b)  All  other  Design  Costs . (  225  ) 

(c)  Total . . .  450 

(d)  Contract . . (  365  ) 

(e)  In-house . (  85  ) 

(4)  Construction  start . . 5-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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PBIVIOUt  COITIONS  MAV  St  u8t D  INTCHNALLV 

until  sxhaustco 


*AO«  NO 


I  V  COMMON*  NT 


FY  19.21.  MILITARY  CONSTRUCTION  PROJECT  OATA 


3  INSTALLATION  AND  LOCATION  _  1 4.  AAOJtCT  TITkl - - 

MARINE  CORPS  AIR  STATION,  j 

ItftKUHI,  JAPAN - - -  I  WEAPONS  ASSEWRT.v  arra 

..eROOAAMILIMSNT It.  CATKQOAV  CODI  IT  >AOJ«CT  *SSf«CT  COSTtaOBO) 


»■  COST  BTIMATH 


barricades 


SUBTOTAL  . 

CONTINGENCY  (5%) . *  ’ 

TOTAL  CONTRACT  COST . *  \  * 

SUPERVISION,  INSPECTION  AND  OVERHEAD  <5.S%). 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


U/M 

QUANTITY 

UNIT 

COT 

COST 

ItOOO) 

LS 

- 

- 

1,030 

SP 

930 

118.00 

(  110) 

sr 

5,740 

16.00 

(  90) 

CY 

27,470 

30.00 

(  830) 

LS 

- 

- 

1,510 

LS 

- 

- 

(  310) 

LS 

- 

- 

(1.200) 

- 

- 

- 

2,540 

- 

- 

130 

- 

- 

2,670 

- 

- 

- 

150 

- 

- 

- 

2,820 

-  ( 

TON-ADD 

(  0) 

One-story  steel  frame  and  masonry  building;  four  ready  storage  buildings 
earthen  berm  barricaded;  concrete  foundations  and  floors,  built-up  roofs, 
engineered  fill,  retaining  wall;  monorail  and  hoist  system,  compressed  air 
system,  utilities. 

iTI  REQUIREMENT:  As  Required!  ——  - - 

PROJECT;  Provides  a  weapons  assembly  and  ordnance  ready-storage 
facility.  (New  mission.) 

REQUIREMENT;  Adequate  facilities  to  support  ordnance  build-up  and 
ready-atorage  areas  to  accommodate  two  Marine  Aircraft  Groups  (MAGs). 
CURRENT  SITUATION:  Existing  ordnance  assembly  area  operates  under  an 
explosive  safety  waiver  and  has  the  capacity  to  support  only  a  single  MAG 
vice  the  two  MAGs  now  assigned  to  Iwakuni.  The  existing  facility  needs  to 
be  relocated  to  make  room  for  another  ordnance  related  project.  After 
completion  of  this  and  a  follow-on  ordnance  project-,  all  explosive  arcs 
*ro*  ordnance  ope; it ions  will  be  contained  within  non-populated  areas. 
IMPACT  IP  NOT  PROVIDED:  This  activity  will  be  unable  to  support  the 
operational  needs  of  the  two  MAGs  assigned.  Populated  areas  will  remain 
within  explosive  safety  arcs,  thus  exposing  people  to  unnecessary  danger 
and  possible  injury  in  the  event  of  an  ordnance  mishap. 


(Continued  on  DO  1391c) 
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*AGt  MO.  £ 


1.  COMfONlNT 
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Ml* 


AMfVlOUf  COITIONS  MAT  SC  UtCO  »NT*ANAkLV 
UNTlt  8KNAUCTSO 


1.  COMPONENT 

NAVY 

FY  1991  MILITARY  CONSTRUCTION  PROGRAM 

is- 

i 

DATE 

3.  installation  a 

NO  LOCATION 

4.  COMMAND 

:  5. 

area  constr. 

’ 

COST  INDEX 

NAVAL  MAGAZINE. 

COMMANDER  IN  CHIEF, 

SUBIC  BAY, 

,  PHILIPPINES 

PACIFIC  FLEET 

i 

1  23 

6.  PERSONNEL 

PERMANENT 

STUDENTS 

SUPPORTED 

strength 

total 

OFFICER 

CIVILIAN 

OFFICER 

ENLISTED 

CIVILIAN 

OFFICER 

ENLISTED  | 

CIVILIAN 

09/30/Bi 

2S 

194 

230 

■asg 

mmrn 

0 

0  1 

0 

409 

b.  END  FY 

> 

1894 

3« 

184 

230 

-I 

■H 

■6 

0 

0  j 

0 

442 

7. 

INVENTORY  DATA  ($0001 

a.  TOTAl  ACREAGE  (  0) 

b.  INVENTORY  TOTAL  45  OF  30  SEP  89  . 

C.  AUTHORIZATION  N01  YET  IN  INVENTORY . 

<3.  AUTHORIZATION  RE0UE5TE0  IN  THIS  PROGRAM . 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM  .  .  . 

f.  PLANNED  IN  NEXT  TM3EE  PROGRAM  YEARS  . 

Q.  REMAINING  DEFICIENCY  . 

h.  OR  AND  TOTAL 


B.  PROJECTS  REOUESTEO  IN  THIS  PROGRAM: 


CATEGORY  COST  OES'GN  STATUS 

COOI  PROJECT  TITLE  SCOPE  ISOOO»  START  COMPLETE 


23.690 

0 

1 .900 
7.300 
21.700 
19.200 
73.790 


216.10  AMMO  SEGREGATION  FACILITY 

TOTAL 

14,500  SF 

_ L.??9 

1  .900 

10/86 

01/90 

9.  FUTURE  PROJECTS : 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

143.20  ORDNANCE  OPERATIONS  BLOG 

229.60  GUIDED  MSL  INTEGRATION  FAC 

TOTAL 

JC. 160  3F 
25.590  SF 

4.300 
3.000 

7.300 

B.  MAJOR  PLANNED  NEXT  THREE  YE4RS: 

152.70  ORD  CONTAINER  HDLG  WHARF 

212.10  GUIDED  MISSILE  INTEG  FAC 

216.10  AMMO  REWRK  &  OVHL  SHOPS 

LS 

37.260  SF 
35.500  SF 

i  i .000 
6.000 
4.700 

10.  MISSION  OR  MAJOR  FUNCTIONS. 

Racawa.  maintain,  rawor*.  sort,  and  issua 
for  military  forcaa  in  tha  araa. 

ammunitions  ana 

ordnanca 

(*000) 

A:  POLLUTION  ABATEMENT  0 
B:  INSTALLATION  RESTORATION  0 
C:  OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH):  0 


OD  FORM  1330 
1OEC70 


page  £  \ 


1.  COMMON!  NT 


NAVY 


X  INSTALLATION  ANO  LOCATION 

NAVAL  MAGAZINE,  SUBIC  BAY , 
REPUBLIC  OP  THE  PHILIPPINES 


s.  program  clement 


I»WI  kkI-KJ 


FY  19.2L  MILITARY  CONSTRUCTION  PROJECT  DATA 


4.  RROJICT  TITLi 


1.  PROJECT  NUMBER 

S.  PROJECT  COST  {$000) 

P-405 

l,.v00 

e.  cost  estwatcs 


AMMUNITION  SEGREGATION  FACILITY  .  SF 

SUPPORTING  FACILITIES .  .  .  - 

UTILITIES . LS 

PAVING  AND  SITE  IMPROVEMENT . LS 

SUBTOTAL  . 

CONTINGENCY  (SI)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5*).  . 

TOTAL  REQUEST. . . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

One-story  steel  frame  building,  concrete  foundation  and  floor,  open  sides, 
built-up  roof,  masonry  partitions,  explosion-proof  fixtures,  sprinkler  and 
fire  alarm  systems,  grounding  and  lightning  protection,  utilities. 


11.  REQUIREMENT:  14,500  SF.  ADEQUATE:  0  SF.  SUBSTANDARD:  10,400  SF. 
PROJECT:  Provides  an  ammunition  segregation  facility  outside  the  explosive 
safety  quantity  distance  (ESQD)  arcs.  (Current  mission.) 

REQUIREMENT:  Adequate  facilities  to  support  inspection  of  all  ammunition 
and  explosives  to  insure  that  they  are  stored  in  the  appropriate  magazine 
based  on  type  of  explosive  or  sent,  to  repair  shops.  Segregation  is  a  major 
process  in  maintaining  munition  logistical  support  to  the  Fleet.  All 
incoming  explosives  are  brought  to  a  segregation  area.  A  suitably-sited 
segregation  facility  is  necessary  to  segregate  incoming  munitions  of 
various  explosive  hazard  classification  to  comply  with  storage  and  handling 
safety  requirements.  Explosives  are  removed  from  combatants  before  they 
are  sent  to  repair  piers  and  from  other  ships  with  explosive  cargo  destined 
for  Subic  Bay.  Explosives  are  inspected  and  sent  to  storage  or  to  repair 
end  rework  shops  so  that  damaged,  over-aged,  or  uncertified  explosives  are 
not  returned  to  ships. 

CURRENT  SITUATION:  The  existing  aonunition  segregation  facility  operates 
under  an  explosive  safety  waiver,  aa  it  is  within  the  explosive  safety 
quantity  distanca  area  from  both  ammunition  wharves.  Explosives  segregation 
ia  performed  in  deteriorated- facilities  that  are  structurally  unsafe. 

(Continued  on  DD  1391c) 
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PREVIOUS  COITIONS  MAY  SC  USCD  INTERNALLY 
UNTIL  EXHAUSTED 


f 


r -j 


1  COMMON 1NT 


J  DATE 


FY  191LMILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  and  location 

NAVAL  MAGAZINE,  SUBIC  BAY,  REPUBLIC  OP  THE  PHILIPPINES 

4.  PROJECT  TITLI 

8.  PROJECT  NUMIIR 

AMMUNITION  SEGREGATION  FACILITY 

P-40S 

11.  REQUIREMENT:  (Continued) 

1  IMPACT  IP  NOT  PROVIDED:  Continued  ssgrsgatiion  of  munition*  in  a  facility 

1 operating  under  an  explosive  safety  waiver* 

(ADDITIONAL:  A  bilateral  agreement  between  the  U*S.  and  host  nation 

(covering  U.S.  presence  for  military  purposes  provides  that 

construction  of 

(new  or  alterations  to  existing  facilities  for  U.S*  requirements  shall  be 

the  responsibility  of  the  U.S. 

12.  SUPPLEMENTAL  OATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  Part  II  of 

Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status: 

(a)  Date  Design  Started . . . . 

(b)  Percent  Complete  as  of  January  1990.... 

(c)  Date  Design  35%  Complete . 

(d)  Date  Design  Complete . 

(2)  Basis: 

(a)  Standard  or  Definitive  Design: 

Yes  No  X 

(b)  where  Design  Was  Most  Recently  Used: 

N/A 

(3)  Total  cost  (c)  ■  (a)  +  (t>)  or  (d)  +  (a)  : 

(SO.O0) 

(a)  Production  of  Plans  and  Specifications. 

•  ••«•••  (  90  ) 

(b)  All  Other  Design  Costs . 

. (  17l  ) 

(c)  Total . . . 

(d)  Contract . 

. (  220  ) 

(e)  In-house......... . 

(4)  Construction  start..., . 

4-91 

1 

month  and  year) 

b.  Equipment  associated  with  this  project  which  will 

be  provided 

from  other  appropriations:  None. 

* 
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*MVIOV$  IOITION*  MAV  SC  uSID  INTiANAl.LV 
UNTIL  (XMAUSTID 


TAOS  NO 


1.  COMPONENT 
NAVY 


rv  1M1  MILITARY  CONSTRUCTION  PROGRAM 


3.  INSTALLATION  ANO  LOCATION 

4.  COMMAND 

5.  AREA  CONSTR. 
COST  INOEX 

NAVAL  SECURITY  GROUP  ACTIVITY, 

NAVAL  SECURITY  GROUP 

SASANA  SECA.  PUERTO  RICO 

COMMAND 

1.23 

6.  PERSONNEL 
STRENGTH 

a.  AS  OF 
00/30/SR 
O.  END  F V 

1*84 


PERMANENT 


STUDENTS 


SUPPORTED 


ENLISTED  CIVILIAN 


a.  total  acreage  ( 

D.  INVENTORY  TOTAL  AS  OF  30  SEP  SS  . 

C.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

a.  AUTHORIZATION  RIOUESTEO  IN  THIS  PROGRAM  .  . 
P.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 
t.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS  .  .  .  . 

g.  REMAINING  DEFICIENCY . 

h.  GRAND  TOTAL 


7.  INVENTORY  DATA  ($000) 


(  2. (IS) 


OPS  BUILDING  AOOITION 
TOTAL 


A.  INCLUDED  IN  FOLLOWING  PROGRAM 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

NONE 


8.  PROJECT",  REOUESTEO  IN  THIS  PROGRAM: 

CATCOOfV 

COST 

DESIGN  STATUS 

CODE  PROJECT  TITLE 

<sooo> 

ST  AST  COMPLETE 

Provida  tactical  communicat ions,  monitor  transmission  procaauras,  ana 
rasaarcn  into  alactromc  phanomana . 


ANQING  POLLUTIO 

POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  AND  HEALTH  (OSH): 


DO  FORM  1190 
1DEC76 


PAGE  HOP 


^<4 


J  1 .  COMPONENT 


FY  1MI  MBJTAJRY  CONSTRUCTION  PROGRAM 


1.  installation  ano  location 

4.  COMMA  NO 

5  AREA  CONSTR. 
COST  INDEX 

naval  COMMUNICATION  STATION. 

NAVAL  SECURITY  GROUP 

ROTA.  SPAIN 

COKKAND 

•2 

«.  'IDSOML 

strength 

a.  AS  OP 

c*,jo/«e 

t>.  (nd  py 

1M4 


SUPPORTED 


(NLirrts  civilian 


4.  TOTAL  ACREAGE  TCMAI 

C.  INVENTORY  TOTAL  AS  OF  JO  SIN  M  . 

e.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

5.  AUTHORIZATION  RIOUESTED  IN  THIS  PROGRAM  .  . 
R.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  planned  in  next  three  lrgoram  years  .  .  . 

g.  REMAINING  DEFICIENCY . 

n.  OR  AND  TOTAL . 


7.  MVMTORY  DATA  MOO) 


TENANT  OF  NS 


«.  PROJECTS  REQUESTED  IN  THIS  PROGRAM: 

SATiOOF* 

=00*  PROJECT  Trni 

SCO^I 

COST 

(S000< 

DCS  1  CM 
START 

STATUS 

complete 

131.55  OPS  BUILDING  ADDITION 

total 

11.340  SF  _ 

1  .T40 

1 . 740 

07/08 

10/B9 

s 

A.  INCLUDED  IN  FOLLOWING  PROGRAM 

i,  -  i 

NONE 

B.  MAJOR  PLANNED  NEXT  THREE  YEARS: 

. 

1 

NONE 

1C.  MISSION  OR  MAJOR  FUNCTIONS 

Proviaa  coftroana  ano  control  eoamunicat ion»,  anip-to-anora  tarvict  for  tna 
f'aat.  ana  latoiltta  connumcat ion* .  Prinary  araa  covarao  if  tna  aaatarr 
.Atlantic  ana  Maaitarranaan  araaa. 


POLLUTION  ABATEMENT 
INSTALLATION  RESTORATION 
OCCUPATIONAL  SAFETY  ANO  HEALTH  (OSH): 


DO  FORM  "390 
IDEC'Td 


PAGFlJb. 


FY  19.21  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  INSTALLATION  ANO  location 
NAVAL  COMMUNICATION  STATION, 


t.  P POO A AM  KLiMCNT 


4.  f  nojtcr  titli 


I.  COST  ItTMlATIk 


OPERATIONS  BUILDING  ADDITION  . 

BUILDING  ADDITION.  .  . 

BUILDING  ALTERATIONS  . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

UTILITIES,  PAVING  6  SITE  IKPR,  DEMOLITION. 

SUBTOTAL  . 

CONTINGENCY  (51)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  AND  OVERHEAD  (5. SI). 

TOTAL  REQUEST.  .  .  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


m\ 


11,340 
9,140 
SP  I  2,200 
LS 


<  890) 

<  100) 

(  28b) 

300 
(  300) 

1,570 

_ 80 

1,650 

_ 90 

1,740 
)  (  0) 


10.  description 


One-story  reinforced  concrete  and  masonry  building  addition,  concrete 
foundation  and  floor,  built-up  roofing  on  rigid  insulation  over  concrete 
decK,  computer  flooring,  sound  attenuation,  fire  protection  system,  access 
control  system;  renovate  interior  of  one  building;  air  conditioning, 
utilities;  partial  demolition  of  one  building. _ _ _ 


il.  REQUIREMENT:  77,760  SF.  ADEQUATE:  66,420  SF.  SUBSTANDARD:  (2,200)  SF. 
PROJECT:  Provides  additional  operational  space  adjacent  to  the  Circular 
Display  Antenna  Array  Building  and  improves  the  use  of  existing  building 
space.  (Current  mission.) 

REQUIREMENT:  Adequate  and  properly-configured  operational  communication 
facility  spaces  for  Naval  Security  Group  (NAVSECGRU)  Detachment  Rota  to 
accommodate  the  dynamic  upgrade  of  equipment  and  the  installation  of 
additional  state-of-the-art  communication  equipment.  An  automatic  data 
processing  (ADP)  work  canter  is  necessary  to  provide  equipment  space  and 
common  work  area  for  software  development,  ADP  training,  and  security 
guidance  for  the  department,  supporting  SEAMARK,  NEWSDEALER,  CENTER-BOARD, 
and  TACINTEL. 

CURRENT  SITUATION:  Existing  space  will  not  support  the  additional 
communications  programs,  equipment,  or  personnel. 

IMPACT  IF  NOT  PROVIDED;  Additional  communie itiona  workload  will  not  be 
efficiently  and  effectivaly  accomplished.  Operational  floor  space  will 
not  be  available  to  support  the  mission  requirements  of  NAVSECGRU. 

(Continued  on  DD  1391c) 
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P9CVIOUS  COITIONS  MAY  BC  USIO  INT1ANALLY 
until  CXHAUBTSO 


1.  component 

NAVY 

FY  1»2LMILITARY  CONSTRUCTION  PROJECT  DATA 

*  DATS 

S.  INSTALLATION  ano  location 

NAVAL  COMMUNICATION  STATION,  ROTA,  SPAIN 

|«.  PROJECT  TITLE 

uoy&mil 

1  OPERATIONS  BUILDING  ADDITION 

30HI; 

11.  UQOXMMlITi  (Continued) 

IMPACT  IF  WOT  PROVIDED:  (Continued) 

Critical  communications  support  services  provided  to  the  Sixti'.  Fleet  will 
be  adversely  affected.  Activity  will  not  be  able  to  provide  quality 
coaaaunicationa. 

ADDITIONAL:  NATO  prefinancing  ia  not  applicable  to  thla  project  becauae 
it  ia  not  in  aupport  of  forcea  assigned  to  MATO.  A  bilateral  agraeaent 
between  the  O.S.  and  the  hoat  nation  covering  U.S.  preaence  for  Military 
purpoaea  provide*  that  conatruction  of  new  or  alteration*  to  existing 
facilities  for  U.S.  requirement*  shall  be  the  responsibility  of  the  U.S., 
except  when  construction  is  eligible  for  NATO  Common  Infrastructure 
funding. 

13.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  (Project  design  conforms  to  P.  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 


(1)  status: 

(a)  Date  Design  Started .  7-88 

(b)  Percent  Complete  as  of  January  1990 .  100 

(c)  Date  Design  35»  Complete. .  11-88 

(d)  Date  Design  Complete .  10-89 


(2)  Basis: 

(a)  Standard  or  Definitive  Design:  Yes  No  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A 

(3)  Total  cost  (c)  ■  (a)  +  (b)  or  (d)  +  (e)  :  ($000) 

(a)  Production  of  Plans  and  Specifications . (  100  ) 

(b)  All  Other  Design  Costs . (  70  ) 

(c)  Total .  170 

(d)  Contract . . (  135  ) 

(e)  In-house . (  35  ) 

(4)  Construction  start . . 1-91 _ 


(month  and  year) 

b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations:  None. 
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c.  * 


$N91|U»4|1  M'l 


•MVIOU*  EDITIONS  MAY  •(  USID  INTERNALLY 
UNTIL  exhausted 


»AO|  no* 


I.  OATI 


EV  If  n  MILITARY  CONSTRUCTION  PROGRAM 

I  NAVY 


J  installation  ano  location 

4.  COMM# NO  1 

fleet  surveillance  support  comano 

CHIEF  OF  NAVAL 

UMDT  MALES,  UNITED  KINGDOM 

EZHESiH 

♦.PERSONNEL 

PSRMANENT 

HiEiiSiliiUiiiliH 

EUPPORTEC 

Jl 

TOTAL 

raws 

OB 

COESS 

WSSSSM 

.  AS  OP  */J0/M 

u 

■ 

u 

u 

urn 

».  END  PY  It  ** 

45 

23* 

B 

10 

so 

1 

D 

B 

n 

51 

429 

a.  TOTAL  ACREAGE  '  « > 

S.  IN  VINTON  v  TOTAL  AS  OP  *** 

0 

c.  AUTHORIZATION  NOT  YET  IN  INVENTORY . 

0 

d.  AUTHORIZATION  RIQUCSTIO  IN  THIS  PROGRAM  .  . 

3,600 

«.  AUTHORIZATION  INCLUOIO  IN  POLLOWINU  PROGRAM 

Q 

1.  PLANNED  IN  NCXT  THRU  PROGRAM  YEARS . 

0 

|.  REMAINING  OEPICIENCY . 

0 

i>  ORANO  TOTAL . 

3,600 

«.  #AOJ«CTl  nCQUISTCO  <N  this  PROOftAM: 

CQM 

0££>ON  trATUt  j 

COP«  FMOiiCV  TlTwt 

•COM 

|7ARt 

C0M»L*T* 

1)4.70  Electronic  Installation 

LS 

3.600 

12/88 

06/90 

TOTAL 

3,600 

9.  future  Projects: 


e.  Included  in  following  program:  None, 
b.  Major  Planned  Next  Three  Years:  None. 


10.  Mission  or  Major  Functions i  Surveillance,  early  warning,  and  target 
identification.  Effective  management  of  air  intercept  capability. 


11.  Outstanding  pollution  and  safety  deficiencies:  (SOOO) 

a.  Pollution  Abatement:  0 

b.  Installation  Restoration:  0 

c.  Occupational  safety  and  health  (OSH) :  0 
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PAIVIOUS  EDITIONS  MA  *  SI  USED  INTI  ANALLY 
UNTIL  IXfcAUtTIO 


PAOE  nS. 


1.  COMPONtMT 

FY  191L  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY  _ _ 


3.  INSTALLATION  ANO  LOCATION  4  PNOJtCT  TITLi 

PL8IT  SURVEILLANCE  SUPPORT  COWHAND,  j 

ELECTRONIC  INSTALLATION 


S.  PROGRAM  IL3MINT  14.  CATIQOMV  COOt  I  7.  PNOJICT  NUMKfl  1*  PNOMCT  COST  1*0001 


1)4.70 


ELECTRONIC  INSTALLATION . 

TRANSMITTER  SITE  ....  . 

RECEIVER  SITE . 

BUILT-IN  EQUIPMENT  . 

SUPPORTING  FACILITIES . 

UTILITIES . 

PAVING  AND  SITE  IMPROVEMENT . 

SUBTOTAL . .  . 

CONTINGENCY  (St)  . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  t  OVERHEAD  (5.51).  . 

TOTAL  REQUEST . 

LESSi  OTHER  FUNDING  .  . 

U.S.  FUNDING  REQUEST  . 

EQUIPMENT  PROVIDED  FROM  OTHER  APPROPRIATIONS 


Site  preparation  for  reloc*table-over-the-hori*on-radar  (ROTHR)  system 
installation;  reinforced  concrete  van  pads,  antenna  footings  and 
foundations,  personnel  support  facilities,  operations  facilities,  roads, 
security  fencing,  emergency  generators,  fuel  storage  tanks,  utilities. 


11.  REQUIREMENT:  As  Required. 

PROJECT:  Provides  site  preparation  snd  support  facilities  for  the 
installation  of  a  Relocatable-Over-the-Horixon-Radar  (ROTHR)  System  in  the 
United  Kingdom.  (New  mission.) 

REQUIREMENT:  The  ROTHR  System,  when  installed,  will  satisfy  the 
requirement  for  broad  area  over-the-horison  surveillance  and  tactical 
forces  support  in  the  North  See  and  Baltic  Sea  regions. 

CURRENT  SITUATION:  There  is  no  broad  area  surveillance  system  currently  in 
place  which  provides  coverage  in  the  required  area. 

IMPACT  IF  MOT  PROVIDED:  The  ROTHR  System  will  not  be  installed  and  current 
surveillance  requirements  will  not  be  met. 

.ADDITIONAL:  A  bilateral  agreement  between  the  U.S.  and  the  host  nation 
covering  U.S.  presence  for  military  purposes  provideo  that  construction  of 
new  or  alterations  to  existing  facilitiss  for  U.S,  raquirsments  shall  be 
the  responsibility  of  the  O.S.,  except  when  joint-use  or  mutual  benefits 
are  derived.  Project  construction  cost  will  bs  shared  by  the  U.S.  snd  the 
host  nation,  with  host  nation  accepting  approximately  754  funding 

(Continued  on  DD  1391c) 
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PAQt  N6. 


%*h  oui a  lf  aoi  nio 


FY  It JLMIUTARY  CONSTRUCTION  PROJECT  OATA 

WAVY  L 

1.  l«T«l  WTION  MO  t,OC*TN))l 

WBT  SiWYKILLAWOt  IPPPOBT  COMMAND,  BRAWDY  woes,  united  kimgdoh 
«.»NOitCTtiTt.«  TTSSIIS 

KUCTMOMIC  INSTAUATIOM  r 


11.  M0OXNM*Ti  (Continued) 

responsibility.  NATO  prefinancing  is  not  applicable  to  this  project 
because  It  is  not  Included  in  sn  approved  NATO  category  and  is  not 
expected  to  bacons  eligible. 

12.  SUrrLMNTAL  DAT  At 


a.  Bstisated  design  status  t  (Project  design  con  fores  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide.") 

(1)  Status  i 

(a)  Date  Design  Started . 12-88 

(b)  Percent  Coaq>lete  as  of  January  1990... . 75 

(c)  Date  Design  35%  Complete .  7-89 

(d)  Date  Design  Conplete .  6-90 

(2)  Basisi 

(a)  Standard  or  Definitive  Design:  Yes  Mo  X 

(b)  Where  Design  Was  Most  Recently  Used:  N/A 

(3)  Total  cost  (c)  »  (a)  ♦  (b)  or  <d)  ♦  (e) :  (8000) 

(a)  Production  of  Plans  and  Specifications . (  515  ) 

(b)  All  Other  Design  Costs . (  665  ) 

(c)  Total .  1200 

(d)  Contract . <  1080  ) 

(e)  In-house. . (  120  ) 


(4)  Construction  start. 


, _ 1-91 

(month  and  year) 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations! 


Equipment 

Nomenclature 

Antenna  and  Operational 
Equipment 


Procuring 

Appropriation 


Fiscal  Year 
Appropr iated 
or  Requested 


Cost 

(6000) 

90,000 
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PMViOUS  COITION*  MAT  Cl  u*i4>  INTIRNALLV 
UNTIL  CXHAUCTCO 


1.  COMPONCtfT 

FY  1M1  MNJTARY  COASTTZUCTION  PROGRAM 

12.  OAT! 

i 

NAVY 

! 

3.  installation  ano  location 

j  4.  COMMAND 

IS.  AREA  CONSTR. 
COST  INOEX 

rsrsonnsl  suaaort  activity. 

1  COMMANDER  IN  chief. 

LONDON.  UNITED  KINGDOM 

US  NAVAL  FORCES  EUROAE 

i  1  SO 

•  .  nnoMi 

strength 

«.  *f  Of 

00/30/M  I  M4 

0.  (NO  FT  I 

M4 


a.  total  acdiiu  < 

a.  iNviNToav  total  as  of  ao  so  m . 

e.  authorization  NOT  VST  :n  INVENTORY . 

O.  AUTHORIZATION  reouestco  in  this  program 

a.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  three  PROlWN  years  . 

0.  REMAINING  DEFICIENCY . 

h.  ORAND  TOTAL 


STUDENTS 


7  RMRNTOWV  SATA  EMQ 


<  0) 


SUAAORTED 


t.  PROJECTS  REOUESTCO  IN 

THIS  PROGRAM 

CAT1G0AY 

COOC  * 

NJJECT  TITLE 

SCOP* 

COST 

<*000i 

OASION  STATUS 
|tAAT  COMAiatTt 

•10.10  PASS  OFFICE 

TOTAL 

LS 

_ sss 

500 

09/Ri  0S/i9 

A  INCLUDED  IN  FOLLOWING  PROGRAM 
NONE 

■  MAJOR  ALANNED  NEXT  THREE  YEARS 
NONE 


Navyt  p.  :s*ry  activity  providing  parsonnal  aOA'nistrat i va  support  to 
Military  parsonnal  ano  tnair  faailias  in  Nortnarn  Europa  Maintains 
pay  and  parsonnai  racoros.  proviaas  passangar  transportation  sprvicai. 
disoursing  aarvicas  and  otnar  ralatao  support  to  tha  Coamandar  in  Cmaf. 
US  Naval  Forcas.  Europa;  US  CoMaandar ,  Eastorn  Atlantic;  US  naval 
activities  ana  units  in  tne  Unitad  Kingooa 


FiqQDTI  ti  W I  1 11 


aollution  aratement 
installation  restoration 
occurational  safety  ANO  HEALTH  <OSH>: 


00  FORM  1ZS0 
1DCC7E 


AAOS  W  5  5 


VARIOUS  LOCATIONS 


1  COMfOMtNT 


FY  18.11  MILITARY  CONSTRUCTION  PROJECT  DATA 


1.  OAT* 


1.  INSTALLATION  ANO  LOCATION 

NAVAL  INSTALLATIONS,  VARIOUS  LOCATIONS 


I*.  *AOJ«CT  TlTLI 


It  TNOONAM  ILSWINT  It.  CATIOOAT  COOK  ?  ftO^CT  NUMIIH 


•  tnojkCT  cost  itoooi 


COST  UTMAT1S 


UAH  QUANTITY 


LAND  ACQUISITION  .....  . 

SUBTOTAL . . . 

COWTINGSNOr  (5%) . . . 

TOTAL  CONTRACT  COST . 

SUPERVISION,  INSPECTION  6  OVERHEAD  (5.5%).  . 

TOTAL  REQUEST . 

EQUIPMENT  PROVIDED  PROM  OTHER  APPROPRIATIONS 


7,040 
7,040 
350 
7,390 
410 
7,800 
(  0) 


Acquisition  of  interests  in  Approximately  645.0  acres  of  land  as  follows; 
provide  relocation  assistance;  demolition  as  nrcessary. 

Naval  Submarine  Base,  New  London,  CT  -  2.0  acres  (approx.) 

Naval  Amphibious  Base,  Little  Creek,  VA  -  3.0  acres  (approx.) 

Naval  Air  Facility,  El  Centro,  CA  -  640.0  acres  (approx.) 

IT  REQUIREMENT;  As  Required. 

PROJECT;  Acquires  interests  in  land  at  three  locations  to  support  activity 
missions. 

REQUIREMENT;  Restrictive  use  easements  or  fee  titles  are  needed  to  provide 
sites  for  facilities  and  to  meet  or  protect  operational  capabilities. 
CURRENT  SITUATION;  Sites  are  not  available  for  construction  of  some 
facilities  ,  and  operations  are  constrained  by  non-compatible  activity  on 
privately-owned  land  adjacent  to  the  boundaries  of  Navy  activities. 

INPACT  IF  NOT  PROVIDED;  Sites  will  not  be  available  for  construction  of 
facilities.  Nilitary  operations  will  continue  to  be  constrained. 

12.  SUPPLEMENTAL  DATA;  Not  Applicable. 
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POLLUTION  ABATEMENT 


FY  19_!L  MILITARY  CONSTRUCTION  PROJECT  DATA 


■*.  installation  anc  location  NAVAL  AND  MARINE  «.  project  title 
CORPS  INSTALLATIONS ,  VARIOUS  LOCATIONS 

INSIDE  THE  UNITED  STATES _ POLLUTION  ABATEMENT  FACILITIES 


S.  PROGRAM  ELEMENT  |8.  PROJECT  COST  l$OOOI 


VARIES 


17.240 


tl/M  QUANTITY 


POLLUTION  ABATEMENT  FACILITIES 
TOTAL  REQUEST.  .  . . 


r.T:FM.TI  A  rfWT-T  J J.r.T JiTT  *  f  .W-* 


These  pollution  abatement  facilities  will  being  Naval  installations  into 


compliance  with  federal,  state,  and  local  environmental  laws.  Facilities 
include  upgrading  existing  structures,  building  new  structures,  solid  waste 
disposal,  and  separation  of  water  and  sewer  pipelines.  Environmental 
engineering  evaluations  were  performed  to  determine  the  most  advantageous 
method  for  achieving  compliance  with  environmental  laws  and  regulations. 
(See  individual  project  description  of  work.) 


11.  REQUIREMENTS  VARIES. 

PROJECT:  Provides  pollution  abatement  facilities. 

REQUIREMENT:  To  continue  the  Navy's  program  for  correcting,  controlling, 
and  preventing  pollution  at  Naval  and  Marine  Corps  installations,  and  to 
comply  with  federal,  state,  and  local  water  quality  standards. 

CURRENT  SITUATION:  Facilities  at  Naval  and  Marine  Corps  installations  were 
oftnn  constructed  w'th  inadequate  controls  to  meet  present  day 
environmental  quality  standards.  Industrial  wastewaters  and  sewage  are 
discharged  untreated  or  inadequately  created  into  adjacent  waterways. 
ADDITIONAL:  This  program  complies  with  current  water  quality  standards  for 
the  projects  at  their  locations.  The  pollution  abatement  program  includes 
projects  in  the  following  categories: 


DO  o«c  7*1391 
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page  no. 


1.  COMPONENT 


.  FY  192LMILITARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  THE  UNITED 
STATES 

«.  EMOJICT  TI7LI 

POLLUTION  ABATEMENT  FACILITIES 


U.  REQUIREMENT!  (Continued) 

ADDITIONAL!  (Continued) 

Solid  Waste  Disposal  Facilities  -  These  projects  are  necessary  in  certain 
areas  with  unusual  conditions  for  disposal  of  solid  wastes  to  eliminate 
excess  accumulations  of  trash  and  garbage  that  possibly  would  attract 
vermin. 

Sanitary  Wastewater  System  -  Some  installations  have  sewerage  systems 
which  do  not  meet  present  day  minimum  water  quality  standards.  The  Clean 
Hater  Act  of  1977,  PL  9S-217,  requires  every  "point  source”  discharger  to 
obtain  a  permit  which  specifies  the  allowable  amount  and  constituents  of 
the  effluent.  The  permit  also  contains  a  schedule  specifying  the  dates  by 
which  the  discharger  will  achieve  compliance.  These  projects  provide 
improvements  to  sanitary  sewage  collection  and  treatment  systems  to 
satisfy  the  water  quality  criteria  and  permit  requirements. 

Industrial  Wastewater  Treatment  Facilities  -  Industrial  operations  create 
many  unique  waste  disposal  problems.  The  effluent  is  more  difficult  to 
treat  than  typical  sanitary  sewage  wastewater.  Industrial  wastewater 
effluents  contain  heavy  metals  and  toxic  and  corrosive  chemicals  that  are 
potential  stream  pollutants,  and  also  have  deleterious  effect  on  municipal 
sewage  treatment  systems.  Therefore,  the  Navy  must  provide  pretreatment 
plants  at  many  installations.  Industrial  facilities  discharge  wastes, 
untreated  or  inadequately  treated,  into  adjacent  drainage  courses  that 
empty  into  harbor  or  navigable  waters  in  violation  of  water  quality 
standards.  These  projects  provide  pretreatment  facilities,  and  other 
modifications  as  required,  to  meet  the  discharge  permit  requirements. 

Water  and  Bewer  Pipelines  Separation  -  These  projects  insure  compliance 
with  Environmental  Protection  Agency  (EPA) ,  the  Clean  Water  Act,  and  the 
States  for  elimination  of  potable  water  contamination  because  of 
cross-connections  of  pipelines. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  Project  designs  conform  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide. 


s.  aaojfCT  numsen 

VARIOUS 


Individual  project  descriptions  follow: 
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EAOE  Nd 


[1.  COMMON! NT 


FY  isILmilitary  construction  project  data 


3  INSTALLATION  ANO  LOCATION 

— 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  THE  UNITED 

STATES 

4.  PROJECT  TITLE 

S.  PROJECT  NUM9ER 

POLLUTION  ABATEMENT  FACILITIES 

VARIOUS 

CATEGORY  PROJECT 

COST 

NUMBER 


PROJECT  TITLE/INSTALLATION/LOCATION 


($000) 


Inside  the  United  State* 


Alaska 


833.20 


Solid  Waste  Disposal  Facility*  NAS  Adak 


Solid  waste  is  currently  disposed  of  throu9h  a  baling  and  burial 
procedure.  The  compacting  and  baling  is  accomplished  in  a  44-year  old 
facility.  Failures  and  downtime  cause  an  unacceptable  level  of  garbage  and 
trash  to  accumulate  and  attract  vermin.  Because  of  poor  drainage  and  this 
accumulation,  standing  pools  of  contaminated  water  are  formed.  The  overall 
situation  promotes  unsanitary  conditions.  Without  the  proposed  facility, 
the  threat  of  a  shutdown  because  of  system  and  equipment  failure  or 
unacceptable  health  hazards  will  continue  to  exist.  This  project  will 
replace  the  obsolete  facility.  (Current  mission.) 


Subtotal  -  Alaska 


California 


214.55 


Industrial  Wastewater  Treatment  Facilities, 
MCAGCC  Twentynine  Palms 


Washdown  facilities  are  necessary  for  maintenance  of  tactical  and  support 
vehicles  returning  from  firing  range  training.  Thirteen  wash  facilities 
presently  discharge  large  quantities  of  oily  wastewater  into  sanitary 
sewers  or  unlined  storm  drainage  ditches.  Facility  improvements  are 
required  to  reduce  the  quantity  of  wastewater  and  the  amount  of  oil, 
grease,  and  solvents  in  the  wash  water  effluent.  These  improvements  will 
eliminate  potential  drinking  water  contamination  from  hazardous  waste 
discharges,  reduce  the  load  on  the  sewage  treatment  plant,  and  eliminate 
the  waste  oil  that  now  flows  into  the  sanitary  sewers.  Standard  sand  and 
oil  separators  used  are  inadequate  because  of  the  excessive  quantities  of 
sand  needed,  and  the  velocity  through  the  separators.  The  large  quantities 
of  oil  mixed  with  water  have  a  deleterious  effect  on  the  operation  of  the 
sewage  treatment  plant.  Permits  are  necessary  for  seven  of  the  wash 
stations  that  discharge  into  storm  drain  channels.  The  petroleum  product 


(Continued  on  DD  1391c) 
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3.  installation  ano  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  THE  UNITED  1 

STATES 

4.  P AOJICT  TITLE 

9.  PROJECT  NUMSER 

POLLUTION  ABATEMENT  FACILITIES 

VARIOUS 

CATEGORY  PROJECT 
CODE  NUMBER 


PROJECT  TITLB/INSTALLATION/LOCATION 


COST 

(SOOO) 


California  (Continued) 


214.55 


Industrial  Wastewater  Treatment  Facilities, 
MCAGCC  Twentynine  Palms  (Continued) 


content,  particularly  high  levels  of  benzene,  exceeds  the  State  standards 
and  thus  the  Regional  Water  Quality  Control  Board  cannot  issue  the 
permits.  This  project  will  eliminate  waste  discharges  from  washdown 
facilities  to  open  drainage  ditches  and  provide  pretreatment  of  the  wastes 
before  discharge  to  the  sanitary  sewer  system.  (Current  mission.) 


Subtotal  -  California 


Florida 


831.10 


Sanitary  Wastewater  System  Upgrade,  NAS  Cecil 
Field 


Project  is  necessary  for  compliance  with  Environmental  Protection  Agency 
(EPA)  and  the  Florida  Department  of  Environmental  Regulation  requirements 
that  treated  water  discharged  from  a  sewage  treatment  plant  can  no  longer 
be  discharged  into  surface  waters.  Secondary  effluent  is  presently 
discharged  downstream  into  the  receiving  waters  and  flows  to  the  St.  John's 
River.  This  project  will  construct  appropriate  tertiary  treatment 
facilities  for  sewage  treatment  plant  effluent  to  pass  through  before  final 
station  discharge.  This  work  will  insure  Navy  compliance  with  Federal  and 
State  water  quality  standards.  (Current  mission.) 


842.10 


Water  and  Sewer  Pipelines  Separation, 
NPWC  Pensacola 


A  survey  and  study  of  the  facilities  at  NAS  Pensacola  indicated  a  potential 
hazard  for  contamination  of  the  potable  water  system  exists  in  many 
locations  throughout  the  activity.  Contamination  of  potable  water  would 
pose  a  serious  threat  to  the  health  and  safety  of  personnel.  The 
elimination  of  all  possible  potable  water  contamination  through 
cross-connections  of  potable  and  non-potable  water  pipelines  is  required  by 

(Continued  on  DD  1391c) 
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1.  componint  j.  oat* 
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NAVY 


3.  INSTALLATION  ANO  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  THE  UNITED 
STATES  _ 


4.  PPOJtCT  TITLI  I  »•  PPOJSCT  NUMScN 


POLLUTION  ABATEMENT  FACILITIES 


VARIOUS 


CATEGORY  PROJECT 
CODE 


PROJECT  TITLE/INSTALLATION/LOCATION 


COST 

($000) 


Florida  (Continued) 


842.10  P-111  Hater  and  Sewer  Pipelines  Separation, 

NPWC  Pensacola  (Continued) 

the  EPA  and  the  State  of  Florida.  This  project  will  provide  back-flow 
prevention  devices,  double-check  valves,  and  piping  system  modifications  to 
eliminate  violations  of  the  Florida  Department  of  Environmental  Regulation 
and  the  Clean  Hater  Act.  Without  this  project,  the  Navy  will  continue  to 
have  the  possibility  of  water  contamination  and  be  in  violation  of  both  EPA 
and  the  State  of  Florida.  (Current  mission.) 


Subtotal  -  Flor Ida 


Maryland 


831.10 


Industrial  Wastewater  Treatment  Facilities, 
NOS  Indian  Head 


This  station  discharges  virtually  untreated  industrial  wastewater  from  a 
number  of  explosive  and  propellant  operations  into  the  Mattawoman  Creek  and 
Potomac  River.  The  Environmental  Protection  Agency  (EPA)  has  issued  a 
discharge  permit  to  the  Navy,  which  the  station  cannot  meet.  The  EPA,  the 
State  of  Maryland,  and  the  station  have  signed  a  compliance  agreement  for 
the  station  to  build  a  treatment  plant  to  meet  the  permit  requirements  by 
April  1993.  This  project  will  construct  a  central  industrial  wastewater 
treatment  plant  and  collection  system  on  station.  Failure  to  construct  the 
treatment  plant  by  the  compliance  agreement  date  will  cause  the  Navy  to  be 
in  violation  of  Federal  and  State  water  pollution  control  laws.  (Current 
mission.) 


Subtotal  -  Maryland 


Total  -  Pollution  Abatement  Facilities 


17,240 


DD<otcT«  1391c 

t«l>IIVw*ll 


enavioua  coitions  may  at  usao  int« anally 
until  ixhaustso 


UNSPECIFIED 
MINOR  CONSTRUCTION 


DO.  o?c7.1391 

*^n  nn  (.’4013110 


*AQ€*l0.  £  £ 
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UNTIL  BXHAUIT* O 


ARCHITECTURAL  &  ENGINEERING 

SERVICES 

&  CONSTRUCTION  DESIGN 


1.  COMAONINT 


1.  OAT* 


FY  1KL.  MILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ 


3.  INSTALLATION  AND  LOCATION  NAVAL  4  MARINE  ».  PBOJiCT  TITLI  ARCHITECTURAL 
CORPS  INSTALLATIONS.  VARIOUS  LOCATIONS  AND  ENGINEERING  SERVICES 
INSIDE  «  OUTSIOB  UNITED  STATES  _  AND  CONSTRUCTION  DESIOK 


ALE  SERVICES  AND  CONSTRUCTION  DESIGN 
TOTAL  REQUEST . 


Funds  to  be  utilized  under  Title  10  use  2807  for  architectural  and 
engineering  services  and  construction  design  in  connection  with  military 
construction  projects  including  regular  program  projects,  unspecified  minor 
construction,  emergency  construction,  land  appraisals,  and  special  projects 
as  directed.  Engineering  investigations,  >uch  as  field  surveys  and 
foundations  exploration,  will  be  undertaken  as  necessary. 


11.  REQUIREMENT:  VARIES. 

All  projects  in  a  military  construction  program  presented  for  approval  must 
be  based  on  sound  engineering  and  the  best  cost  data  available.  For  this 
reason,  design  is  initiated  to  establish  project  estimates  in  advance  of 
program  submittal  to  the  Congress.  Based  on  this  preliminary  design,  final 
plans  and  specifications  are  then  prepared.  Costs  for  architectural  and 
engineering  services  and  construction  design  are  not  included  in  the 
construction  project  cost  estimates. 


ACCESS  ROADS 


1.  COMPONENT 

FY  19.LL  MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY  _ _ 


3.  INSTALLATION  ANO  LOCATION  4.  PROJECT  TITLE 


VARIOUS  LOCATIONS 


ACCESS  ROADS 


S.CATtOOAY  COOt 

7.  AAOJtCT  NUMIIA 

040.00 

P-19X 

•.  COST  EtTMATtt 


U/M  QUANTITY 


UNIT  |  COST 
COST 


ACCESS  ROADS  . 
TOTAL  REQUEST. 


I.TtTKT 


Finance:  (I)  new  off-station  entrances  to  Naval  activities  or  new 
connections  between  Naval  activities?  (2)  urgently  neeJed  improvements  of 
existing  highways  serving  Naval  activities;  (3)  the  Federal  Government's 
share  of  coat  of  relocating  highways  severed  by  expansion  or  construction 
of  new  Naval  facilities?  (4)  alterations  to  roads  near  Naval  activities  to 
accommodate  special  military  vehicles?  and  (5)  contractor  damage  to  roads 
serving  missile  bases.  Funds  provided  will  be  transferred  to  the  Federal 
Highway  Administration  of  the  Department  of  Transportation  which  is 
responsible  under  Title  '23,  USC  210  for  assuring  proper  design  and 
construction  of  approved  work. 


11.  REQUIREMENT:  VARIES. 

These  funds  are  required  to  provide  access  roads.  Access  road  items  are 
required  for  construction,  improvement >  replacement  or  relocation  of  public 
highways  necessitated  by  construction  of  new  or  expansion  of  existing  Naval 
or  Marine  Corps  activities  which  result  in  a  sudden  and  significant  impact 
on  the  adjacent  highway  system.  Such  items  are  also  vital  for  relocation 
of  highways  to  satisfy  airway-highway  or  explosive-clearance  criteria. 
Highways  located  within  the  boundaries  of  a  military  reservation  are  not 
eligible  for  financing  from  these  funds.  Projects  in  the  regular  Federal 
Aid  Primary  Systems  are  not  normally  considered  eligible  for  financing  with 
these  funds  (exceptions  may  occur  for  cases  such  as  special  vehicles, 
weapons  safety,  or  other  extraordinary  impact  generated  by  Navy 
requirements) . 


DD<  oec  7.1391 


PfttVlOUS  COITIONS  MAY  SC  U3CO  INT* ANALLY 
UNTIL  cxmaustco 


PAQC  NO.  c  i* 

Y.  V 


PROJECTS  $1  MILLION 
&  UNDER 


1.  COMPONENT 


FY  1».R1_  MILITARY  CONSTRUCTION  PROJECT  DATA 


t.  OAT I 


J..NSTALLAT.SNANOUOCAT.ON  ^ 

CORPS  INSTALLATIONS ,  VARIOUS  LOCATIONS 
TMfiTMi  tun  iwana  wB  united  states 


4.  PROJtCT  TITL* 


PROJECTS  31  MILLION  AMP  UNDER 


(.  PROGRAM  f  LIM1NT 


MARIAS 


«.  CATIOORY  COOt 


utornna 


T.  PROJtCT  NUMtIR 


VMIttB 


t.  PROJtCT  COPT  ((MO) 


13.650 


s  torrt«T*um 


ITtM 


WM 


QUANTITY 


UNIT 

COCT 


COST 

(•0001 


PROJECTS  $1  MILLION  AND  UNDER 
TOTAL  REQUEST . 


LS 


13.650 

13.650 


It.  blKAItTION  Of  MW6I1&  £6nITHuCTI&N 


Specified  construction  projects  (except  family  housing)  having  a  funded 
coat  of  $1,000,000  or  less.  (See  individual  projact  description.) 


11.  REQUIREMENT:  VARIES. 

Projects  are  specifically  identified  below  and  on  subsequent  sheets. 

12.  SUPPLEMENTAL  DATA: 

a.  Estimated  design  status:  Project  designs  conform  to  Part  II  of 
Military  Handbook  1190,  "Facility  Planning  and  Design  Guide." 


Individual  project  descriptions  follow: 


(Continued  on  DD  1391c) 
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FRCVIOUS  IOITIONS  MAY  USKO  »NT«ANAL4.V 
UNTIL  IXHAUtTKO 


FAOK  NO.  L  /. 


FY  19_JiMIUTARY  CONSTRUCTION  FROJCCT  DATA 


a.  installation  and  location 
NAVAL  AND  MARINE  COWS  INSTALLATIONS ,  VARIOUS  LOCATIONS  INSIDJI  AND  OUTSIDE 
THE  UNITED  STATES  _ _  _ 


4.  PNOJICT  TITLI 

PROJECTS  $1  MILLION  AND  UNDER 


CATEGORY  PROJECT 
COPE  NUMBER 


PROJECT  TITLB/IHSTALLATIOM/LOCATIOW 
Iraida  tho  United  states 


COST 

<»oooi 


California 


171.20 


Weapons  School  Addition,  NAS  Lamoore 


Special  purpose  training  in  classified  woapona  ayatoa  assigned  to  strike 
lighter  aguadrona  at  thia  activity  ia  achodulod  to  begin  in  1992.  Beeauae 
of  the  requirements  for  United  acceaa  and  a  controlled  apace,  there  are 
no  facilitiea  available  in  which  to  houae  thia  type  of  training.  Thia 
project  conatructa  an  addition  to  the  Light  Attack  Meapona  School  to 
aupport  training  in  thia  new  weapons  ay a ten.  (New  niaaion.) 


218.15 


Battery  Shop,  NAS  Lemoore 


Adequate  facilities  are  required  for  repair,  servicing,  scheduled 
maintenance,  and  storage  of  lead  acid  and  nicad  batteries  for  r/A-18, 
TA-7C,  A-7E,  UH-lN,  T-39  aircraft  and  for  ground  support  eguipnent.  With 
the  introduction  of  the  F/A-18  the  workload  ia  expected  to  increase  by 
30%.  The  existing  battery  .shop,  located  in  one  corner  of  the  overcrowded 
ground  aupport  equipment  shop,  cannot  expand.  The  current  facility  will 
be  unable  to  meet  its  mission  or  storage  requirements.  This  project 
constructs  an  adequate  and  properly-configured  battery  shop.  (Current 
mission.) 


213.55 


Asbestos  Removal  Shop,  Long  Beach  NSY, 
Long  Beach 


Removal  of  asbestos  insulation  from  equipment  and  pipes  on  ships  presently 
takes  place  at  great  risk  to  the  health  a'd  s-fety  of  personnel  in  an 
adjacent  area  and  to  those  directly  engaged  in  the  asbestos  removal.  The 
facilitiea  currently  used  have  an  uncontrolled  environment  and  do  not  meet 
Environmental  Protection  Agency  (ERA)  regulations  governing  the  emission 
of  asbestos  fibers.  This  project  modifies  and  converts  t  shop  facility  to 
provide  en  efficient,  negative  pressure  facility  for  an  effective  asbestos 
removal  shop  meeting  ERA  standards.  (Current  mission.) 


(Continued  on  DD  1391c) 
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PftCVIOUS  COITIONS  MAY  ••  USID  INTCANALUY 
INYIL  8XMAOSTCO 


1.  COMPONENT 

NAVY 

FY  19_2iMILITARY  CONSTRUCTION  PROJECT  DATA 

a.  oats 

3.  installation  ano  location 

NAVAL  AND  MAXINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 

THE  UNITED  STATES 

14.  PROJECT  TITLC 

S.  PROJECT  NUMBER 

1  PROJECTS  SI  MILLION  AND  UNDER 

VARIOUS 

CATEGORY  PROJECT 

CODE  NUMBER  PROJECT  TITLE/INSTALLATION/LOCATION 

COST 

(»ooo> 

California  (Continued) 

171.20  P-888  Weapons  School  Addition,  NAS  Miramar  900 


Special  purpose  training  in  classified  weapons  systems  assigned  to  strike 
fighter  squadrons  at  this  activity  is  scheduled  to  begin  in  1992.  Because 
of  the  requirements  for  limited  access  and  a  controlled  space,  there  are 
no  facilities  available  in  which  to  house  this  type  of  training.  This 
project  constructs  an  addition  to  an  existing  school  to  support  training 
in  this  new  weapons  system.  {New  mission.) 

171.20  P-034  Ap  ied  Instruction  Building  Addition,  620 

FCiCPAC  San  Diego 

Adequate  training  facilities  are  required  by  the  Sensitive  Intelligence 
Training  Division.  No  available  facilities  exist  for  this  purpose.  This 
project  constructs  an  addition  to  a  training  building  to  accommodate 
additional  personnel  and  training  equipment  scheduled  for  this  facility. 
(Current  mission.) 


832.40  P-092  Oily  (fasts  System,  NSB  San  Diego  440 

An  oily  waste  collection  system  is  required  to  serve  surface  vessels  and 
submarines  docked  at  piers.  The  existing  oily  waste  system  piping  does 
not  have  the  capacity  to  convey  the  oily  waste  from  surface  vessels  and 
submar inee  docked  at  the  piers.  Haste  piping  under  two  piers  is 
deteriorated  causing  frequent  leakage  into  San  Diego  Bay.  The  shore-side 
piping  is  undersized  and  cannot  handle  the  required  flows.  Because  of  the 
lack  of  check  valves  and  deteriorated  piping,  oily  waters  are  currently 
pumped  into  floating  oil  disposal  rafts  which  can  only  be  filled  to  less 
than  half  full  or  they  will  spill  into  the  bay.  The  wastes  are  then 
transported  to  a  treatment  facility  a  mile  away.  This  project  is 
necessary  to  mitigate  discharge  of  oily  wastes  into  the  San  Diego  Bay  in 
violation  of  Federal  and  California  statutes.  This  project  provides  an 
oily  waste  collection  system  with  increased  capacity  for  ships  docked  at 
piers  and  expanded  storage  at  the  oily  waste  pumping  station.  (Current 
mission.) 


Subtotal  -  California  3,780 

-  ■  -  (Continued  on  DP  1391c) 
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PREVIOUS  COITIONS  MAY  •«  USED  INTS ANALLY 
UNTIL  CXHAU9TBD 


PAOC  NO. 


f 


•  A 


1.  COMPONENT  *■  OAT* 

FY  19_22mILITARY  CONSTRUCTION  PROJECT  DATA 

NAVY _ _ . _ _ _ _ _ 

3.  INSTALLATION  AND  LOCATION 

NAVAL  AND  NARINE  CORPS  INSTALLATIONS ,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 
THE  UNITED  STATES 

4.  f  RO.'CCT  TITLI  1 1.  PAOJICT  NUMItN 


PROJECTS  SI  MILLION  AMD  UNDER 


VARIOUS 


CATEGORY  PROJECT 
COPE  NUMBER 


PROJECT  TITLE/INSTALLATION/LOCATION 
Florida 


COST 

(S000) 


441.20 


Nodical  Warehouse  Addition,  NH  Jacksonville 


Adequate  space  is  needed  to  accomodate  on-base  continuing  stockpoiit 
operations  and  storage  of  medical  supplies  to  properly  support  the 
hospital  and  six  outlying  clinics.  Present  on-base  medical  warehouse 
space  is  not  sufficient,  requiring  off-base  leasing.  This  project  will 
construct  an  addition  to  the  medical  warehouse  to  satisfy  medical  storage 
requirements  at  Jacksonville.  (Current  mission.) 


Subtotal  -  PLorida 


Georgia 

421.48  P-420  Small  Ordnance  Magazine,  NSB  Kings  Bay  620 

Adequate  storage  is' needed  for  small  ordnance  components  used  with  the 
TRIDENT  II  missile  launcher  system.  There  is  insufficient  magazine 
storage  for  these  small  ordnance  components,  which  jeopardizes  the  refit 
turn-around  schedule  for  TRIDENT  submarines.  This  will  cause  patrol  time 
for  the  OHIO  Class  submarine  to  be  decreased.  This  project  provides 
missile  small  ordnance  components  storage.  (New  mission.) 


Subtotal  -  Georgia 


Illinois 


871.10 


Storm  Sewer  System  Improvements, 
NPMC  Great  Lakes 


The  installation  of  approximately  five  miles  of  subsurface  drain  pipe  is 
required  to  allow  subsurface  water  to  be  drained  off,  lowering  the  static 
ground  water  table.  A  high  ground  water  table  in  the  Camp  Porter  training 
area  has  been  the  cause  of  frequent  utility  outages  that  Interfere  with 
recruit  training.  Ground  water  levels  are  presently  above  electric  and 


(Continued  on  DD  1391c) 
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PMVIOUS  COITIONS  MAT  SI  USSO  INTkMNALLY 
UNTIL  SXHAUSTSB 


1.  COMPONf  NT 

FY  19_iAMIUTARY  CONSTRUCTION  PROJECT  DATA 

NAVY 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AND  NORTHS  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 
THE  UNITED  STATES  _ 


A.S*OJSCTTITL«  *.  MOJKT  NUMStK 


PROJECTS  $1  MILLION  AND  UNDER 


VARIOUS 


CATEGORY  PROJECT 
COPE  NUMBER 


PROJECT  TITLE/INSTALLATION/LOCATION 


COST 

(S000) 


Illinois  (Continued) 


871.10 


Storm  Sewer  System  Improvements, 
NPWC  Greet  Lakes  (Continued) 


steam  manhole  bases  and  (Ira  hydrant  drains.  The  utility  outages  ard 
resulting  hazards  usually  occur  during  rainy  weather  or  when  snow  is 
melting  because  of  the  inability  of  the  preaent  system  to  drain  away  water 
repidly.  This  project  will  improve  the  present  storm  sewer  system's 
ability  to  drain  water.  (Current  mission.) 


Subtotal  -  Illinois 


371.15 


New  Mexico 


Gun  Test  Range,  NOMTF  White  Sands 


Adequate  facilities  for  testing  new  extended  range  shells  for  the  16-inch 
gun  to  determine  ballistic  range  table  accuracy  and  target  performance  of 
munitions  before  ship  deployment.  Testing  is  required  in  1991  to  ensure 
timely  issue  to  the  fleet.  Target  sites  for  performance  of  ballistic 
certification  and  dummy  and  live  round  dispersion  testing  are  required  at 
differant  ranges  throughout  the  performance  envelope  of  the  gun.  Four 
dummy  target  areas  and  two  live  munitions  impact  areas  are  necessary  for 
complete  and  reliable  range  table  establishment.  Two  live  munitions 
impact  areas  are  aveilable  within  the  16-inch  performance  parameters  but, 
target  areas  do  not  exist  for  dummy  sub-munitions  or  ballistic  round 
testing  provided  by  this  project.  (Current  mission.) 


Subtotal  -  New  Mexico 


(Continued  on  DD  1391c) 
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MbylOUf  JOtTIONflMAV  S4  Ut ID  INtfANALLY 
UNTIL  f  XHAl/tTIO 


Ktt  *  «•■«.* 


[l.  COMHONCNT  . 


I  ™  19_!iM«LiYARY  CONSTRUCTION  PROJECT  DATA 

NAvj  j 

S,  IWSTAU.ATION  AND  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 
THE  UNITED  STATES 


«.  PnOJtCT  TITL* 

PROJECTS  $1  MILLION  AND  UNDER 


CATEGORY  PROJECT 
CODE  NUMBER 


PROJECT  TITLE/INSTALLATION/LOCATIOH 


COST 

(EOOO) 


New  York 


872.10 


Phyiacal  Security  Imp: „vements, 
MODI ST  Garden  City 


Unauthorised  vehicles  and  pedestrians  can  now  enter  federal  property  and 
proceed  unimpeded  to  the  guardhouse.  Pedestrians  can  move  about  the 
property  and  approach  the  guardhouse  and  main  gate  unseen.  The  security 
perimeter  around  the  entire  front  area  of  the  Headquarters  First  Marine 
Corps  District  building  center  must  be  pushed  out  to  the  edge  of  the 
property  and  all  vehicles  and  personnel  checked  by  members  of  the  guard 
force  prior  to  entering.  This  project  will  relocate  a  guardhouse,  extend 
security  fencing,  install  security  lighting  and  interior  parking  lot 
security  walls  adjacent  to  the  building's  main  entrance;  block-up  six 
garage  loading  dock  doors  and  relocate  one  loading  dock  facility. 

(Current  mission.) 


Subtotal  -  New  York 


South  Carolina 


841.40 


Emergency  Hater  Storage  Tank,  NH  Charleston 


The  hospital  requires  an  emergency  source  of  water  for  personal 
consumption  and  fire  protection  should  the  present  water  supply  be  cut 
off.  The  hospital  presently  receives  all  potable  and  fire  protection 
water  from  the  city.  No  means  of  backup  or  emergency  water  exists  to 
ensure  patient  care,  safety,  and  comfort.  Recent  earthquake  and  hurricane 
incidents  have  revealed  the  vulnerability  of  the  potable  and  fire 
protection  water  system  of  the  hospital  which  is  located  in  Seismic 
Zone  3.  This  project  will  provide  a  tank  for  storing  water  for  use  in  an 
emergency.  (Current  mission.) 


810.10 


Pay  and  Personnel  Support  Office  Addition, 
NS  Charleston 


Adequate  administrative  apace  is  required  for  this  activity  to  handle 
military  pay  and  transportation  functions,  and  to  maintain  military 

(Continued  on  DD  1391c) 
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PMVIOUS  (OITION1  MAY  ■  £  USID  INTIBWALI.Y 
UNTIC  SXHAUtTIO 


1.  COMPONINT 

NAVY 

FY  19_IiMILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATS 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  ANO  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 

THE  UNITED  STATES 

14.  4S0JICT  TITLI 

S.  PROJKCT  NUMSKN 

1  PROJECTS  *1  MILLION  AND  UNDER 

Various 

1 

CATEGORY  PROJECT  COST 

CODE  NUMBER  PROJECT  TITLE/INSTALLATION/LOCATION  (SOOO) 


South  Carol ln«  (Continual 

610.10  P-747  Pay  and  Paraonnal  Support  Office  Addition, 

NS  Charleston  (Continued) 

personnel  records  of  shore  activities  and  designated  Fleet  units  at  the 
Naval  Base,  Including  submarine  off-crews  and  ships  undergoing  overhaul  at 
the  shipyard.  These  functions  are  currently  located  in  a  portion  of  the 
Naval  Base  headquarters  building  which  is  too  small  for  expansion.  The 
crowded  conditions  have  Impacted  on  this  activity 1  s- ability  to  manage  the 
workload,  causing  processing  delays  in  handling  personnel  and  pay 
records.  This  project  provides  additional  administrative  space  by 
constructing  a  second  floor  addition  to  an  existing  building.  (Current 
mission.) 


841.10  P-800  Water  Treatment  Facility,  Charleston  NSY,  500 

Charleston 

The  Navy  spends  millions  of  dollars  annually  to  repair  damage  to  shipboard 
steam,  condensate,  and  boiler  systems  caused  by  corrosion  and  scaling. 
While  the  Navy  has  improved  shipboard  boiler  feedwater  and  condensate 
syutem  methods,  part  of  the  problem  is  created  by  impurities  in  shore 
steam  and  feedwater  supplied  to  ships  in-port.  The  shore-to-ship  steam 
presently  being  produced  by  the  shipyard  does  not  meet  the  Navy's 
clean-steam  criteria.  This  project  provides  an  improved  boiler  feedwacer 
end  condensate  system  to  ensure  compliance  with  shore-to-ship  clean-steam 
criteria.  (Current  mission.) 


Subtotal  -  South  Carolina  1,550 

Virginia 

171.20  P-360  Training  Materials  8torage,  NAVPHIBSCOL  800 

Little  Creek 

The  storage,  maintenance,  and  repair  of  sit-in  model  training  ships 
require  slip,  pier,  and  work-bay  areas  that  can  accommodate  all  of  the 
model*,  support  boats,  and  equipment.  If  these  facilities  are  not 

(Continued  on  DD  1391c) 
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PfttVIOUt  COITIONS  MAY  SI  UtlO  INTI  ANALLY 
UNTIL  IXHAUSriO 


1.  COMPONCNT 

NAVY 

FY  19_Li.MIUTARY  CONSTRUCTION  PROJECT  DATA 

3.  DATS 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VAAIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 

THE  UNITED  STATES 

|4.  P ROJICT  TITCI 

S.  PROJECT  NUM1CR 

| PROJECTS  $1  MILLION  AND  UNDER 

VARIOUS 

— 

CATEGORY  PROJECT  COST 

CODE  HUMBER  PROJECT  TTrLE^IMSTALLATION/LOCATION  ($000) 


Virginia  (Continued) 

171.20  P-360  Training  Materials  Storage.  NAVPHIBSCOL 

Little  Creek  (Continued) 

expanded,  support  equipment  and  boats  will  have  to  be  stored  outside  the 
building  in  unsecured  areas  accessible  to  both  military  and  civilian 
personnel,  exposing  them  to  damage  from  vandalism.  This  project  enlarges 
and  weather izes  a  building  to  provide  storage,  maintenance,  and  repair 
space  for  ship  handling  trainers.  (Current  mission.) 


Subtotal  -  Virginia  800 


Washington 

860.40  P-057  Crane  Trackage  Extension,  TRIOENTREFITFAC  910 

Bangor 

A.n  additional  crane  rail  spur  is  required  to  park  additional  cranes  and 
allow  remaining  cranes  full  access  to  main  crani  rails.  This  extension 
will  also  be  used  as  a  place  to  do  maintenance  on  cranes.  Currently, 
there  are  two  56-ton  cranes  on  the  Delta  Pier.  These  cranes  will  be 
upgraded  to  85-ton  each  and-  two  25-ton  cranes  have  been  purchased. 

Without  sufficient  storage  space  for  cranes,  crane  travel  is  severely 
restricted,  and  maintenance  must  be  performed  while  the  crane  is  on  the 
main  track,  disrupting  other  operations.  Portions  of  the  building  and  the 
drydock  covers  prevent  easy  passage  of  the  cranes.  As  berthing  activities 
increase,  crane  use  will  intensify.  The  crane  rail  extension  is  essential 
for  efficient  refit  of  TRIDENT  submarines,  enabling  the  removal  of  one  of 
four  cranes  from  the  main  tracks  for  passage  or  maintenance.  This  project 
provides  an  additional  crane  rail  spur  on  Delta  Pier.  (Current  mission.) 


Subtotal  -  Washington  910 

Total  -  Inside  the  United  States  10,340 


(Continued  on  DD  1391c) 


DDoien  1391C 


AASVIOUt  COITIONS  MAY  It  US  ID  INTC  ANALLY 
UNTIL  IXMAUITIO 


aaoc  no. 


1.  COMPONRNT 

NAVY 

FY  19_2±M!UTARY  CONSTRUCTION  PROJECT  DATA 

2.  OAT! 

3.  INSTALLATION  and  location 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 

THE  UNITED  STATES 

14.  RAOJtCT  TltWl 

1.  JAOJ1CT  NUMIM 

1  PROJECTS  $1  MILLION  AND  UNDER 

VARIOUS 

CATEGORY  PROJECT 

CODE  NUMBER  PROJECT  TITLS/INS7ALLATI0N/L0CATI0N 

COST 

Outside  the  United  states 

Jipan 

843.10 

P-001  Fire  Protection  System,  NSGA  Hanza, 

Okinawa 

1,000 

The  operations  building  at  this  activity  is  currently  equipped  with  manual 
carbon  dioxide  hose  reels,  a  Ha Ion  flooding  system,  and  a  carbon  dioxide 
flooding  system.  Current  criteria  specifies  that  such  gaseous  systems  are 
not  a  substitute  for  sprinkler  systems.  An  automatic  fire  protection 
system  is  required  to  protect  high-value  electronic  equipment  where 
combustible  materials  are  processed  or  stored  in  adjacent  areas.  A 
pumping  station  and  water  storage  tank  is  necessary  to  boost  and  maintain 
adequate  water  pressure.  This  project  will  install  an  automatic  fire 
protection  system,  including  a  water  storage  tank,  pumping  station,  an 
appropriate  alarm  system  throughout  the  operations  building.  This  project 
includes  upgrading  fire  walls,  doors,  and  corridors  to  meet  the  safety 
code.  A  bilateral  agreement  between  the  U.S.  and  the  host  nation  covering 
U.S.  presence  for  military  purposes  provides  that  construction  of  new  or 
alterations  to  existing  facilities  foe  U.S.  requirements  shall  be  the 
responsibility  of  the  U.S.,  except  when  construction  is  eligible  for 
Japanese  Facility  Improvement  Program  (JFIP)  funding.  (Current  mission.) 


Subtotal  -  Japan  1,000 

Puerto  F.lco 

131.55  P-069  Operations  Building  Addition,  NSGA  Sabana  810 

Seca 

Documentation  and  equiaont  require  continual  updating  to  maintain  current 
communications,  relay,  security,  and  assistance  to  the  fleet  and  other 
components  in  the  area.  Constant  advancements  in  signal  intelligence 
(SIGINT)  technology  and  projects  with  new  equipment  require  additional 
operational  space.  Planned  Installation  of  SIGINT  systems  such  as 
SEAMARK,  NEWSDEALER.  TLAGB01ST,  and  COBWEB  will  be  negatively  impacted  by 
the  leek  of  space.  Sensitive  electronic  components  require  environ¬ 
mentally  controlled  at  rage  space  while  awaiting  installation.  Currently, 

(Continued  on  DO  1391c) 
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PftiVIOUt  tOITIONS  MAY  SC  UCffD  INTlRNAwLY 
UNTIL  tXHAUtTID 


*AC«  NO.  U  < 


1.COMPONINT 

FY  li_»i.MILITARY  CONSTRUCTION  PROJECT  DATA 
NAVY  . _ 


3.  INSTALLATION  AND  LOCATION 

NAVAL  AND  NARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  IfiCTDE  AND  OUTSIDE 
THE  UNITED  STATES 


4.  TAOJlCT  TITLS  »■  ^NOJICT  NUMBS A 


PROJECTS  $1  MILLION  AMD  UNDER 


VARIOUS 


CATEGORY  PROJECT 
CODE  NUMBER 


PROJECT  TITLE/INSTALLATION/ 


COST 

(S000) 


Put  to  Rico  (Continued) 


131.55 


Operations  Building  Addition,  NSGA  Sabana 
Saca  (Continued) 


the  equipment  is  stored  in  inadequate  space  without  necessary 
environmental  controls.  The  extreme  heat  and  humidity  levels  cause 
corrosion  and  deterioration.  A  central  depository  for  classified 
technical  publications  required  for  mission  operations  does  not  exist. 

.This  project  provides  an  operations  building  addition  to  accommodate  new 
SIGINT  equipment  installations,  controlled  humidity  storage  space  for 
SIGINT  equipment,  and  technical  publications  handling  area  and  library. 
Without  the  additional  space  provided  by  this  project,  mission  critical 
SIGINT  operational  systems  will  not  have  sufficient  space  for  installation 
and  cause  serious  degradation  of  operational  capability.  Corcly  and 
environmentally  sensitive  electronic  equipment  will  continue  to  sustain 
damage  because  of  exposure  to  high  temperatures  and  humid)* 

Additionally,  without  the  publications  handling  area  and  l  jsified 
library,  sensitive  technical  material  handling  will  continue  with  adverse 
security  risks.  (Current  mission.) 


Subtotal  -  Puerto  Rico 


United  Kingdom 


610.10 


Pay  and  Personnel  Support  Office,  PERSUPPACT  500 
London 


The  pay  and  personnel  source  data  system  is  a 
information  system  being  installed  world-wide 
personnel  support  activities.  Existing  space 
necessary  computers  and  peripheral  equipment, 
the  space  necessary  to  house  this  equipment, 
between  the  U.S.  and  the  host  nation  covering 
purposes  provides  that  construction  of  nsw  or 
facilities  for  U.S.  requirements  shall  be  the 
except  when  construction  is  eligible  for  NATO 


standard  automated 
to  support  the  operation  of 
cannot  accommodate  the 
This  project  will  provide 
A  bilateral  agreement 
U.S.  presence  for  military 
alterations  to  existing 
responsibility  of  the  U.S., 
Common  Infrastructurw 


(Continued  on  DD  1391c) 
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>A«VIOU«  lOITIONt  MAY  M  U»!ID  INTI  ANALLY 
UNTIL  IXMAUtTffO 


[1.  C0MP0N8NT 


ultlw  FY  19«!i.MIUTARY  CONSTRUCTION  PROJECT  DATA 

NAVT 


3.  installation  and  location 
NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE 
TVS  UNITED  STATES 


«.  MOJSCT  TITLi 

PROJECTS  SI  MILLION  AND  UNDER 


CATEGORY  PROJECT 
CODE  NUMBER 


PROJECT  TTTrj^TNfiTAf.TATION/ LOCATION 
United  Kingdom  (Continued) 


COST 

iioooi 


610.10 


Pay  and  Personnel  Support  Of flea,  PERSUPPACT 
London  (Continued) 


funding.  Prefinancing  under  NATO  procedures  is  not  planned  for  this 
project  aa  it  is  not  wthin  an  establishad  NATO  infrastructure  category  for 
common  funding,  nor  is  it  expectad  to  become  eligible.  (Current  mission.) 


Subtotal  -  United  Kingdom 


Total  -  Outside  the  United  States 


Various  Locations 

610.10  P-091  Host  Nation  Infrastructure  Support,  1,000 

The  host  nation  support  required  varies  for  each  individual  NATO  project. 
Since  the  total  requirement  for  each  NATO  project  cannot  be  determined  at 
the  project 1 s  inception,  these  funds  will  be  used  to  cover  non-NATO 
eligible  expenses  such  as  host  nation  costs,  life  safety,  functional 
utility/livability,  energy,  administrative  expenses,  design  support,  joint 
formal  acceptance  inspection  and  audit,  currency  flrctuation  losses,  and 
restoration  floor. 


Subtotal  -  Various  Location 


Grand  Total  -  Projects  $1  Million  and  Under 


13,650 


1 


r 

!; 


FAMELY  HOUSING 


FAMILY  HOUSING 


DEPARTMENT  OF  NAVY 
MILITARY  FAMILY  HOUSING 
INDEX 


PAGE 


New  Construction  Summary  S86 

California,  Marina  Corpt  Bast,  Camp  Pendleton  587 

California,  Naval  Station,  Long  Beach  592 

California,  Pacific  Mlaale  Teat  Center,  Point  Mugu  597 

California,  Puhllc  Works  Center,  San  Diego  600 

New  York,  Naval  Station,  New  York  60S 

Virginia,  Naval  Amphibious  Base,  Little  Creek  610 

Virginia,  Public  Work*  Center,  Norfolk  613 

Virginia,  Puhllc  Works  Center,  Norfolk  615 

Bermuda,  Naval  Air  Station,  Bermuda  618 

Cuha,  Naval  Station,  Guantanamo  Bay  620 

Iceland,  Naval  Station,  Reflavlk  625 

Construction  Improvements  631 

A’-chitectural  and  Engineering  Services  and  Construction  Design  660 


Operation  and  Maintenance  Overview  661 

Department  of  Navy  Summary  663 

Navy  666 

Marine  Corps  671 

Leasing  698 


Debt  Payment 


703 


DEPARTMENT  OF  THE  NAVY 
FAMILY  HOUSING  -  FY  1991  BUDGET  ESTIMATE 
AUTHORIZATION  FOR  APPROPRIATION  REQUESTED 


FUNDING  PROGRAM  FT  1991 


Construction  of  New  Housing 

149,023 

Construction  Improvements 

43,951 

A  A  E  Services  and  Construction  Design 

1,500 

Appropriation  Request.  Family  Housing  Construction 

196,474 

Operations  and  Maintenance 

614,014 

Operating  Expense 

116,878 

Utilities 

183,095 

Maintenance 

314,041 

Leasing 

66,421 

Domestic 

39,810 

Foreign 

26,611 

Debt  Payment 

198 

Principal 

0 

Interest  and  Other  Expense 

Servicemen's  Morf^te  Insurance  Premiums 

0 

for  Existing  Coverage 

198 

Appropriation  Request,  Family  Housing  Support  680,633 
Total  Family,  Housing,  Navy,  Appropriation  Request  877,107 
Reimbursable  Authority  Requirements  12,093 
Total  Family  Housing,  Department  of  Navy  Program  889,200 


DEPARTMENT  OF  THE  NAVY 
FAMILY  HOUSING  -  FY  1991  PURGE?  SUMMARY 
PROGRAM  SUMMARY 


fin  Thouaaiid>) 

FY  1991  Program  *889,200 
PY  1990  Program  *770,200 

Purpose  and  Scope 


This  program  provides  for  the  support  of  military 
functions  within  the  Department  of  Navy. 


family  housing 


Program  Summary 


Authorization  is  requested  for: 

■ 11  Th*  performance  of  certain  construction  summarized  hereafter: 
and 

(?)  The  appropriation  of  **89,200,000: 

f*  fund  this  construction;  and 

fhl  to  fund  partially  certain  other  functions  already  authorized  in 
existing  legislation. 

A  summary  of  the  funding  program  for  Fiscal  Year  1<>91  follows  fJOOOl: 


Program 


Construction 

Appropriation  Request 
Reimbursements 
Total  Program 

Operations,  Utilities. 

Maintenance  and  Leasing 
Approprintion  Request 
Reimbursements 
Total  Program 

Debt  Payment 

Appropriation  Request 
Reimbursements 
Total  Program 


Total 

Appropriation  Request 
Reimbursements 
.  Total  Program 


Navy 

Marine 

Corps 

PON 

Total 

180,273 

16,201 

196,474 

180,273 

16,201 

571,116 

10,393 

109,319 
1,700 
ill, 019 

680,435 

12,093 

6*2,528 

189 

9 

J98 

9 

- 

751,578 

10,393 

>6l|971 

125,629 

1,700 

12?, 229 

877,107 

12,0°3 

889,200 

'4* 


:  7 


PH"  7 


Family  Homing,  Navy  and  Marine  Corps 


For  expanses  of  family  housing  for  the  Navy  and  Marine  Corpa  for 
construction,  Including  acquisition,  replacement,  addition,  expansion, 
extension  and  alteration  and  for  operation  and  maintenance,  Including  deht 
payment,  leasing,  minor  construction,  principal  and  interest  charges,  and 
insurance  premiums,  as  authorized  by  law,  as  follows:  for  Construction, 
[$244,181,000]  $127,738,000;  for  Operation  and  maintenance,  and  for  debt 
payment,  [$554,988,000]  $630,545,000;  in  all  [$799,169,000],  $758,283,000: 
Provided,  That  the  amount  provided  for  construction  shall  remain  available 
until  September  30,  [1993;  Provided  further.  That  of  this  amount,  not  to 
exceed  $50,000  shall  be  available  to  liquidate  obligations  incurred  for  debt 
payment  during  fiscal  year  1987]  1994. 

Further,  for  the  foregoing  purposes,  as  follows:  for  Construction, 
$196,474,000;  for  Operation  and  maintenance,  and  for  deht  payment, 
$680,633,000;  in  all  $877,107,000,  to  become  available  for  obligation  on 
October  1,  1990:  Provided,  That  the  amount  provided  for  construction  shall 
remain  available  until  September  30,  1995.  (10  U.S.C.  2824,  2827-29,  2831, 
2851-54,  2857;  Military  Construction  Appropriations  Act,  1989;  additional 
authorizing  legislation  to  be  proposed.) 
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NEW  CONSTRUCTION  AND  IMPROVEMENTS 


DEPARTMENT  OF  THE  NAVY 
FAMILY  HOUSING  -  FY  1$$3  BUDGET  ESTIMATE 
CONSTRUCTION  OF  NEW  HOUSING 


(In  Thousands) 

FY  1991  Program  $149,023 
FY  1990  Program  $  84,652 


Purpose  and  Scop* 

This  prograa  provide*  for  land  acquisition,  alt*  preparation,  acquisition 
end  construction,  and  Initial  outfitting  with  fixtures  end  Integral  equipment 
of  new  family  housing  units  and  associated  facilities  auch  as  roads, 
driveways,  walks,  utility  systems,  solar  energy  systems,  and  community  and 
recreational  facilities. 

Program  Summary 

Authorisation  Is  requested  for: 

(1)  Construction  of  3,228  units  of  family  housing,  three  family  housing 
offices,  and  two  community  centers,  and 

(2)  Appropriation  of  9149,023,000  to  fund  this  construction. 


V  COMPONENT 

INAVY 


FY  10fi _ MILITARY  CONSTRUCTION  PROGRAM 


2.  DAT! 


3-  INSTALLATION  AND  LOCATION 

(marine  corps  rase 


4.  COMMAND 


I.  AREA  CONST*. 
COST  INOtX 

1.21 


|«.  PERSONNEL 

STRENGTH: 


30  SEP  87 


*.  AS  OF 
b.  SNOfriS93 


1 - PERMANENT - - 

r 

ruoiNTs 

SUPPORTte 

TOTAL 

BZBCI 

ffron 

B5H3I 

nan 

fSZB 

umsB 

420 

609 

zTTF 

3303 

1556 

1989 

66 

3964 

H 

25591 

26515 

2197 

u 

 7,  tNVSWTORY  OATA 

total  acreage . IS5  .u?.'! . 


INVENTORY  TOTAL  AE  OP  30  SEP  1987 

e.  AUTHORIZATION  NOT  VST  IN  INVENTORY . 

d-  AUTHORIZATION  REQUEETEO  IN  THIE  PROORAM - 

t.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM 

f.  PLANNED  IN  NEXT  THREE  PROGRAM  YEARS . 

«  REMAINING  DEFICIENCY . 

h.  ORANO  TOTAL . 


227,645 

63,700 

11,750 

13.500 

30.500 
263, ?»0 
623,885 


«.  PROJECTS  REQUESTED  IN  THIS  PROORAM: 


711 


nMCT  TITUI 


Family  Housing 


DM>OA»TATu» 

•  TAAT  COMALtTI 


112 


11,750 


Turnkev 


|9.  ~  Future  Projects; 

a.  Included  In  following  program  (FY92)  136  units 

b.  Major  planned  next  three  years  (FY93HFY941  320  units 


10.  Mlsrion  or  Major  Functions:  Provide  training  facilities,  logistical 
support,  and  certain  administrative  support  for  vieet  Marine  Force  units  md 
other  mits  assigned.  Conduct  specialized  schools  and  other  training  as 
(directed  to  receive  and  process  trainees;  and  conduct  Individual  combat 
training  as  required. 


DD<  ole  is  1390 

mi 


FflKVIOUS  COITIONS  MAY  SK  US* P  INTCANALLY 
UNTIL  CXHAUSTCQ 


ir 

aaoc  no. 


1  COUPON* NT 

navy  FY  1951_  MILITARY  CONSTRUCTION  PROJECT  DATA 


CAMP  PENDLETON,  CA 

ATIOM 

4.  RROJICT  TlTLl 

FAMILY  HOUSING 

•.  RAOO  A  AM  ILIMSNT 

*.  CATISONV  CODI 

711 

».  pmomct  hums** 

H-890 

e.  ppojict  cost  iieeoi 

11,750 

1.  COST  UTMATtl 

(TIM 


QUANTITY 


UNIT 

COST 


COST 

(•0001 


FAMILY  HOUSING: 

BUILDINGS 
SOLAR  SYSTEM 
SUPPORTING  COSTS: 

PAVING  &  SITE  IMPROVEMENTS 

UTILITIES 

LANDSCAPING 

RECREATION 

SPECIAL  CONSTRUCTION  FEATURES 
DEMOLITION 
SUB  TOTAL 
CONTINGENCY  (5%) 

TOTAL  CONTRACT  COST 

SUPERVISION,  INSPECTION,  &  OVERHEAD  (5.5%) 

TOTAL  REQUEST 

TOTAL  REQUEST  (ROUNDED) 


FA  112 
SF  142,500 
FA 


71,679  8,028 

56.34  (  8,028  ) 
(  0  ) 
2,579 
(  1.43/  ) 
(  859  ) 

(  115  ) 

(  97  ) 

(  70  ) 

(  0  ) 
10,607 


_ m 

11,137 

_ fill 

11,750 

11,750 


10  DISCPiPTlON  of  PNOPOIIO  COn{TAu4Ti6n - ■  * - 1"  ■'  "  j 

Two  story  family  housing  units;  wood  frame  or  masonry  with  stucco  or  pre¬ 
finished  siding,  covered  parking,  patios,  exterior  storage,  privacy  fencing 
and  recreational  facilities.  An  environmental  Assessment  has  been  completed 


and  a  FONSI  was  published  on  6/10/88. 

Special  construction 

features 

include 

seismic  bracing. 

Net 

Project 

Unit 

No. 

($000) 

Grade 

Bedroom 

&I£A 

Factor 

Cost 

Units 

-Total 

JEM 

3 

1200 

1.1737 

$48.00 

58 

3,921 

SEM 

3 

1350 

1.1737 

$48.00 

54 

4,107 

•  • 

112 

8,028 

11.  REQUIREMENT :  1^295  FA _ ADEQUATE ;  11153  fA _ SUBSTANDARD:  0  fa 


ElPjCC-S :  Provide  112  adequate  family  housing  units  for  enlisted  personnel. 
(Current  mission.) 

Reoulreaent :  Adequate  family  housing  for  married  personnel. 

I 

Current  Situation:  A  current  deficit  of  2,942  adequate  housing  units  exists 
for  enlisted  personnel.  This  deficit  is  projected  to  stay  at  the  same  level 
in  FY-92.  There  is  an  extreme  shortage  of  affordable,  suitable  housing  in 
the  private  community  for  enlisted  personnel.  j 


l_lflRl£j_lI_tiaI_£r^vidad :  There  will  be  an  adverse  impact  on  the  effectiveness 
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1.  COMfONffNT 

NAVY 

FY  19_!iMILITARY  CONSTRUCTION  PROJECT  DATA 

a.  OATI 

3.  INSTALLATION  AND  LOCATION 

marine  corps  base,  camp  pendleton,  ca 

U.  FXOJtCTTITL* 

j •.  PROJICT  NUMBKR  | 

|  FAMILY  HOUSING  H-890  *  j 

— 

MCB  CAMP  PENDLETON,  CA  (Continued) 

IMPACT  IF  WOT  PROVIDED:  of  mission  accomplishment  and  carter  retention 
ef forte  If  we  do  not  provide  additional  housing. 

Project  design' conforaa  to  Part  II  of  Military  Handbook  1190,  “Facility 
Planning  and  Dealgn  Guide". 

Family  Housing  Requirement  coordinated  with  Local  School  District. 
Additional  educational  facilities  will  not  be  required. 
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PftlVIOUS  tOITIONSMAY  91  USIC  INT1RNAILV 
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FAOI  NO. 


9m  «ta<U4n-iii« 


fltriftjEF"!  “  T'rfl 

HTrTT^HHSHHBBE 

gQ7j2£MHHH 

■IVn!imnRT!TlH 

4  HAMi 

MCB  Camp  Pendleton 

fe  LOCATION 

Calif 

. _  .  <¥Ai«»t _ 1 

MSJICTI0 

0» 

MQUMMUTI  AMP  AiHTS 

B 

N*H 

00 

M*lt 

m 

m 

Ell 

Ell 

II  •«• 

m 

w«  1 
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&  TOT  At  NMOMNi  mOWTM 

32SO 

18561 

18893 

40734 

3547 

20213 

21309 
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r.  mmntnr  mitv  wwomi 

3090 

16745 

16674 

36509 

3112 

14704 

17971 

H 

«.  (NU  1AMLT  NOUHaS  MQUIMMUm 

a 

17564 

HS! 

9675 

4752 

16573J 

%  TOTAL  uaaCCVTAlLV  NOVUOft  .»*d 
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3296 

860 

5149 
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»  , 

•.  WVOUMTAMtT  UPAAAT10 
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90 

184 
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0 

6 

0 
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C.  UWACWTAUr  HOUUO- 
COMMUMITV  AfSCTI 

ma 

3206 

676 

4853 

1*.  VOUMTAftV  WUATKMS 

wm 

66 

61 

154 

27 

75 

67 

169 

ii.  otkim  hOumm  uouMwan 

2097 

10960 

4353 

17410 

2111 

9600 

4695 

16406 

11  AOAQuaTI  neinart  M  .  M 

1654 

8063 

2449 

12166 

1773 

8018 

3447 

13238 

ft.  UMOtU  M&JTAJtV  comthoc 
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3718 

26 

4269 
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3474 
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4981 

(1) '  homaA  i*  Imtinf  BOO 
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3463 

26 

4012 

633 

2978 

658 

4269 

(1)  u«Mr  Comr*tt/Apero.AA 
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216 
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(1)  V«W>I 

2 

48 

0 

50 

r  ■  7  ■ . 

(4)  man*-* 

0 
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0 
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A  *•»»«  MOUKNC 
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4345 

2423 

7397 
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2573 
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HU 

HU 
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81 
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28 
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mm 

1904 

5244 

338 

1582 

1248 

3168 

M.  PS0P0U0  PSOIICT 

i  . 

„v;  1  '  .  ' 

0 
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Hi 

is.  totai  mou*jm4  asuts.  wnuoiwi 
MOMUO  MOJICT,  AS  HKINTMI  OS 

mcmoio  sMscnvt  mqumimcmts 

4.  MHJTAAT 

30.0 

37. 4* 

18.6' 

a  au  MOuvea 

84. 17, 

73.4* 

ift m 

1ft.  MMAJUS 

Line  4:  MCB  Camp  Pendleton,  CA,  is  located  approximately  35  miles  north  of 

San  Diego  and  about  100  alia*  south  of  Los  Angeles;  is  adjacent  to  the  Pacific 
Ocean.  The  Caap  Pendleton  boundaries  shut  the  City  of  San  Cleaente  on  the 
north,  Oceanside  and  Carlshad  on  the  south,  and  Vista  and  FalbrooV  on  the 
east.  MCB  Caap  Pendleton’s  Mission  is  to  provide  training  facilities. 

00  Perm  1111,  NOV  IS  am*  mw  «  mmnw. 


(Continued  on  raver us) 
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16.  8F.MARK4  '’Continued'* 

logistical  support,  end  certain  administrative  support  for  fleet  ”srlne  Force 
units  and  other  units  assigned;  to  conduct  specialized  schools  and  other 
training  as  directed;  to  receive  and  process  tr_i/iet.j  and  conduct  individual 
combat  training  as  directed. 

tine  12. a.  (21:  Col.  h  reflects  268  units  lnel«’>  ■  cbe  FY88  budget 
submission  and  332  units  Included  in  the  7Y69  h  monlsslon. 

tine  12.h.(2)t  Cols,  s  through  g  reflect  anticipated  growth  in  community 

assets. 

Project  Composition 

112  Enlisted  Units  58  3-bedroom  JEM 

54  3-hedroom  SEM 


ITT  Total  t’nlts 


S.  PIRSONNIL 

PERMANENT 

STUOSNTS 

SUPPORTS! 

!■■■ 

swm 

uasja 

BBBHI 

BBH 

TOTAL 

S.  AS  OP  31  JAN  88 

ILUkl 

■I 

■a 

■9 

0 

mga| 

b.  END  *Y  19  93 

1240 

B 

B 

B 

1151 

1268 

0 

IBI 

1.  COMMON! NT 

NAVY 


FY  19 1,1  MILITARY  CONSTRUCTION  PROGRAM 


3-  INSTALLATION  ano  LOCATION 

VaVAL  STATION 


4.  COMMAND 


3.  OATI 


I.  ARSACONSTR. 
COST  INOSX 

1.19 


7.  INVENTORY  BATA 


a.  TOTAL  ACREAGE . JT7TT! 

b.  INVENTORY  TOTAL  AS  OS  30  SEP  1988 

t.  AUTHORIZATION  NOT  VET  IN  INVENTORY . 

a  AUTHORIZATION  RCQUISTCO  IN  This  PROGRAM _ 

a.  AUTHORIZATION  INCLUDED  IN  POLLOWINS  PROGRAM 

I.  PLANNED  IN  NEXT  THRU  PROGRAM  YIARS . 

t.  REMAINING  OEPICIENCY . 

h.  GRAND  TOTAL . 


87,406 

47,110 

24,900 

0 

27,467 
25,004 
211, SR7 


a.  PROJECTS  REQUESTED  IN  THIS  PROS  PAM: 


c*T«ao*v 

coor 


711 


TiTkl 


*aniiv  Housing 


OWL*  IT.TOI 
iT«*t  COM.CITI 


300 


24,100  Turnke. 


Future  Projects: 

а.  Included  In  following  program  (FY921 

б.  Major  planned  ner?t  three  years  (FY94) 


None 

300  units 


10. Mission  or  Major  Functions:  NAVSTA  Long  Beach  provides  logistic 
support  for  the  operating  forces  of  the  Navy  and  for  dependent  activities 
and  other  commands  as  assigned.  Services  range  from  providing  ships  with 
berths,  fuel  and  water,  to  providing  recreation  facilities  for  military 
personnel.  The  Pay  and  Personnel  Administrative  Support  System  Detachment 
receives,  processes,  and  transfers  personnel,  both  fleet  and  shore  bssed. 
NAVSTA  Long  Reach  Is  also  responsible  for  the  Mousing  Department,  Navy 
Exchange,  Comlssary  Store,  Station  Housekeeping,  waterfront  and  harbor. 
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FMVIOUt  IOITION8  MAY  B(  USCO  INTi ANALLY 
UNTIL  8XMAUSTEO 


1.  COMPONtNT 

NAVY 

FY  wJLmiutary  construction  project  data 

3.  OATC 

is.  INSTALLATION  ANO  LOCATION 

1  NAVAL  STATION 

I  LONG  BEACH,  CA 

I4.PAOJ1CT  TITL* 

FAMILY  HOUSING 

■  I 

NAVAL  STATION,  LONG  BEACH,  CA  (Continued) 

CURRENT  SITUATION:  (Continued)  Los  Angeles/Long  Beech  eree  Is  huge,  with 
e  large  and  diverse  housing  supply.  However,  sale  housing  In  this  area  Is 
aaong  the  most  expensive  In  this  country,  priced  beyond  the  means  of 
enlisted  and  many  officer  families. 

Rental  housing  vacancy  rates  average  about  21.  Affordable  rentals  In 
downtown  Long  Beach  are  old  and  poorly  maintained.  Land  values  are  such 
that  the  relatively  few  new  rental  developments  are  primarily  deluxe  units 
priced  beyond  the  means  of  military  families.  Against  this  backdrop, 
Section  2736  of  Public  Law  99-661  authorised  the  exchange  of  a  portion  of 
the  Navy's  Savannah  Housing  area  to  the  City  of  Long  Beach  for  an  adjacent 
vacant  parcel  of  City-owned  land.  This  housing  area  features  254 
single-story,  duplex  structures  built  In  1940.  These  units  are  aging, 
small  and  obsolete.  This  project  proposes  to  execute  the  authorised  land 
exchange  and  accomplish  the  replacement  of  these  substandard  units.  In 
addition,  46  units  will  be  constructed  to  help  offset  the  deficit.  The 
navy  will  benefit  In  that  more  land  would  be  gained  than  would  be  given  up, 
which  Is  a  critical  consideration  In  this  area  where  Government -owned  land 
1 8  scarce.  Moreover,  substandard  units  will  be  removed  from  the  inventory. 

IMP4CT  IF  NOT  PROVIDED:  The  Navy  will  continue  to  own  254  substandard 
f-uMly  housing  units.  Absent  the  authority  to  replace  these  units,  the 
Navy  will  continue  to  operate  and  maintain  these  units  In  order  to  keep 
them  occupied.  Continued  operation  and  maintenance  of  these  units  Is  not 
conomlcal  compared  to  replacement.  If  the  Navy  Is  not  allowed  to 
instruct  additional  units  as  an  offset  to  the  deficit,  military  members 
'll  be  forced  to  choose  between  Involuntary  separation  from  their  families 
.  accepting  housing  that  Is  unaffordable  or  unsuitable.  Either  choice 
'1  lead  to  dissatisfaction  with  the  Navy.  Retention  will  be  adversely 
.^pacted . 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Plat  ing  and  Design  Guide". 

Necessary  coordination  with  school  district  Is  In  progress. 
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UNTIL  IXHAUSTIO 


PAOS  Nf  fc 


(Continued  on  reverse) 


16.  REMARKS  ( Continued > 


million.  The  local  economy  consists  primarily  of  space,  missile,  and  aircraft 
Industries;  oil  refineries:  manufacturing  companies:  shipyards  and  steamship 
companies,  tong  Reach  it  one  of  the  busiest  ports  In  the  world. 

Project  Composition 

300  Enlisted  Units  230  2-bedrooa  JEM 

30  2-bedrooa  SEM 
10  3-bediooa  SEM 
10  4-hedrooa  SEM 

366  Total  Units 


1.  COMAONINT 


1.  DAT  I 


PY  18  91  MILITARY  CONSTRUCTION  PROGRAM 


DO.  oicT.1391 

.  llllU  Ll  Ml  Hll 


»mvious  lerrioNt  may  k  uiid  iktumhu. 
UNTlk  (KMAUSTIO 


i.com^oncnt  r  catT 

„ fy  mJLmiutarv  construction  project  data 

NAVY 

J.  INSTALLATION  AND  LOCATION  " 

PACIFIC  MISSILE  TEST  CENTER 
POINT  HCK3U,  CA 

rpSaiicTTrCr  "  I  i  mo.tcT  num*i« 


HOUSING  OFFICE 


HC-Ol-8? 


PACIFIC  MISSILE  TEST  CENTER,  POINT  MUGU,  CA  (Continued) 

IMPACT  IF  ROT  PROVIDED:  Tli«  mission  of  PMTC  le  to  perform  development  teat 
snd~e/aluatlon,  development  support,  and  follow-on  engineering,  logistics, 
snd  training  support  for  naval  weapons,  weapons  systems,  and  rslatsd 
devices,  and  to  provide  major  range,  technical,  and  bate  support  for  fleet 
users  end  other  Department  of  Defense  and  government  agencies. 

In  addition,  PMTC  serves  an  effective  Instruaent  of  United  States  foreign 
policy  by  Initiating  snd  continuing  action  prograaa  which  promote  positive 
relations  between  the  command  and  foreign  nationals,  and  which  assist 
Individual  naval  personnel  and  their  faaillea  to  work  effectively,  live 
with  dignity  end  satisfaction,  and  function  as  positive  repreaentatl ves  of 
the  Navy  and  the  United  States, 

The  Point  Mugu  Family  Housing  Office  Is  one  of  the  first  points  of  contact 
for  military  members  snd  their  faaillea  upon  assignment  to  this  high  tech 
command.  At  PMTC  military  members  and  their  families  first  Impressions  of 
this  high  tech  Installation  will  demise  upon  viewing  this  old  worn  out 
building.  Studies  have  demonstrated  that  the  condition  of  shore  support 
facilities  Impacts  retention.  Housing  office  personnel  will  continue  to 
work  In  crowded  stress  related  conditions  Impacting  their  attitudes  and 
service  to  military  families. 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guidis". 
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FY  10ii _ MILITARY  CONSTRUCTION  FROQRAM 


a.  installation  ano  location 
»»JRLIC  WORKS  CEHTER 
AH  DIBGC.  CA 


4.  COMMANO 


TTTI 


31  JA H  88 


I  wmrm  cs  H  ■  BBEJ  PESO  Egg  i  rffiW  B3S a  *  H  SB  I 


•.  AEOF 
k.  (NO  Fv  it  83 


llAW.lJ 


1 


||U1 


7.  MVtNTIMV  BATA 


I.  TOTAL  ACMAOt . 7  ..(TU  . . 

k.  inventory  total  as  or  30  SBP  1988  304,017 

«.  AUTHORIZATION  NOT  VIT  IN INVENTORY .  97,9ga 

*.  authorisation Nidmmo m '^HcrkpoiiAM  .  31,850 

l.  AUTHORIZATION  INCLUMO IH  rv)LLCN»k»  TTNCO.  <AM  .  0 

I.  FLANNEO IN NIXT THRU SAOQRiMS TZARS .  53,338 

t  RIMAININO  DEFICIENCY . 401,280 

k.  ORANO TOTAL .  888  480 


•  PROJECTS  REQUESTED  IN  THI«  PROORAM 

c«HMi  .  m<  nii«»  i» 

cow  »m«i  tith  Kan  mm  »»»*• 


11  Family  touting 


3i  830  •  Turnkev 


Future  Projects; 

a.  Included  In  following  program  <FY*»21  None 

b.  Ma.lor  planned  next  three  years  fFY93,  FY®4^  600  units 


10.  Mission  or  Major  Functions;  San  Diego  provides  support  for  ma.lor 
fleet,  fleet  air,  research  and  development  and  parallel  support  operations 
to  a  significant  percentage  of  Navy  and  Marine  Corps  forces  on  the  West 
Coast. 
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P  RIVIOUS  EDITIONS  MAT  SI  USIO  INTERNALLY 
UNTIL  EXHAUSTED 


TAOS  NO. 


a.  OATK 


1  COMPONINT 

NAVY 


FY  19.21  MILITARY  CONSTRUCTION  FROJECT  DATA 


>.  INSTALLATION  AND  LOCATION 

PUBLIC  WORKS  CENTER 
SAN  DIEGO,  CA 


S  PMOOMAM  I LCMINT 


A  PNOatCT  TITLf 

FAMILY  HOUSING 


•.  catkooay  coot 

711 

H-  815 

».  PAOJICT  COST  1*0001 

31,850 


rnriMATu 


FAMILY  HOUSING: 

BUILDINGS 
SOLAR  SYSTEM 
SUPPORTING  COSTS: 

PAVING  &  SITE  IMPROVEMENTS 

UTILITIES 

LANDSCAPING 

RECREATION 

SPECIAL  CONSTRUCTION  FEATURES 
DEMOLITION 
SUB  TOTAL 
CONTINGENCY  (5%) 

TOTAL  CONTRACT  COST 

SUPERVISION,  INSPECTION,  A  OVERHEAD  (5.5%) 

TOTAL  REQUEST 

TOTAL  REQUEST  (ROUNDED) 


U/M  QUANTITY 


FA  300 
SF  382,500 
FA 


20,687 

(20,687 

0 

8,061 
(  3,380 
(  2,800 
(  1,020 
(  240 

(  621 
(  0 
28.748 


Two  story  family  housing  units;  wood  frame  or  masonry  with  stucco  or  pre- 
finished  siding,  covered  parking,  patios,  exterior  storage,  privacy  fencing 
and  recreational  facilities. 


Grade 

Bedroom 

Net 

Area 

Project 

Factor. 

Unit 

Cost 

JEM 

3 

1200 

1.1268 

$48.00 

JEM 

4 

1350 

1.1268 

$48.00 

No.  ($000) 

Units  .Tvte.L. 

150  9,735 

150  10,952 


300  20,687 


Project:  Construct  300  adequate  family  housing  units  for  enlisted  personnel 
(Current  mission.) 

Requirement :  Adequate  family  housing  is.  needed  for  married  personnel. 

Current  Situation:  The  projected  family  housing  deficit  at  San  Diego  is  the 
largest  in  the  Navy.  The  current  inventory  of  6,098  units  satisfies  only 
15%  of  the  family  housing  requirement.  Despite  aggressive  Housing  Referral 
Service  efforts  to  maximize  the  Navy's  share  of  available  suitable  private 
assets,  there  is  a  huge  waiting  list  for  Navy  housing  of  approximately  5,80i 
families  who  face  average  waits  of  25-26  months  for  one  and  two  bedroom 
units,  14-15  months  for  three  bedroom  units,  and  1C-11  monthes  for  four  and 
more  bedroom  units.  The  most  critical  need  is  for  two,  three,  and  four 
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1.  COMPONKNT 

NAVY 

FY  19_!LmILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATC 

s.  installation  and  location 

PUBLIC  WORKS  CENTER 

SAN  DIEGO,  CA 

|4.  mOJtCT  TITL* 

f.  PROJtCT  NUMICR 

FAMILY  HOUSING 

H-815 

PUBLIC  WORKS  CENTER  SAN  DIEGO,  CA  (Continued) 

CURRENT  SITUATION;  (Continued)  bedroon  unit*  for  junior  enlisted 
families.  Private  sector  construction  of  housing  In  Sen  Diego  county  has 
been  active  over  the  past  several  years.  Vacancy  rates  have  Increased  from 
an  average  of  3.7X  In  1986  to  7X.  However,  this  short  period  of  rapid 
growth  Is  expected  to  stabilise.  A  recently  established  local  anti-growth 
Initiative,  Proposition  A,  requires  a  vote  of  the  people  of  San  Diego 
before  designated  areas  of  San  Diego  can  be  developed.  Also,  the  City  of 
San  Diego  has  recently  passed  an  ordinance  limiting  residential 
construction  to  approximately  half  as  many  units  as  were  built  in  1986.  It 
Is  conceivable  that  other  cities  in  San  Diego  county  may  Impose  similar 
restrictions.  The  average  sale  price  in  excess  of  $146,000  Is  beyond  the 
reach  of  most  enlisted  and  Junior  officer  families.  Families  seeking 
rental  housing  face  similar  problems.  Rentals  are  unaffordable  to  many 
enlisted  families.  Despite  the  recent  growth  In  residential  construction, 
cost  continues  to  undermine  the  local  community's  ability  to  supply 
affordable  housing  to  more  Navy  families. 

IMPACT  IF  NOT  PROVIDED:  Military  members  will  be  forced  to  choose  between 
Involuntary  separation  from  their  families.  Such  a  choice  will  likely  lead 
to  poor  morale  and  dissatisfaction  with  the  Navy.  Retention  will  be 
adversely  impacted. 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide". 

Necessary  coordination  with  school  district  is  In  progress. 
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PAOE  NO. 
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(1)  VMM 

29 

181 

0 

210 

<«) 

0 

0 

0 

0 

»  mvAtt  HCUflftO 

4254 

18604 

2037 

24845 

4413 

18796 

2074 

25283 

(1)  lawiwi  noun 

4235 

18544 

2000 

24779 

4235 

L8544 

2037 

24816 

(J)  VMM  Mnul  Havknf 

19 

60 

37 

116 

178 

252 

37 

46  7 

n.  cmcttvt  Houima  mhot  <i  t  •  tji 

844 

6500 

1784 

9128 

836 

3827 

1548 

6211 

14.  M04O1IO  MOilCT 

0 

300 

0 

300 

a.  total  moui«*  Aiirn.  mcuiom* 

MOAOtIO  MtOJICT.  Af  MRCINTAOI  04 
HUUICTIP  HMCTIVI  II  QUMf  MINTS 

A  MUTAAY 

9.77 

23.87 

0.07 

19.57 

»  au  WOUMM 

85.67 

88.07 

57.37 

84.77 

(i.  UkullMWMM  1 

Line  4:  The  Naval  Complex 
Works  Center  provides  supp 
end  parallel  support  opera 
Corps  forces  on  the  West  C 
mission  Industries.  Tourl 

centers  In  the  city  of  San  Oiego.  The  Navy  Public 
ort  for  major  fleet  air,  research  and  development, 
tlons  to  a  significant  portion  of  Navy  and  Marine 
oast.  It  Is  a  center  of  electronic,  aircraft,  and 
sn  and  major  truck  and  fruit  farming  also  support 

00  form  1SU,  MOV  IS 


(Continued  on  reverse) 


16.  REMARKS  ^Continued! 


Che  area.  It  Is  extremely  popular  as  a  place  of  residence  for  retired 
military  personnel. 


Project  Composition 

300  Enlisted  Units  ISO  3-bedroon  JEN 

150  A-bedroom  JEM 


355  TOTAL 


DD*o°c»l390 
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SAOC  45. 
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t  COMMON! NT 

NAVY 


FY  19U_  MILITARY  CONSTRUCTION  PROJECT  DATA 


3.  installation  ano  location 

NAVAL  STATION 


4.  SN04SCT  TITLC 

family  housing 


t.  PROGRAM  CLIMCNT 

S.  CATCOOAV  COOI 

711 

7.  PAOJlCT  MUM  BCR 

H-801 

e.  ’ftOJicT  cost  isoooi 

19,600 

FAMILY  HOUSING: 

BUILDINGS 
SOLAR  SYSTEM 
SUPPORTING  COSTS: 

PAVING  6.  SITE  IMPROVEMENTS 

UTILITIES 

LANDSCAPING 

RECREATION 

SPECIAL  CONSTRUCTION  FEATURES 
DEMOLITION 
SUB  TOTAL 
CONTINGENCY  (5%) 

TOTAL  CONTRACT  COST 

SUPERVISION,  INSPECTION,  &  OVERHEAD  (5.5%) 

TOTAL  REQUEST 

TOTAL  REQUEST  (ROUNDED) 


FA  ISO 
SF  192.500 
FA 


63,653  12,548 

65.18  (12,548  ) 
(  0  ) 
5,142 
(  2,585  ) 
(  1,883  ) 
(  210  ) 
(  150  , 

(  314  ) 

(  0  ) 
17,690 

_ 

18,575 

U.022. 

19,597 

19:600 


Two  story  family  housing  units;  wood  frame  or  masonry  with  stucco  or  pre- 
f ini shed  siding,  covered  parking,  patios,  exterior  storage,  privacy  fencing 
and  recreational  facilities. 


Net 

Project 

Unit 

No. 

($000) 

S  mte 

Bedroom 

Area 

Cost 

Mil 

-X9Wl 

JEM 

2 

950 

1.3580 

$48.00 

.  50 

3.096 

SEM 

4 

1450 

1.3580 

$48.00 

100 

9,452 

150  12,548 


Project:  Construct  150  adequate  family  housing  units  for  enlisted  personnel. 
(New  mission.) 

Requirement :  Adequate  family  housing  is  needed  for  married  personnel 

Current  Situation:  As  a  result  of  strategic  homeporting,  a  deficit  of 
housing  for  enlisted  personnel  is  projected.  Construction  of  the  infra¬ 
structure  for  the  new  hoaeport  has  been  approved  by  Congress  and  is  on¬ 
going.  The  difficulties  aany  families  are  facing  in  finding  suitable, 
affordable  housing  have  been  well  publicized.  The  strict  rent  control  laws 
_ln_New_York_Clty  serve  to  suppress  the  availability  of  rental  units,  as 

nrt  ’oau  esevious  SOITIONS  MAY  sk  USIO  INTSANALLY  »»e» 

UUl  OSOlldSn  UNTIL  CAN AUSTID  eAGS  NO 

V"  Ml  MU 


’MIVIOUS  COITIONS  MAY  fl  UtKO  INTtANALLV 
UNTIL  CfcNAUSTtD 


I.COM'ONINT 

NAVY 

FY  19_£LM!LITARY  CONSTRUCTION  PROJECT  DATA 

mam 

S.  INSTALLATION  ANO  LOCATION 

NAVAL  STATION 

NEW  YORK,  NY 

|4.  f  ROJICT  TITL* 

•.  PPtOJKCT  NUMBtn 

family  housing 

H-801 

NAVAL  STATION,  NEW  YORK,  NY  (Continued) 

CURRENT  SITUATION;  (Continued)  evidenced  by  the  rental  vacancy  rate  of 
2t~.  The  increased  demand  is  having  a  spillover  effect  in  the  New  Jersey 
suburbs  as  well.  Those  suburbs  within  the  communting  area  of  the  Naval 
Station  are.  unaffordable. 

IMPACT  IF  NOT  PROVIDED:  Military  members  will  be  forced  to  choose  between 
involuntary  separation  from  their  families  or  accepting  housing  that  is 
unaffordable  or  unsuitable.  Either  choice  will  likely  lead  to  poor  morale 
and  dissatisfaction  with  the  Navy.  Retention  will  be  adversely  impacted. 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide". 

Necessary  coordination  with  the  local  school  district  Is  being  pursued. 
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TMVIOUS  IOITIONSMAV  ■(  UStD  INTI  ANALLY 
UNTIL  IXMAUSTSO 


SAOI  NO. 


|  MIUTARY  FAMILY  HOUSING  JUSTIFICATION 

WWT  CONTiOi  SVMOOi  1 

BSSS3WRIWH 

oo-aauaahth  1 

KfOnHWH 

■ 

»  LOCATION 

II  ll  1  1  — — 

y£ - 

■HRK5SHMI 

■■Ml 

EM 

tm 

««t«A 

m 

ran 

rai 

11*11 

HI 

.  .m 

a  wa  mu  sew*  nasaeta 

206 

960 

85 

1251 

460 

2707 

390 

3557 

».  msnmmmt  murt  muaeMi 

205 

959 

85 

1249 

453 

3457 

1488 

5398 

a  eaou  ssMAv  moumm  MOueraom 

HI 

Ha 

HI 

966 

344 

2707 

390 

3441 

a  rout  ueatasrastv  wowwa  t*  »* * o 

5 

179 

14 

198 

a. 

• 

••  NVOUJNtAftLT  WAJUTID 

5 

40 

0 

43 

N.  UHACa^TAACV  MOUttO- 
MWTAAT  A4SITS 

0 

u 

O' 

6 

(.  UNACCIWAilt  M0UM0- 
COMMONlTV  Alim 

2 

139 

14 

155 

ia  toumtut  urturiMi 

HI 

HI 

1 

HI 

H 

238 

16 

284 

It.  WNCTIVI  MUM  MOUHUMtlin 

144 

714 

24 

882 

314 

2469 

374 

3157 

a  «e«Qu«Tt  mvwm  <* .  w 

HI 

563 

10 

750 

311 

2249 

H 

2602 

•  UNMA  MHJTAAV  CONTAOC 

176 

485 

HI 

661 

202 

1941 

HI 

2143 

<1)  ’  howmA  >n  Iintma  000 
OwWHCutfHn 

138 

457 

0 

595 

176 

447 

0 

623 

|  <2)  Un4*  QonV*CVA&xo*94  ' 

26 

1494 

0 

1520 

(1)  V*unt 

38 

28 

66 

' 

t«)  Hwctn* 

HI 

0 

0 

k  MVATC  HOOItHC 

HI 

10 

HI 

I  109 

308 

42 

459  | 

(1)  UccraUMy  HOVIM 

1 

- 7h 

HI 

5 

HI 

HI 

■a 

HH 

Ul  wan  Mwui  Hauanf 

0 

0 

!  o 

0 

154 

230 

16 

300 

ia  iMicnvt  vouum  otnor  <»»-»« 

BUI 

HI 

HI 

■ 

m 

220 

332 

555 

14  MOPOIIO  mOJICT 

1 

- u~ 

[HI 

HH 

■ill 

14  TOTH,  tf  '  A  ASSITS.  HCLUQHt 

MOTOt  .UICT.  AS  HICINTASI  0# 

nc^’v*  s’lcmrt  uqumimhti 

4.  MUTAJtr 

64.37 

84. 77 

0.07 

72.67 

A  AU.  MOUSING 

lllfli 

IHfiU 

11.27 

87.27 

Line  4;  The  Naval  Station,  New  York,  NY,  Is  located  on  the  northeast  shore 
of  the  City  of  New  York.  Its  current  mission  Is  to  provide  personnel  support 
for  crews  while  their  ships  are  In  overhaul  in  private  shipyards  In  the  New 
York  area*  Beginning  In  1989,  NS  New  York  will  become  the  homeport  to  a 
Battleship  Surface  Action  Group  (BB-SAG). 
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(Continued  on  reverse) 


1*.  HEMAVCS  (Continued! 


Proiect  Composition 

ISO  Enlisted  Units  SO  2-bedroom  JEM 

100  4-bedroom  SEM 


150  Total  Units 


J  INSTALLATION  ano  location 

4AVAL  AMPHIBIOUS  BASE 


U  PERSONNEL 
I  STRENGTH 


.MILITARY  CONSTRUCTION  PROGRAM 

I «.  COMMAND 


I  AMA  const* 
GMT  INDEX 


|  *tAMAN«NT 

STUOINTS 

1™  tUl*0«T*0 

UllUI 

6M«1« 

INL«TU  Civ'L»4M» 

INtHfll 

1075 

9916 

405 

144 

1048 

37 

429 

13074. 

1084 

10532 

426 

186 

1320 

57 

429 

14034 

n.  ENO  py  i#93  |  io84  10532  |  426  |  186  |  1320j 

_ t.  wvtMtr  ay  oata  mqooi 

».  ~TOTAL  ACREAGE.  .  ~ . -l'l-jw! .  ■  •  • 

B  INVENTORY  TOTAL  A*  OP  JO  SEP  1988  . 

c.  authorization  not  vrr  in  inventory . 

0.  AUTHORIZATION  REQUESTED  IN  TMM  PROGRAM . 

#.  AUTHORIZATION  INCLUDED  IN  FOLLOWING  PROGRAM . 

».  PLANNCD  IN  NIXT  THREE  PROGRAM  YEARS . 

«.  REMAINING  DEFICIENCY .  . 

II.  ORANO  TOTAL . 

C.  PROJECT*  RBQUSITEO  IN  THIS  PAOttRAM: 

CATIQOMY 

COO*  PRO#«CT»«TlI  *co*i 


53,007 

370 

0 

0 

0 

0 


|T»m  COM'kl'l 


714  Family  Housing 
Office 


4,000  SF 


Future  Projects: 


a*  Included  In  following  program  fFY92> 
h.  Major  planned  next  three  years 


10.  Mission  or  Major  Functions:  Provide  training  facilities,  logistical 
support,  and  administrative  support  for  Amphibious  units  and  other 
specialized  units  within  the  Fleet.  The  base  is  one  of  four  activities 
within  the  Norfolk  Naval  Complex. 
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weMLiwmi 


PREVIOUS  1BITI  OHS  MAY  SE  USEO  INTERNALLY 
LMTIL  EXHAUSTED 


t*:  6  i 


1  COMMON 1 NT 

NAVY 

PY  1»1_  MILITARY  CONSTRUCTION  PROJECT  DATA 

3.  OATft 

LITTLE  CREEK,  NORFOLK,  VA 

4.  MOJSCT  TitLK 

HOUSING  OFFICE 

714-30 


HC-02-88 


HOUSING  OFFICE . 

SUPPORTING  FACILITIES  . 

SUBTOTAL . 

CONTINGENCY  (5%) . 

TOTAL  CONTRACT  COST  . 

SUPERVISION.  INSPECTION  &  OVERHEAD  (5.5%) 
TOTAL  REQUEST  . 


0.96 

91 

334 

17 

351 

19 

370 

, 

Construcc  a  housing  office  buildi.ig  on.  concrete  slab  with  brick/masonry 
walls  and  shingled  roof,  complete  "ich  utilities.  Building  includes  space 
for  offices,  conference  room,  reception/waieing  room,  child  play  area, 
central  file  room,  and  administrative  storage  space.  Construction  to 
include  fire  alarm,  sprinkler  system,  parking,  roads,  sidewalks,  land¬ 
scaping  and  central  air  conditioning. 


11.  RE2UIBEMEFT :  An  adequate  housing  office  is  required  to  support  the 
military  personnel  and  their  families  located  in  the  Tidewater  Naval  Base 
Norfolk  area.  (Current  mission.) 

CURRENT  SITUATION:  The  existing  housing  office,  built  in  1947,  is  a 
converted  home  located  adjacent  to  the  main  base  entrance,  Gate  5.  The 
office  spaces  used  for  housing  and  housing  referral  services  are  extremely 
overcrowded.  Parking  at  the  building  is  severely  limited  with  no  land 
available  for  expansion.  The  building  is  scheduled  to  be  demolished  to 
make  way  for  expansion  of  the  Naval  Base  pass  office  building. 

IMPACT  IF  NOT  PROVIDED:  Housing  management  and  referral  services  will 
continue  to  be  provided  under  overcrowded  and  adverse  conditions.  In 
addition,  upon  construction  of  the  new  Pass  Office,  the  present  facility 
must  be  vacated.  There  will  be  no  housing  office  to  service  the  needs  of 
military  personnel  and  their  families  in  the  Tidawater  Naval  Base  Norfolk 
area. 


DO*  etc  *e139l 

i»  M*  mi 


PRIVIOUS  COITION*  MAT  *(  UMO  INTK*NALLY 
UNTIL  CXMAUtTKO 


^TCgMPONSNT 


NAVY  FY  19  JLmIUTARY  CONSTRUCTION  PROJECT  DATA 

3.  INSTALLATION  ANO  LOCATION 

NAVAL  AMPHIBIOUS  BASE 
LITTLE  CREEK,  NORFOLK,  VA 


>.  PPOJSCT  NUMItft 

RC-02-88 


4.  PAOJSCT  TITLI 

HOUSING  OFFICE 


NAVAL  AMPHIBIOUS  BASE,  LITTLE  CREEK,  NORFOLK,  VA  (Continued) 


Project  design  confoms  to  Pert  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide". 
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PMVIOUS  COITIONS  MAY  St  USSO  INTI  ANALLY 

until  skhaustso 


PAOS  NO, 


f 


«  COMPOMINT 

NAVY 


PY  It&L-  MILITARY  CONSTRUCTION  RROJCCT  DATA 


NORFOLK  ,  VA 

a.  eaoMCT  met 

COMMUNITY  CENTER 

a.  eaooaeM  ikmint 

716-32 

7  9 NOrtCT  NUMNR 

HC-50-79 

a.  eaojtcT  cost  taaoat 

615 

COMMUNITY  CENTER . 

SUPPORTING  FACILITIES  &  DEMOLITION.  .  .  . 

SUBTOTAL.  ...  . 

CONTINGENCY  (5») . 

TOTAL  CONTRACT  COST  . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (5.5») 

TOTAT.  request . 


UW  OUAMTITV 


SF  5,000  67.16 

LS 


Construction  consists  of  demolition,  site  preparation,  foundation  interior 
and  exterior  walls,  heating,  air  conditioning,  electrical,  built-up  roofing, 
plumbing,  lighting,  sidewalks  and  parking. 


11.  REQUIREMENT :  This  project  will  demolish  an  existing  old  warehouse  and 
construct  a  5,000  square  foot  Community  Center.  The  South  Annex  of  the 
Naval  Base  Complex  is  comprised  of  approximately  6,850  personnel  and 
dependents  and  does  not  have  an  adequate  community  center  which  will  meet 
Navy  fire  and  sanitary  standards.  (Current  mission.) 

CURRENT  SITUATION:  A  converted  warehouse  is  presently  being  used  as  a 
community  center  and  cannot  meet  the  needs  generated  by  the  South  Annex 
Complex.  The  overall  condition  of  the  building  is  totally  inadequate. 

The  building  does  not  meet  current  fire  and  sanitary  standards. 

IMPACT  IF  NOT  PROVIDED:  The  South  Annex  Complexes  will  continue  to  lack 
facilities  to  support  community  social  and  recreational  functions.  This 
will  continue  to  have  an  adverse  effect  on  the  moral  and  welfare  of  Navy 
housing  occupants. 

Project  Design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide." 
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%  Mill  a*  Ml  »l| 
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•  A  1 
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V  COMPONINT 

NAVY 


FY  18U _ MILITARY  CONSTRUCTION  PROJECT  DATA 


NORFOLK,  VA 


i «.  FSOJICT  TITLI 


COMMUNITY  CENTER 


•  MOOUM  IlMlNT  t.CATIOOHV  COOl  ?  FMOJICT  KUMII B  1.  PBOJICT  COST  (MOOt 

714-32  HC-20-84  415 

” _  _  t.  carrtmwATtt 


COMMUNITY  CENTER . 

SUPPORTING  FACILITIES  &  DEMOLITION.  .  .  . 

SUBTOTAL . 

CONTINGENCY  (5») . 

TOTAL  CONTRACT  COST . 

SUPERVISION.  INSPECTION  &  OVERHEAD  (5.5%) 
TOTAL  REQUEST  . 


U/M 

QUANTITY 

UNIT 

COST 

COST 

<SOOO< 

SF 

5.000 

67.16 

336 

LS 

- 

38 

- 

374 

- 

19 

- 

393 

- 

22 

- 

415 

This  project  constructs  a  one  story  building  on  concrete  slab  with 
insulation,  brick  veneer,  metal  roof  deck  with  built-up  roofing  over  rigid 
insulation,  heating,  air  conditioning,  fire  alarm  and  telephone  systems. 

11.  REQUIREMENT :  This  project  will  construct  a  5,000  square  foot 
Community  Center.  The  Carper  Housing  area  is  comprised  of  576  four  bedroom 
and  24  five  bedroom  townhouse  units  providing  housing  for  enlisted  rates 
E-4  and  above.  There  are  approximately  3,600  occupants  of  which  2,400  are 
young  people.  Carper  is  a  high  density  housing  complex  not  located  near 
any  other  military  activity  or  base  and  is  several  miles  from  the  nearest 
military  support  facilties.  Is  is  completely  surrounded  by  civilian 
community  housing,  apartments,  and  subdivisions.  This  housing  complex 
desperately  needs  a  community  center  to  accommodate  the  social,  cultural, 
and  physical  nctivities  of  its  residents.  (Current  mission.) 

CURRENT  SITUATION:  No  community  center  exists  in  the  Carper  Housing  area. 
Access  to  the  few  civilian  facilities  in  the  vicinity  by  the  Carper  youth 
is  frustrated  by  the  lack  of  public  transportation.  A  serious  safety 
hazard  for  pedestrian  traffic  exists  because  the  perimeter  roadway 
servicing  the  complex  is  highly  traveled  and  has  no  sidewalks. 
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1.COMPONINT 

NAVY 

FY  19  91  MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OAT  6 

3.  INSTALLATION  and  location 

PUBLIC  WORKS  CENTER 

NORFOLK,  VA 

[4.  MOJtCT  TlTLi 

6.  MO'ICCT  NUMMR  J 

COMMUNITY  CENTER 

HC-21 

-84 

PUBLIC  WORKS  CENTER,  NORFOLK,  VA  (Continued) 


IHPACT  IF  NOT  PROVIDED:  An  adequate  cosnunity  center  will  not  be  available 
to  the  residents  of” this  housing  eoaplex.  Occupant  frustration  and  sense 
of  Isolation  will  continue  to  grow.  The  already  existing  high  rate  of 
theft,  vandalism  and  associated  problems  can  be  expected  to  increase 
resulting  in  a  lower  quality  of  life  for  our  Navy  tenants. 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  Facility 
Planning  and  Design  Guide". 
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AAO*  NO. 


FY  19^1_ MILITARY  CONSTRUCTION  PROGRAM 


2.  DATS 
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»RtV«OUS  iDlTIONS  MAY  II  UftCO  INTI  ANALLY 
UNTIL  IXHAUtTIO 


1  COMMON I NT 

NAVY 


3.  DAT( 


DDt  o.e7,1391c 


AMVIOU.  COITION.  MAT  .(  UMO  INT.ANAU.V 
UNTIL  8XMAU.TID 


r  OAT* 


1  COMPONENT 

NAVY 

PY  18U_  MILITARY  CONSTRUCTION  PROJECT  DATA 

a.  oati 

J  installation  ANO  LOCATION 

NAVAL  STATION 

GUANTANAMO  BAY.  CUBA 

4,  RMOJlCT  TITLK 

FAMILY  HOUSING 

1.  P*O0*AM  f  LftMINT 

e.  catiooav  coot 

.  7U  J 

T.  enoitCT  NuMBte 

H-803 

e.  »MOJ(CT  COST  IS000I 

31,669 

FAMILY  HOUSING: 

BUILDINGS 
SOLAR  SYSTEM 
SUPPORTING  COST: 

PAVING  &  SITE  IMPROVEMENTS 

UTILITIES 

LANDSCAPING 

RECREATION 

SPECIAL  CONSTRUCTION  FEATURES 


FA  254 
SF  261,100 
FA 


98  20,599 

89  (20,599  ) 
(  0  ) 
7,990 
(  3,873  ) 
(  3,296  ) 
(  237  ) 

(  247  ) 

(  337  ) 


SUB  TOTAL 

CONTINGENCY 

TOTAL  CONTRACT  COST 

SUPERVISION,  INSPECTION,  &  OVERHEAD  (5.5%) 
TOTAL  REQUEST 


28,589 
l.*29 
30,018 
1.651 
■  31,669 


liI‘I»Li i-ULWI-Ur-ilAI.mj-I  \  l-T-f.ITT  Wirr-t 


Two  story  family  housing  units;  wood  frame  or  masonry  with  stucco  or  pre¬ 
finished  siding, ■ covered  parking,  patios,  exterior  storage,  privacy  fencing 
and  recreational  facilities. 


Net 

Project 

Unit 

No . 

($000) 

Sl9.dc 

Bedroom 

Area 

Factor 

Cos  L 

Units 

Total 

JEM 

2 

950 

1.5778 

$50.00 

192 

14,390 

JEM 

3 

1200 

1.5778 

$50.00 

40 

3,787 

JEM 

4 

1350 

1.5778 

$50.00 

12 

1,278 

SEM 

4 

1450 

1.5778 

$50.00 

10 

1,144 

254 

20,599 

n  mi- Fflm  ^ ;  w i  j.\ 


Project :  Construct  254  adequate  family  housing  units  for  officer  and 
personnel.  (Current  mission.) 

Requirement :  Adequate  on-base  family  housing  is  needed  for  married  personnel 
at  this  remote  overseas  location. 


Current  Situation:  The  Naval  Station,  Guantanamo  Bay,  is  the  only  military 
installation  located  in  a  communist  country,  as  such,  all  personnel  must 
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t.  COMPONENT 

NAVY 

FY  19_li.Mli.UARY  CONSTRUCTION  PROJECT  DATA 

2.  DATS 

3.  INSTALLATION  AND  LOCATION 

NAVAL  STATION 

GUANTANAMO  BAY,  CUBA 

|4.  PRQJKCT  TITLI 

0.  PROJKCT  NUMIIR  § 

|  FAMILY  HOUSING 

H-803  | 

1 

NAVAL  STATION,  GUANTANAMO  BAT,  CUBA  (Continued) 


CURRENT  SITUATION;  (Continued)  live  on-baee.  Dependent  entry  approval, 
contingent  on  the  availability  of  government  quart ora,  la  required  before  a 
military  member  can  be  accompanied  by  dependents.  Involuntary  separation 
la  detrimental  to  morale.  Construction  of  additional  government  quarters 
will  reduce  the  wait  for  housing. 

IMPACT  IF  NOT  PROVIDED:  Military  memhers  will  be  forced  to  choose  between 
involuntary  separation  from  their  families  or  accepting  housing  that  Is 
unaffordable  or  unsuitable.  Either  choice  will  likely  lead  to  pocr  morale 
and  dissatisfaction  with  the  Navy.  Retention  will  be  adversely  Impacted. 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  end  Design  Guide". 

Bilateral  agreement  between  the  U.S.  and  the  host  nation  covering  U.S. 
presence  for  military  purposes  provides  that  construction  of  new,  or 
alteration  of  existing,  facilities  for  U.S.  requirements  shall  be  the 
responsibility  of  the  U.S. 


DD « Deers  1391C 


enevious  ioitions  may  s«  usid  inti  anally 

UNTIL  (XHAUSTIO 


PAOI  NO.  }  52 


MILITARY  PAMK.Y  MOUSING  MJSTmCATION 


I  fYT'.'i'ir"  r~TrTrrT~' 


tliiMtBftr'rfii 


urait  conTMx  symbol 


||  I  I  I  — 

I  Fl  V?'*n7vnnBM  1 


urn 


4  TWM  MIIWW  MMW 


t.  www  wot  mmmm. 


4  total  MMcammv  Mouneti  »*« 


4  MV0UJMTM4Y  MMAATIO 


4  UNACCIfTAKV  HOUUO- 
MUTAATAMIT1 


t  uMAcanMir  homiO' 

COMUUMTV  MUn 


14  VOUMTAAV  tlf  AAATOM 
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504  2676 


40  1844 
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477  2424 


413  2063 


344  1634 
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678  3584 


462  2438 


74  2052 
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41 
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1243 

33 
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0 

1253 

995 

0 

1253 

884 

n 

1128 

111 

IB 

125 

33  366 
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lne  4:  The  Naval  Complex,  Guantanamo  Bay,  Cuba,  la  strategically  located  on 
he  southeast  tip  of  the  island  of  Cuba*  It  Is  the  only  U.S.  military  base 
iltuated  In  a  communist  country,  U.S.  personnel  are  not  permitted  to  exit  the 
:onflnes  of  the  base  either  to  visit  or  to  reside  In  the  private  community, 
tie  base  is  totally  self-sufficient.  Including  the  provision  of  all  utilities. 
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16.  REMARKS  ( Continued ) 


Project  Composition 


254  Enlisted  Unit* 


1<»2  ?- bedroom  JF.m 
40  3-bedroom  JEM 
12  4-bedroom  JEM 
10  4-bedroom  SEM 


2lU  Total  Unit* 
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J  installation  anO  location 

naval  air  station 
kefuvik,  Iceland 


»  »*OW«eT  TITLS 

FAMILY  HOUSING 


».  eaoaiCT  NuNieia 

711 

H-812 

S.  TNOJSCT  COST  ItOOOl 

27,200 


i<  a  "TT 


FAMILY  HOUSING: 

BUILDINGS 
SOLAR  SYSTEM 
SUPPORTING  COSTS: 

PAVING  A  SITE  IMPROVEMENTS 

UTILITIES 

LANDSCAPING 

RECREATION- 

SPECIAL  CONSTRUCTION  FEATURES 
DEMOLITION 
SUB  TOTAL 
CONTINGENCY  (5%) 

TOTAL  CONTRACT  COST 

SUPERVISION,  INSPECTION,  &  OVERHEAD  (5.5%) 
TOTAL  REQUEST 

total  request  (rounded) 


fa  112  165,929  18,584 

SF  135,450  137.20  (18,584  ) 

FA  (  0  ) 

6,000 
(  2,676  ) 
(  2,694  ) 
(  260  ' 
(  186  > 
(  184  i 

(  0  > 
24,584 

-L  212- 

25,813 
1-&2Q 
■27,233 
2  7, '200 


Three  story  family  housing  buildings;  precast  concrete  structures  with  bull: 
storage  areas,  balconies,  indoor  common  recreation  area  and  geothermal 
space  heating  systems.  Cost  of  shipping  U.S.  precasting  system  included  in 
$/NSF.  Special  construction  cost  required  for  removal  of  bedrock. 


Erolect :  Construct  112  adaquata  family  housing  units  for  offlcar  and 
•nlistad  parsonntl.  (Currant  mission.) 
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I.  COMPONINT  I,  5J7f 

NAVY  w  mJLwutaay  construction  project  data 

J.  INSTALLATION  AND  location  -  - - - - 

NAVAL  AIR  STATION 
KEFLAVIK,  ICELAND 

«.  mower  titls  "  “  pCTOuicF  numsis - 

FAMILY  HODSING _  H-812 

NAVAL  AIR  STATION,  KEFLAVIK,  IC  (Continued) 

REQUIREMENT :  Adequate  family  housing  la  needed  for  married  personnel  at 
this  reaote  overseas  location. 

CURRENT  SITUATION:  Under  the  terms  of  the  197A  Meaorandua  of  Understanding 
between  the  Governaent  of  Iceland  and  the  U.S.  Governaent,  all  allltary 
sponsored  faailles  and  unaccoapan! ed  personnel  are  required  to  live 
on-ease.  No  coaaunity  support  Is  therefore  available.  The  Navy  it 
responsible  for  providing  housing  support  for  all  Navy  and  Air  Force 
personnel  stationed  at  Keflavlk.  The  proposed  construction  Is  in  support 
of  a  joint  Navy/Al r  Force  requlreaent.  Dependent  entry  approval  is 
required  and  is  contingent  upon  housing  availability.  Due  to  Increases  in 
unaccompanied  tour  lengths  froa  12  to  18  aonths,  there  Is  Increased 
Incentive  for  members  to  elect  accompanied  tours  to  avoid  prolonged 
separated  from  their  families.  Without  available  housing,  they  remain 
Involuntarily  separated  while  awaiting  assignment  to  governaent  quarters. 
Currently  enlisted  personnel  face  an  eight  to  ten  month  wait  for  government 
quarters. 

IMPACT  IF  NOT  PROVIDED;  Military  members  will  be  farced  to  choose  between 
Involuntary  separation  from  their  families.  Such  a  choice  will  likely  lead 
to  poor  morale  and  dissatisfaction  with  the  Navy.  Retention  will  be 
adversely  Impacted. 

Project  design  conforms  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide". 

NATO  funding  Is  not  applicable  to  this  project  because  It  Is  not  in  a 
category  eligible  for  NATO  common  funding. 

Bilateral  agreement  of  1951  covering  the  U.S.  presence  In  Iceland  for 
defense  purposes  provides  for  U.S.  unilateral  construction  of  support 
facilities,  other  than  those  eligible  for  NATO  common  funding. 
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16.  REMARKS  ( Continued  1 


the  Memorandum  of  Understanding  between  the  Government  of  Iceland  and  the  U.S. 
Government,  all  military  sponsored  families  and  unaccompanied  personnel  must 
reside  on  the  Navy  installation.  No  community  housing  is  available. 


Project  Composition 


75  Enlisted  Units 


37  Officer  Unit* 


22  2-bedroom  JEM 
18  3-hedroom  JEM 
*  2-hedroom  SEM 
31  1-bedroom  SEM 
12  2-heJroon  CGO 
4  3-bedroom  CGO 
4  4-bedroom  CGO 
11  3-bedrooa  EGO 
6  4-bedrooa  EGO 

TT?  Total  'hilts 


department  op  the  navy 

FAMILY  WOWING  -  FT  19«1  RUDGET  ESTIMATE 
CQVSTFt'CTION  IMPROVEMENTS 


fin  Thousands'^ 


n  1991  Program  *45,051 
FT  1990  Prograsi  *42,086 


Purpose  and  Scope 

This  program  provide*  for  alterations,  additions,  expansions,  or 
extensions  to  existing  public  quarters  which  will  materially  Increase  the 
useful  life  and  livability  of  the  units  Improved  at  a  minimum  of  capital 
investment:  includes  energy  conservation  Investments  which  meet  energy 
savings  criteria. 


Authorization  Is  requester  ivi'i 

m  Various  Improvements  to  existing  famtlv  housing:  «i,J 
^2}  Appropriation  of  *45,951,000  to  fund  these  improvements. 
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3.  INtTALLATIOft'  AND  LOCATION 

NAVAL  AND  MARINS  CORPN  INSTALLATIONS, 


4.  TBOJICT  TITLI 
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FAMILY  HOUSING  -  ALTERATIONS,  ADDITIONS 
AND  REHABILITATIONS 


Tom  REQUEST 


L/S 


45,951 


45,951 


T5~?KeRi>tia»J'i5'r>*<5l'aiI6£8'NlT>iuiTl6N - 

Alterations  and  modernization  of  kitchens  and  haths;  Improvements  to  heating 
and  cooling  systems;  provision  of  storage  and  utllltv  rooms:  Interior 
rearrangements;  provision  of  additional  bathrooms,  closets  and  familv  room; 
provision  of  carports,  patios,  prlvacv  screening  and  storage:  provision  of 
celling  and  wall  Insulation;  provision  of  storm  windows  and  doors;  provision 
of  landscaping,  play  areas. 


11.  REQUIREMENT :  The  Improvements  will  provide  safe  and  decent  living 
conditions  for  housing  occupants,  are  considered  significant  in  personnel 
retention  and  are  consistent  with  good  property  management  techniques. 

IMPACT  IF-  NOT  PROVIDED;  Units  and  supporting  systems  will  continue  to  he 
used  "as  la"  with  Increasing  obsolescence  and  unnecessary  high  energy  use. 

Project  designs  conform  to  Part  II  of  Military  Handbook  1190,  "Facility 
Planning  and  Design  Guide". 
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|  INSTALLATION/LOCATION/PKOJECT  DESCRIPTION 
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current  wdrionc  estimate 


INSIDE  THE  tmiTEP  STATES 


ALASKA 

NS  Adak  2,899. 3 

Improvements  to  82  enlisted  unite.  Provides  for 
Mown  insulation  into  tht  attic  spaces,  partitioning 
of  the  garage  and  laundry  areas  to  obtain  a  more 
secure  storage  area,  installation  of  a  fire  life 
safety  window  in  each  master  bedroom,  bathroom 
vanities,  tub  enclosures,  exhaust  fans,  ground  fault 
Interrupter  receptacles,  new  medicine  cabinets, 
energv  efficient  lighting,  weatherstripping  on 
exterior  doors  and  setback  thermostats.  Includes 
Installation  of  weather  alcoves,  gutters  and 
downspouts,  additional  off-stveet  parking  and 
construction  of  dumpster  pads. 

CALIFORNIA 

MCA  ^amp  Pendleton  1,069.0 

Improvements  to  1,176  officer  and  enlisted  units. 

Provides  for  galvanized  metal  gutters,  downspouts, 
stops  and  splash  pads  at  front  and  rear  entrances. 

MCB  Camp  Pendleton  670.0 

Improvements  to  170  enlisted  units.  Provides  for 
new  kitchen  cabinets,  patio  enclosurea,  and 
reconfiguring  the  dining  and  kitchen  areas  to  create 
e  family  room.  Includes  an  additional  *6,972.2K  of 
concurrent  repairs.  (Ses  Separate  DD  Form  1391.) 


MCAS  Tuatin 

Improvements  to  861  enlisted  units.  Provides  for  the 
Instillation  of  a  alx  foot  high  block  wall  fence. 

NS  Long  Beach 

Improvements  to  111  officer  and  enlisted  units. 
Provides  for  screen  doors,  dishwashers ,  cabinets  in 
utility  rooms,  hot  water  heaters,  bathroom  vanities 
and  exhaust  fans.  Includes  gutters  end  downspouts, 
splash  blocks,  weter  diverters,  patio  covara,  and  a 

_ concrete  walkway  between  utility  rooms,  garages  and 

backyards . 
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X  INSTALLATION  ANO  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARLOCS 

INSIDE  AND  OUTSIDE  THE  UNITED  STATES 

4.  PSOJtCT  TITLS 

FAMILY  HOUSING  IMPROVEMENTS 

S.  f  ROJfCT  NUMlin 
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IN3TALLATIQN/LOCATION/PROJECT  DESCRIPTION  CURRENT  WORKING  ESTIMATE 


INSIDE  THE  UNITED  STATES 


NS  Mare  Island 

Improvements  to  211  officer  and  enlisted  units. 

Provides  for  installation  of  dishwashers, 
fluorescent  lighting  and  additional  ground  fault 
Interrupter  outlets. 

NPGS  Monterey 

Improvements  to  278  officer  units.  Provides  for 
Installation  of  bathroom  vanities. 

PWC  San  Diego 

Improvements  to  217  enlisted  units.  Phase  II. 

Provides  for  dishwashers  and  additional  kitchen 
cabinets. 

PWC  San  Diego 

Improvements  to  32  officer  and  enlisted  units. 

Provides  for  exhaust  fans,  additional  electrical 
outlets  in  kitchens  and  bathrooms,  energy  efficient 
Interior  light  fixtures,  and  ductwork  Insulation. 

PWC  San  Francisco 

Improvements  to  560  officer  and  enlisted  units. 

Provides  for  privacy  fencing  and  garbage  enclosures. 

PWC  San  Francisco  471.7 

Improvements  to  260  officer  and  enlisted  unit-  ■ 

Provides  for  privacy  fencing. 

PWC  San  Francisco  502.8 

Improvements  to  30  enlisted  units.  Provides  for 
construction  of  carports,  patio  slabs  and  privacy 
fencing. 


319.7 


206.4 

429.3 


248.5 


1,643.2 
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NAVAL  ANT  MARINE  CORES  INSTALLATIONS,  VARLOCS 

INSIDE  AND  OUTSIDE  WE  UNITED  STATES 

«.  *MU<CT  TITUS 

FAMILY  ROUSING  IMPROVEMENTS 

■■■■ 
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1  INSTALLATION/LOCATION/FROJECT  DESCRIPTION  CURRENT  WORKING  ESTIMATE 

INSIDE  THE  UNITED  STATES 

CONNECTICUT 

NSR  New  London 

Improvements  to  ISO  enlisted  units.  Provides  for 
fire  rated  walls  in  place  of  existing  furnace  room 
doors  and  new  exterior  doora  to  replace  interior 
doors,  wired  smoke  detectors,  bathroom  exhaust/light 
fixtures,  ducted  range  hoods,  dishwashers,  ground 
fault  Interrupter  receptacles,  energy  efficient 
light  fixtures  in  kitchens,  bathrooms  and  basements, 
and  an  expanded  parking  area. 

397. « 

NSB  New  London 

Improvements  to  500  officer  and  enlisted  units. 
Provides  for  exterior  storage  sheds. 

9*9.3 

FLORIDA 

NS  Mavport 

Improvements  to  one  flag  unit.  Provides  for  a 
screen  porch  including  site  work,  installation  and 
finishings. 

S.R 

NS  Mavport 

Improvements  to  10  officer  units.  Provides  for 
screen  porches  Including  site  work,  installation, 
and  finishing. 

50.1 

NS  Miyport 

Improvements  to  669  officer  and  enlisted  units. 
Provides  for  screen  porches  including  site  work, 
installation,  and  finishing. 

3,351.8 

NCSC  Panama  City 

Improvement*  to  65  officer  and  enlisted  units. 
Provides  for  installation  of  rear  doors  (including 
hardware!,  front  and  rear  storm  doors,  radiant  heat 
barrier  window  film,  and  construction  of  concrete 
patios  and  privacy  screen. 

102.0 
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NAVAL  AND  MAXINE  CORPS  INSTALLATIONS ,  VARLOCS 

INSIDE  AND  OUTSIDE  THE  UNITED  STATES 
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FAMILY  HOUSING  IMPROVEMENTS 

mmm 

<’4000) 

INSTALLATION/LOCATION/PROJECT  DESCRIPTION  CURRENT  WORKING  ESTIMATE 


INSIDE  THE  UNITED  STATES 


PWC  Great  Lakes  5,624.5 

Improvements  to  178  enlisted  units.  Phase  I. 

Provides  for  finished  basements,  central  sir 
conditioning ,  garages,  wired  smoke  detectors, 
suspended  ceilings  In  all  units  exespt  single  family 
units,  relocation  of  electrical  outlets  In  kitchens 
and  dining  rooms,  celling  light  fixtures  In 
bedrooms,  ground  fault  Interrupter  receptacles, 
patios,  storage  sheds,  privacy  fencing  and 
additional  shrubbery.  Includes  an  additional 
43, 620. IK  of  concurrent  repairs.  (See  Separate  nn 
Form  1391.) 

LOUISIANA 

NaS  New  Or lean t  R4.2 

Improvements  to  15  enlisted  units.  Provides  for 
fascia  and  soffit  vlnvl  sidings. 

MARYLAND 

NSF  Thurmont  182.4 

Improvements  to  21  officer  and  enlisted  units. 

Provides  for  ductwork  insulation,  smoke  detectors, 
central  air  conditioning,  improved  electrical 
distribution  system,  kitchen  reconfiguration  to 
include  installation  of  new  dishwashers  and  added 
cabinet  space.  Includes  an  additional  4720. 5K  of 
concurrent  repairs.  (See  Separate  DD  Form  1391.) 

MASSACHUSETTS 

DODFHF  Hestover  538.7 

Improvements  to  124  officer  and  enlisted  units. 

Provides  for  additional  security  lighting  at  front 
and  rear  entrances ,  wooden  privacy  screen  between 
units,  enclosures  for  refuse  containers,  skylight 
covering,  extension  of  entrance  landings,  column 
supports  at  rear  entrance  canopies,  gutters  and 
downspouts  at  rear  entrances,  transparent  cover  for 
basement  window  wells,  Insulation  in  basement 
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I INSTALLATION/LOCATIOM/ PROJECT  DESCRIPTION 


(4000) 

CURRENT  WOWING  ESTIMATE 


INSIDE  THE  UNITED  STATES 


MCAS  Cherry  Point 

Improvements  to  A2  officer  and  anllated  units. 
Provides  for  out  door  recreational  patios. 


382.0 


PENNSYLVANIA 
NS  Philadelphia 

Improvements  to  200  enlisted  housing  units.  Phase 
I.  Provider  for  wooden  hand  rails  and  safety  treads 
on  Interior  stairs,  wrought  Iron  railing  on  exterior 
stairs,  hathrooe  vanities  and  exhaust  fans,  ductwork 
Insulation,  ground  fault  Interrupter  receptacles, 
additional  receptacles,  vinyl  window  shutters, 
entrance  canopies,  garbage  can  enclosures,  and  cable 
television  outlets. 


3,787.4 


NADC  Warminster 

Improvements  to  four  enlisted  units.  Provider  for 
additional  electrical  receptacles,  interior  storage 
space,  exterior  storage  sheds,  Insulation  on 
ductwork  and  receptacles,  heater  covers  for  spark 
Ignition  and  humidifier. 

RHODE  ISLAND 


Improvements  to  102  officer  and  enlisted  units. 
Provides  for  dishwashers,  garbege  disposals, 
bathroom  exhaust  fans,  concrete  patios,  privacy 
fencing,  additional  electrical  receptacles, 
conversion  of  carports  to  garages,  and  additional 
shrubbery. 


1,484.9 


SOUTH  CAROLINA 
NWS  Charleston 

Improvements  to  mobile  hone  park.  Provides  for  an 
addition  of  92  concrete  runners  to  support  sinking 
slabs  and  an  additional  14  concrete  slabs. 


DDioacn  1391c 


aesvjows  somows  may  ss  usid  ints  anally 
until  ixhaustio 


s 


'.O 


PY  1tii_MILITAftY  CONTTRUCTION  PROJECT  DATA 

*Avnr .  . . . . .  . L___ 

NAVAL  AMI)  MAX  in  COKP3  INNTALLATIOWS ,  VAXLOCS 

IMS  IDE  AMD  OPTSIPE  THE  ONITEP  STATES  _ _ _ 

*  HMACT  TITU 

FAMILY  HODS  IMG  IMPXOVEMEMTS 


ihstallatiow/locatioh/pkoject  Dtsgtimow 


fiooo) 

CDxxnrr  woxxiwg  estimate 


IMSirW  THE  UNITED  STATES 


TEMHESSEE 
NAS  Memphis 

Improvements  to  *86  enlisted  unlta.  Provide*  for 
videoing  two  etreete  end  lnetelletlon  of  nine  speed 
breaker* . 

VIRGINIA 
PW<5  Norfolk 

Improvements  to  225  enlisted  units.  Provides  for 
Improved  exterior  door  and  window  lock*. 

PWC  Norfolk 

loproveaents  to  609  enlisted  units.  Provides  for 
landscaping  Including  shad*  trees,  flowering  trees, 
and  shrubbery. 

PWC  Norfolk 

loproveaents  to  257  enlisted  units.  Provides  for 
improved  exterior  door  and  window  locks,  relocation 
of  porch  lights  and  installation  of  house  numbers. 

PWC  Norfolk 

Iaprova«D«r.rs  to  11*  enlisted  units.  Provides  for 
landscaping  to  include  shade  trees,  flowering  trees, 
and  shrubbery. 

PWC  Norfolk 

Improvements  to  72  officer  units.  Provides  for 
Installation  of  fire  walls  with  2”  x  *"  wooden  stud* 
and  5/8“  fir*  resistant  sheet  In  attic  areas. 

PWC  Norfolk 

Improvements  to  one  officer  unit.  Provide*  for 
disconnection  of  utilities,  demolishing  existing 
quonset  hut,  and  constructing  a  1-1/2  car  garage. 


MCB  Quant Ico 

Improvements  to  six  enlisted  units, 
concrete  patios  with  sun  shades. 
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a.  INSTALLATION  ANS  LOCATION 

NAVAL  AND  MARINE  CORPS  INSTALLATIONS,  VARL0CS 
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FAMILY  NOUS INC  IMPROVEMENTS 
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(*000) 

IIWTAH  aTION/LOCATION/PROJECT  DESCRIPTION  CURRENT  WORKING  ESTIMATE 


inside  the  united  states 


NSGA  Northveat 

Improvements  to  24  tnlltttd  unit*.  Provide*  for 
kitchen  area  expansion.  Installation  of  dishwashers, 
garbage  disposals,  ducted  range  hoods,  40-gallon 
electric  water  heaters,  heat  puaps,  detached 
exterior  storage  sheds,  soffit  vents,  and  pressure 
relief  valves  for  hot  water  mains. 

NSGA  Northwest 

Improvements  to  SI  officer  and  enlisted  units. 
Provides  for  dishwashers,  bathroom  vanities,  utility 
room  shelves,  and  kitchen  fluorescent  lighting 
fixtures. 

NAVHOSP  Portsmouth 

Improvements  to  one  Installation  commander 
quarters.  Provides  for  vanities,  hathroon  exhaust 
fans,  electrical  smoke  detectors,  additional 
receptacles,  fluorescent  lighting,  and  improved 
electrical  system.  Includes  an  additional  *90. 4K 
of  concurrent  repairs.  (Sec  Separate  DO  Form  1391.) 

WASHINGTON 

NSB  Bangor 

Improvements  to  100  enlisted  units.  Provides  for 
Installation  of  new  cabinets,  dishwashers, 
countertops,  stainless  steel  wall  guards  behind 
stoves,  garbage  disposals,  new  windows,  combination 
storm/screen  doors  and  Improved  kitchen  and 
hathroon  lighting.  Includes  improvements  to 
carports,  sidewalks,  steps,  guardrails,  carport 
grading,  exterior  lighting,  access  roads  and 
retaining  walls.  Includes  an  additional  *4,29»i.6K 
of  concurrent  repairs.  (See  Separate  00  Form  1391.) 
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QCT SI DC  THE  PNITEP  STATES 


ICELAND 
WaS  Vaf  levlk 

Improvement*  to  224  office  and  enlUted  unit*. 
Provide*  ;or  sealing  a  total  of  480  slab  opening*  In 
calling*  with  no  ncoabu* tibia  sealing  material  to 
correct  a  aarlou*  flra  hasard. 

NAS  Keflavlk 

Improvement*  to  132  officer  and  collated  unit*. 
Provide*  for  sealing  a  total  of  264  *lab  opening*  in 
celling*  with  noncombustibl#  aeallttg  material  to 
correct  a  **rioua  iire  haaard. 

JAPAN’ 

'  MCAS  Iwakunl 

Improvements  to  44  officer  and  enlisted  units. 
Provide*  for  carpeting  with  cushioning  In  all  family 
housing  living  space*  with  the  exception  of  the 
kitchen  and  bathroom*. 


MARIANAS 

— TOTCuam 

Improvement*  to  33  officer  and  enlisted  unit*. 
Provide*  for  gutters  with  downspouts,  dishwasher*, 
range  hoods,  garbage  disposal*,  additional  kitchen 
cabinet*,  carports  with  storage  and  driveway,  trash 
enclosures,  patios,  concrete  privacy  dividers,  and 
protective  coverings  for  air  conditioners. 


3,011.4 


mem. 


Improvement  *  to  S*  officer*  quarters.  Provide*  for 
clothes  linos,  dlahwaabars,  traah  enclosures,  and 
lowered  ceilings  in  kitchen,  living  room,  dining 
room,  and  bedrooms.  Includes  Installation  of  mmtar 
baa*  panels,  electrical  receptacles,  and  additional 
landscaping.  Include*  an  additional  *1,241. IN  of 
concurrent  repair*.  (Sa*  Separata  DD  Pore  1391.) 
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WEETO  XICO 

NS  goose volt  goads 

liprovtMoti  to  32  enlisted  units*  Provides  for 
r«ao«al  of  aKlatlna  window  air  conditional1*. 
Installation  of  cantral  air  condltionara,  ductwork, 
refrigerant  tubing  and  piping,  controls  and  ralatad 
appurtenances,  construction  of  road  between  existing 
housing  buildings,  and  ona  carport  for  aach  unit. 
Includa*  an  additional  Sl,Oh7.9r  of  concurrant 
repairs.  fSaa  Saparata  DD  For*  13*1.1 

SPAIN 
tfS  got* 

Improvements  to  162  officer  and  enlisted  units. 

Phasa  XI.  Providaa  for  kitchen  and  hathroow  carawlc 
wall  til*  finiahaa,  kitchan  baa*  and  wall  cabinata, 
rang*  exhaust  hoods,  hathroon  accessories,  fixtures, 
and  fluoraacant  light  fixtures  in  th*  kitchan  and 
laundrv  rooa*.  Includes  construction  of  linen 
closa.ts,  installation  of  closet  doors  and  Shalvas, 
and  relocation  of  electric  range  power  outlets. 
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4.  PAOJICT  TITH 
WHOLEHOUSE  IMPROVEMENTS /REPAIRS 
Will _ 
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*7.642.2 


a.  corr  irriMATu 


rriM 


V/M 


QUANTITY 


UNIT 

COAT 


COtT 

1*000' 


FAMILY  HOUSING  IMPROVEMENTS 


CONCURRENT  REPAIRS  AND  MAINTENANCE 


LS 


LS 


670.0 


6,972.? 


TOTAL  REQUEST  (ROUNDED-) 
Area  Cost  Factor  *  1.19 


|  7,642.2 

i 
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Project  will  improve  unit*  by  installing  new  cabinets,  patio  enclosures 
and  reconfiguring  dining  and  kitchen  areas  to  create  a  family  room. 
Repairs  will  correct  landscaping  deficiencies,  replace  fencing,  windows, 
doors,  screens,  replaster,  re-insulate,  refinish  bathrooms  and  laundry 
rooms,  replace  plumbing,  lighting,  rewire  and  repair  walls.  Paint  the 
interior  and  exterior  of  units. 


11.  REQUIREMENT:  This  project  will  provide  major  repairs  ana 
improvements  to  170  Wire  Mountain  III  area  units. 

CURRENT  SITUATION:  Wire  Mountain  III  was  constructed  in  1964  and  requires 
major  repairs  to  prevent  further  deterioration.  Improvements  and 
reconfigurations  will  convert  the  units  to  current  standards  of  living. 

IMPACT  IF  NOT  PROVIDED:  Failure  to  provide  necessary  repairs  will  result 
in  further  deterioration.  Failure  to  provide  improvements  will  cause 
occupants  to  live  in  units  whose  configuration  is  substandard  to  current 
day  design. 
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3.  INSTALLATION  AND  LOCATION 

NAVY  PUBLIC  WORKS  CENTER 

GREAT  LAKES,  1L 

4.  PKOJ1CT  TITLl  ] 

IMPROVEMENTS 

CUBRENT  SITUATION;  Improvements:  Existing  smoke  detectors  ere  bettery 
operated,  thoy  require  monitoring  for  proper  operation,  weak,  dead,  or 
missing  batteries.  The  cathedral  type  celling  wastes  energy  and  causes 
stratification  of  heated  air  between  the  first  and  second  floors.  The 
outlet  In  the  kitchen  and  dining  area  partition  is  improperly  located 
causing  extension  cords  to  be  used.  There  Is  no  central  air  conditioning 
which  other  units  have.  The  light  fixture  in  bedroom  does  not  provide 
adequate  lighting  for  the  bedroom  or  closet.  Electric  outlets  in  bedrooms 
are  Inadequate  in  number  and  location,  tight  fixtures  in  kitchens  are 
Inadequate  and  ineffective.  Lighting  level  is  not  uniform  due  to  the  slope 
of  the  celling,  the  higher  fixture  bulh  cannot  be  changed  without  a 
ladder.  The  wall  bracket  fixture  is  ineffective  and  not  usable  because  the 
location  causes  a  glare.  Easements  are  unfinished,  no  floor,  well  or 
celling  finishes  are  provided.  The  basement  wells  are  not  Insulated. 
Easement  electrical  wall  outlets  and  fixtures  are  Inadequate  in  number  and 
location.  Ground  fault  Interrupter  electrical  receptacles  are  not  provided 
In  accordance  with  the  National  Electrical  Code.  Carports  or  parking 
stalls  provide  Inadequate  protection  for  severe  climatic  conditions  in  this 
area,  the  carports  are  at  the  and  of  their  useful  life  and  are  outdated, 
they  require  reroofing  and  repairs,  they  do  not  provide  secure  or  concealed 
spaces  for  storage.  Patios  have  not  been  provided  for  private  outdoor 
living  space.  Storage  sheds  have  not  been  provided  for  exterior  bulk 
storage.  Privacy  fencing  is  needed  between  patios.  Planting  is  very 
sparse.  Repairs;  Weatherstripping  for  exterior  doors  are  either  worn, 
missing,  damaged  ineffectively  or  Incorrectly  installed.  Windows  are  old, 
difficult  to  operate,  poorly  weatheretrlpped,  permit  excessive  air 
infiltration,  end  do  not  ha/e  thermal-break  in  the  aluminum  frame.  Storm 
doors  are  of  poor  quality  and  near  the  end  of  their  useful  life,  some  are 
damaged  and  ill-fitting  due  to  their  poor  quality  and  heavy  usage.  Soffits 
and  fascia  boards  are  damaged,  loose,  and  deteriorated.  Soffit  vents  are 
inadequate  in  size  and  clogged  with  dirt  and  paint,  no  other  attic 
ventilation  is  provided.  Gravel  and  esphslt  roofs  are  at  the  end  of  their 
useful  life.  Attic  insulation  over  bedrooms,  closets,  and  halls  Is 
inadequate.  Ductwork  for  llving/dlnlng  and  kitchen  is  properly  located  and 
runs  below  the  floor  slab,  water  is  infiltrating,  and  It  requires  cleaning 
which  la  not  possible  because- of  Its  location.  Calling  In  basement  under 
the  bathroom  is  damaged  due  to  water  leaks  and  maintenance  work.  Existing 
tubs  end  enclosures  are  a  continual  maintenance  problem,  reflnlshlng  of  the 
tubs  has  not  worked,  water  leaking  from  the  tub  edge,  drain  overflow  and 
ceramic  tile  has  been  a  constant  problem,  the  repairs  have  produced  an 
unsightly  appeersnee.  The  metal  closet  doors  are  a  constant  maintenance 
problem.  Tot  lots  ere  in  poor  condition.  Curba,  gutters,  and  sidewalks 
ere  cracked  and  broken. 
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NAVAL  SUPPORT  FACILITIES 
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3.  DAT! 


A.  PMO.MCT  TITLI 

WOLEHOUSE  IMPROVEMENTS /REPAIRS 
TO  21  OFFICER /ENLISTED  UNITS 


IT«M 


FAMILY  HODS INC  IMPROVEMENTS 


CONCURRENT  REPAIRS  AND  MAINTENANCE 


TOTAL  REQUr-ST 


Are*  Cost  Factor  *  0.°5 


EA 


EA 


EA 


quantity 


21 


21 


21 


UNIT 

COST 


8,686 


34,310 


42,906 


COST 

1(000' 


162.4 


720.5 


902.  s 


902. 9 


TE" BEETS  iPT  i  S6"flT'(  4  flR  £11  ffTSflNfTRtJCTrgN - 

Improvements  to  21  officer  ind  enlisted  units*  Improvements:  Provides 
for  crawl-space  Insulation  In  five  units,  ductwork  Insulation, 
reconfiguration  of  kltchena  to  Include  dishwashers,  additional  kitchen 
cahlnets,  Improved  electrical  distribution  system  and  additional 
electrical  circuits*  Improvements  also  consist  of  hard  wired  smoke 
detectors,  central  air  conditioning,  relocation  of  the  washers  and  dryers 
from  the  kitchens  to  utility  rooms.  Quarters  "A”  will  be  reconfigured  to 
accommodate  an  added  bedroom.  Repair  work  Includes  replacement  of 
bathroom  floors,  tubs,  water  closets,  sinks,  vanities  and  wall  tiles.  The 
exterior  doors,  hardware  and  framea,  windows,  kitchen  cahlnets,  furnaces, 
and  access  roadway  will  also  he  replaced. 

11.  REQUIREMENT:  Improve  the  living  conditions  of  21  officer  and 
enlisted  families  assigned  to  N5F  Thurmont. 

CURRENT  SITUATION:  These  units  were  built  In  the  early  1960's  and  have 
received  little  Interior  renovation.  There  la  no  Insulation  in  the 
crawl-space  area  of  five  units.  Cold  damp  air  permeates  thjac  units 
during  the  winter  months.  Kitchens  are  twenty-eight  years  old  and  are 
Inadequate  due  to  lack  of  proper  modern  day  appl lancet.  There  la 
Insufficient  storage  apace.  Kltchena  lack  dishwashers  and  have  an 
Insufficient  number 
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NAVAL  SUPPORT  FACILITIES 

THUPHONT,  MD 

’isPHOJCCT  TITLI 

IMPROVEMENTS 

i 

of  properly  grounded  oloctrlcal  receptacles.  The  electrical  eyeten  la 
being  over-loaded  dua  to  lack  of  adequate  circuitry.  Seoke  detectors  are 
battery  operated.  Heating  ayateee  are  original  oil  fired  furnaces.  These 
furnacee  require  an  extensive  amount  of  maintenance  and  unite  are  very 
uncomfortable  during  the  summer  months.  There  Is  no  air  conditioning. 
Quarters  "A"  has  a  modified  3rd  bedroom  which  dose  not  have  closet  space 
and  Is  under sited.  Bathroom  floors  and  wall  tiles  are  deteriorated, 
marred  and  have  reached  the  end  of  their  economic  life.  Bathroom  tubs, 
water  closets,  sinks  and  vanities  are  old  and  deteriorated,  finishes  are 
discolored  and  surfaces  are  hard  to  clean.  Exterior  doors  are  not 
weathertlght,  sills  not  level,  frames  are  cracked,  hardware  deteriorated, 
window  sash  and  frames  are  deteriorated,  sash  cords  are  broken,  windows 
fit  poorly,  are  difficult  to  open  and  close  and  waste  energy.  Kitchen 
cabinets  are  old,  have  been  painted  numerous  times,  and  the  doors  are 
difficult  to  open  and  close.  The  access  roadwsy  surface  Is  spalled, 
cracked  and  settled,  base  course  has  failed,  which  causes  added 
Inconvenience  to  occupants. 

IMPACT  IK  HOT  PROVIDE!*:  Iraproveraents/Repsirs:  Deterioration  of  stated 
Items  will  continue,  and  will  be  a  principal  source  of  discontent  to  the 
occupants.  Units  will  continue  to  waste  energy  and  have  excessive 
maintenance  costs  Increasing  occupant  Inconvenience.  Safety  will  be 
compromised  with  the  extensive  use  of  electrical  extension  chords. 
Occupants  will  continue  to  be  exposed  to  potential  electrical  harards. 
Quarters  "A"  will  continue  to  be  the  only  unit  with  an  undersite  third 
bedroom.  Units  and  supporting  svstems  will  continue  to  be  used  as  Is  with 
increased ■ long  terra  maintenance  and  repair  problems. 
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INSTALLATION  COMMANDER  QUARTERS 


FAMILY  BOOSING  IMPROVEMENTS 


CONCURRENT  REPAIRS  ANT)  MAINTENANCE 


TOTAL  REOUF.S'r 


Area  Cost  Factor  -  1.00 


33,6001  3R.6 


Q6.B00I  06. B 


30,400  130.4 


improvements'  atv? Wpa^fV? Tf<5,co{ftN  Installation  commander  quarters.  °rovides 
for  additional  kitchen  cabinets,  electrical  outlets,  conversion  of  a 
sunroom  into  a  bathroom,  construction  of  a  combination  utility  and  laundry 
room,  conversion  of  the  present  utility  room  Into  a  storage  room.  Repairs 
Include  replacement  of  the  heating  system,  septic  tanks,  water  heater, 
sprinkler  system,  and  correction  of  drainage  problems. 


11.  REOl*IREMEV*r:  Improve  qualltv  of  life  amenities  for  the  Installation 
Commander  of  NAS  Fallon  and  complete  the  needed  repairs  as  stated  above. 

CURRENT  SITUATION;  Improvements:  The  utility  room  is  poorlv  located  and 
provides  little  room  to  work  on  furnace  or  water  heater.  The  present 
laundry -area  is  located  In  a  separate  hulldlng,  Is  subject  to  f reccing  In 
cold  weather  and  is  extremely  Inconvenient  during  Inclement  weather. 
Interior  storage  is  very  limited  resulting  in  some  of  the  occupant's 
personal  property  Is  being  stored  in  the  garage.  The  kitchen  has  limited 
storage  capacity.  For  additional  space,  occupants  normally  use  closets  to 
store  dishes  and  appliances.  The  diningroom  and  parts  of  the 
entertainment  area  have  no  electrical  outlets.  Electrical  power  for  these 
areas  Is  provided  by  use  of  extension  cords.  Repairs:  Existing  heating  ' 
system  Is  Inadequate  to  heat  entire  unit.  Beat  is  not  ducted  into  one 
bedroom  and  the  family  room.  Furnace  is  old  and  in  deteriorated 
condition.  Itactwark  is  rusted  and  leaking.  Existing  metal  septic  tanks 
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IMPROVEMENTS 


arc  rusted  and  do  not  process  savage  proparly  before  liquids  ara 
distributed  to  leach  field  for  percolation  Into  soil*  Septic  tanks  have 
had  to  be  puapad  several  tlaes  to  rsmova  build  up  of  solids*  One  leach 
field  is  located'  In  a  flood  Irrigated  pasture  which  la  lover  then  the  lawn 
area*  Irrigation  gets  Into  leach  lines  and  renders  then  Inoperable. 
Sprinkler  syatea  Is  old  and  does  not  provide  proper  coverage.  Yard 
drainage  Is  In  poor  condition  creating  standing  water  next  to  the  unit 
which  creates  structural  problems  and  a  mosquito  habitat.  Existing  windows 
are  single  pane  wood  f raise  units  which  are  In  poor  condition,  do  not  t'lt 
properly  and  create  significant  energy  loss.  Electric  water  heat  Is  old 
and  very  expensive  to  operate. 

IMPACT  IF  WOT  PROVIDED;  High  utility  costs  will  continue.  The  health  and 
safety  of  the  military  family  occupying  the  unit  Is  In  jeopardy  from  backup 
of  raw  sewage  If  the  system  Is  not  replaced.  Structural  problems  to  the 
unit  could  be  encountered  unless  the  sprinklers  and  drainage  problems  are 
corrected  to  keep  water  away  from  the  unit.  Occupant  Inconvenience  will  be 
exacerbated  due  to  Insufficient  kitchen  cabinets,  lack  of  electrical 
outlets  and  the  absence  of  privacy  afforded  by  a  powder  room.  Laundry 
facilities  will  remain  outside  the  main  dwelling  unit  continuing 
Inconvenience  and  posing  a  possibly  Injurious  situation  with  the  risk  of 
freezing  of  the  laundry  room  Including  costly  damage  to  occupant  washing 
machine.  Personal  property  will  continue  *o  be  stored  under  unsuitable 
conditions  In  the  garage. 
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FAMILY  HOUSING  -  IMPROVEMENTS 


concurrent  repairs  and  maintenance 


1,700  1.7 


80,400  80.4 


52,100  82.1 


TOTAL  REQUEST 


IMPROVEMENTS  I  Includes  the  provision  of  v«nitv  dressing  t*hles,  bathroom 
exhaust  fans,  smoke  detectors  on  the  2nd  and  3rd  floors,  an  additional 
receptacle  in  the  serving  area,  and  a  flourescent  light  fixture  in  the 
serving  area. 

REPAIRS ;  Repair  work  Includes  the  replacement  of  deteriorated  porch 
flooring,  metal  porch  roof,  gutters,  downspouts,  roof  sk'-' Isht,  porch 
columns  (4),  porch  column  bases  (31,  and  the  repair  of  ratting  wood  porch 
paneling  and  wood  trim.  Also  Included  is  the  reflnlshlng  of  interior  and 
exterior  woodwork  and  doors  and  the  repair  of  exterior  stucco  '(by 
sandblasting  and  repainting).  Mechanical  repairs  Include  the  replacement 
of  leaking  or  deteriorated  bathtub  fittings.  The  inefficient  and 
troublesome  steam  generated  hot  water  heating  system  will  he  replaced  with 
a  ducted  heat  pump  system.  Electrical  repairs  consist  of  the  provision  of 
electrical  service  to  the  heat  pump  system  and  minor  repairs  to  certain 
electrical  devices.  Heat  pump  air  conditioning  will  replace  current 
window  air  conditioning  units. 

11.  REQUIREMENT;  Improve  the  living  condition  of  the  quarters  assigned 
to  the  Installation  Commander. 

CURRENT  SITUATION;  The  lack  of  a  bathroom  storage  area  and  mechanical 
ventilation  is  a  source  of  occupant  dissatisfaction.  Insufficient 
distribution  of  smoke  detectors  Is  a  potential  hasard  In  the  event  of  a 
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1  INSTALLATION  AND  LOCATION 

NAVAL  SUBMARINE  BASE,  BANGOR 
BREMERTON,  WASHINGTON 


a.  DAT  I 
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IMPROVEMENTS /REPAIRS  TO  100  ENL. 
UNITS  A  OTHER  REAL  PROPERTY 


CT9M 

u** 

QUANTITY 

UNIT 

C09T 

§i 

FAMILY  HOUSING  IMPROVEMENTS 

EA 

100 

17,620 

1,762.0 

CONCURRENT  REPAIRS  AND  MAINTENANCE 

EA 

100 

42,966 

4,296.6 

EA 

100 

60,586 

6,058.6 

TOTAL  REQUEST 

• 

6,058.6 

Area  Cost  rector  »  1.14 

! 

1 

1 

I 

i 

This  project  consists  of  wholehouse  repairs  and  improvements  to  60  two 
bedroom  single  level  enlisted  family  housing  units  and  detached  carports 
and  40  four  bedroom  townhouse  style  enlisted  family  housing  units  and 
detached  carports  at  Jackson  Park,  FY-70  construction,  and  other  real 
property  repairs  and  improvements  to  the  entire  FY-70  construction  area  of 
200  units.  Included  are  Improvements  to  kitchens  and  bathrooms. 
Installation  of  new  cabinets,  dishwashers,  countertops,  stainless  steel 
wall  guards  behind  stoves,  garbage  disposals,  combination  storm/screen 
doors,  bedroom  and  closet  lighting,  Improved  kitchen  and  bathroom  lighting 
and  lowering  bathroom  ceilings.  Concurrent  repairs  Include  replacement  of 
wood  and  vinyl  cove  base  molding,  bathroom  accessories,  range  hoods, 
kitchen  and  bathroom  exhaust  fans,  stair  treads  and  risers  (In  four  BR 
units),  front  entries,  carports,  exterior  storage  areas,  garbage  can 
storage  areas,  sliding,  privacy  fences  and  replacement  of  windows,  sliding 
glass  and  patio  doors,  reroofing  quarters  and  carports  and  Installation  of 
gutters  and  downspouts  on  carports  and  outside  storage  areas.  Other  real 
property  Improvements,  which  will. Include  the  entire  FY-70  construction 
area  of  200  units.  Include  providing  additional  off  street  parking,  steps 
on  steep  walkways,  sidewalks  as  needed,  grading  and  paving  on  sides  of 
carports  and  inetallatlon  of  retaining  walls  where  needed.  Other  real 
property  repairs  In  the  same  are  a  Include  rapavlng  the  roads,  repair  of 
sidewalks  damaged  by  tree  roots,  replacement  of  parking  bumpers  where 
necessary,  and  relocation  of  catch  basins. 
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S.  INSTALLATION  AMO  LOCAtlON 

NAVAL  SUBMARINE  RASE,  BANGOR 

BREMERTON,  WASHINGTON 

14.  PftQJCCT  TITLI 

IMPROVEMENTS 

aajraHM 

11.  REQUIREMENT;  Vholahouse  architectural,  plumbing  and  alactrlcal 
Improvements  and  repairs  ara  required  to  aaat  currant  atandarda  and  to 
dacraaaa  maintenance  and  energy  coata. 


CURRENT  SITUATION:  Solid  cora  entry  doors,  exposed  to  the  elements  slnca 
construction,  show  savara  waatharlng.  Ad  a  qua  t  a  cross-vent  nation  In  warm 
vaathar  la  naarly  lapostlbla,  aa  ttorn/screen  doors  ara  not  currantly 
provided.  Single  glased  windows  and  patio  doors  ara  not  energy  efficient 
and  do  not  operate  freely  In  their  present  state. 

Tha  12  foot  high  bathroom  callings  cannot  be  cleaned  hv  residents  and  the 
7  foot  high  exhaust  fans  caii’iot  ventilate  tha  high  area  sufficiently.  The 
lack  of  sufficient  ventilation  creates  excessive  aolsture  and  mildew 
buildup  on  tha  bathrooa  callings  which  Increases  maintenance.  Moisture 
buildup  Is  also  a  problem  undar  tha  roof,  because  these  townhouse  units 
have  cathedral  callings,  contain  no  attic  and  ware  constructed  without 
through-roof  ventilation. 

Because  no  bedroom  lighting  Is  provided,  residents  ara  obligated  to 
provide  more  than  the  usual  amount  of  tahle  lamps  to  light  these  rooms. 
Further,  this  phase  of  construction  was  built  In  a  heavily  wooded  area 
which  tends  to  filter  out  much  of  tha  natural  light. 

Kitchens  are  small  and  Inconvenient.  The  finish  on  range  hoods  Installed 
In  1970  shows  tha  affects  of  abrasive  cleanser  end  have  become  dented  over 
the  years.  Tills  phase  of  construction  at  Jackson  Park  contains  neither 
dishwashers  nor  garbage  disposals.  Kitchen  cabinets  and  countertops  are 
chipped  and  stained. 

Hardwood  parquet  flooring  In  living  areas.  In  most  cases.  Is  becoming  too 
thin  to  ba  further  sanded,  and  9  Inch  vinyl  floor  tiles  can  no  longer  be 
matched.  The  floor  tile  also  has  unsightly  cracks  and  gaps  caused  bv 
settling  of  the  buildings.  The  cove  base  molding  and  trim  shows  wear  and 
tear.  These  units  currently  have  one  full  bathroom.  Existing  formica 
lavatory  vanity  shelving  is  chipped  and  stained.  Medicine  cabinet 
Interiors  are  ruated.  Fiberglass  tubs  have  hairline  cracks  and.  In  some 
cases,  are  chipped  and  atalned.  Most  bathroom  end  kitchen  exhaust  fan 
bearings  are  worn  causing  excessive  noise.  Floor  plan  In  Min  bath  Is  s 
poor  use  of  space  and  Is  Inconvenient  end  cumber som  for  the  occupants. 
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Decking  and  rati*  have  become  weathered,  and  dryrot  la  pervasive.  Plywood 
canopy  shrouda  over  upatalra  bedroom  window  also  show  algna  of  dryrot  and 
ara  extremely  voatharod.  Thaaa  canopies  will  ba  removed  rathur  than 
rapalrad  to  allow  worn  daylight  Into  tha  room.  The  original  construction 
did  not  provide  for  gutters  and  downspouts  for  detachad  carports  or 
outside  storage  areas.  Channeling  water  away  froa  these  buildings  is  a 
continual  concern.  A  roof  over  tha  back  patio  with  gutters  and  downspouts 
will  keep  blowing  rain  off  the  patio  and  storage  ares  and  will  allow  for 
better  use  and  less  aalntenance.  Numerous  roofs  ara  leaking  and 
maintenance  problems  on  the  roofs  continue  to  escalate. 

Smoke  detectors  are  battery  operated.  There  is  no  energy  efficient 
lighting. 

Lack  of  pedestrian  walkways  promotes  cutting  access  landscaped  areas 
creating  uneightly  eroelon.  Grassy  sraas  against  tha  sldas  of  carports 
are  difficult  to  maintain  and  promote  peat  Infestation,  end  the  narrow 
strips  of  grass  serve  no  purpoea.  Perkin*  la  so  limited  that  many 
occupants  have  onlv  one  perking  soact  for  their  use.  Lighting  is 
minimal.  Asphalt  sidewalks  are  breaking  up  due  to  tree  roots,  parking 
bumpers  are  broker  in  numerous  locations  and  catch  basins  are  poorlv 
located  In  the  middle  of  pathways.  Roads  are  In  need  of  repaving 
throughout  the  area.  Rockery  and  retaining  walls  are  needed  in  areas  too 
steep  to  mow .  These  steep  areas  are  constant  eyesores  and  sources  of 
erosion. 

IMPACT  IF  KOI  PROVIDED:  These  are  the  only  units  at  Jackson  Park  without 
dishwashers  and  garbage  disposals.  Without  laprovemsnts  and  concurrent 
repairs  to  these  100  units,  energy  waste  end  high  maintenance  costs  will 
continue  to  escalate  and  ths  condition  of  the  units  will  deterlorats  at  sn 
accelerated  rate.  Roofs  will  continue  to  leak  and  causs  damage  to 
occupants  personal  property,  and  tha  need  for  unsightly  tarps  on  leaky 
roofs  will  Increase.  Lack  of  Improvements  and  repairs  on  tha  other  real 
property  In  the  FY-70  area  of  construction  (200. units)  will  escalate 
erosion,  promote  accidents  and  Increase  unsightliness  of  the  arse. 

Occupant  dissatisfaction  and  demoralisation  will  contlnut  and  in  all 
llkmllhood  aacmlate. 


DO 


»0*M 

♦  eac  ?! 


PM  Vi  out  iWT'ft*  .*iA¥  wm  WMU  MriMUUV 

UNTIL  tKMAUtTtO 


Mttl  NO.  — 

J*  <■ 


i  toM»o>uwt  a,  i  oat* 

RAVY  I9.J.  MILITARY  CONSTRUCTION  PROJECT  OATA 


a.  INSTAkkATlOM  AMO  kOCATlOM  A.  AMOJACT  »ITk» 

rouble  WORKS  CENTER,  SUBIC  BAY  WWUSTTE  IMPROVEMENT /REPA IR  TO 

REPUBLIC  OF  THE  PHILIPPINES  3*  OWTCER  UNITS 


a.  aaoomam  iuimint  a.  catioomt  coo*  if.  wijjsct  wmaata  a  amomct  cost  tamaai 


IMPROVEMENTS 


711-32/33 
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il,M3.1 


FAMILY  HOUSING  IMPROVEMENTS 


CONCURRENT  REPAIRS  ANP  MAINTENANCE 


TOTAL  REQUEST 


Area  Cost  Factor  -  0.9 


)  OiSCAIATIOH  Of  APSO»o«n  CONITBUCTION 

This  project  encompasses  whclehcuse  and  site  improvements  to  '»  officer 
units.  Improvements:  Provides  for  vehicle  harriers  to  individual  parkin* 
spaces,  clothes  lines,  dishwashers,  encloseaent  of  trash  area  in  rear  of 
units,  drop  ceilings  to  kitchen,  living  room,  dining  room,  and  bedroom, 
meter  base  panels,  ground  fault  lntarrupter  receptacles  to  kitchen  and 
garage  areaa,  removal  of  treas,  and  stumps,  and  rtinforce  retalnment 
walls.  Repairs:  Replaca  deteriorated  Venetian  blinds,  draparv  rods. 
Interior  doors,  exterior  screen  doors,  mtsmatched  floor  tiles,  kitchen 
cahlnett,  warped  wall  paneling,  lavatory  cabinet,  gut  tare  and  downspouts, 
splash  blocks,  light  fixtures,  dlsconnet  switches,  and  doorbell  systems. 


YTT  REQUIREMENT:  Vehicle  barriers  would  prevent  tennants  from  pulling 
their  vehicle  on  to  graas  areaa.  Clothea  linas  will  allow  tenants  to  dry 
clothes  outdoors,  thus  saving  electricity.  Enclosure  of  traah  area  will 
make  units  more  sitely.  Provision  of  new  ceilings  will  enhance  the 
asthethic  condition  of  units,  kitchens  and  haths  racaptaclas  should  he 
brought  up  to  NEC  Code  through  addition  of  ground  fault  intartuptar 
receptacles.  Removal  of  stumps,  treat,  and  vegetation  will  Improve 
exterior  grounds.  Venetian  blind*  and  curtain  rode  need  to  he  replaced  in 
order  to  operate  efficiently.  Floo:  tllee  and  kitchan  cabinet*  should  be 
mad*  to  match.  Gutters,  downspout*,  and  eplath  blocks  will  allow  for 
proper  drainage.  Light  fixture*  and  dlconnact  swltchaa  naad  to  be  brought 
up  to  data.  Malfunctioning  doorbell  ayatema  need  to  be  replaced.  Wall 
hung  sink*  are  not  compatible  with  vanities. 
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CURRENT  SITUATION:  Inprovementa/Rapalrs:  Tenant*  pull  vehicles  Into  yard 
killing  existing  grass.  Tenant*  In  an  extremely  warn  climate  can  not  dry 
clothe*  outside.  All  dlthe*  mutt  he  done  by  hand.  Ceilings  are  cracked 
and  paint  la  peeling.  Insufficient  number  of  electrical  receptacles. 
Landscape  Is  dangerous  and  unsltely.  Venetian  blinds  and  curtain  rods  will 
not  open  and  close  properly.  Intel  lor  md  exterior  doors  are  deteriorated 
beyond  repair.  Different  colors  and  styles  of  floor  tiles  and  kitchen 
cabinets  are  an  eyesore.  Drainage  of  water  Is  collecting  around  base  of 
unit  thus  escalating  maintenance  expenditure.  Disconnect  switches  are  not 
modern  enough  to  handle  electrical  load  placed  on  them.  Doorbell  system  Is 
Inoperative. 

IMPACT  IF  NOT  PROVIDED:  Inaction  will  hasten  further  deterioration, 
compound  future  costs  and  magnify  disparities  with  newer  units.  Occupant 
and  command  complaints  will  Intensify.  Utilisation  rates  will  suffer. 
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FAMILY  ROUSING  IMPROVEMENTS 


CONCURRENT  REPAIRS  AND  MAINTENANCE 
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I.  COST  UTOMATlf 


«t,*04.2 


jm 

QUANTITY 

UNIT 

COST 

COST 

ISOOO* 

EA 

32 

23,OOV 

736.3 

EA 

32 

33,372 

1,067.0 

EA 

32 

36,381 

1  ,604.2 

TOTAL  REQUEST 


Araa  Cost  Factor  »  1.16 


1,604.2 


iFTi-gfgFTTTHjTrarsAa^attBTaNiTAuCTiaN - - - - - - - - - 

This  project  will  provide  improvements  and  repairs  to  32  Algodones 
Apartments.  This  Includes  the  Installation  of  central  air  condi tioning , 
the  construction  of  carports  Cone  per  unit)  and  an  access  road  between 
existing  Algodones  Apartments. 

11.  REQUIREMENT i  Improve  the  living  conditions  at  Algodones  Apartments. 

CURRENT  SITUATION;  Currently  air  conditioning  is  provided  bv  individual 
window  mounted  units  which  are  inefficient.  Most  of  these  air 
conditioning  units  are  highly  deteriorated  and  beyond  economical  repair. 
These,  occupants  do  not  have  carports  to  protect  their  privatelv  owned 
vehicles  from  inclement  tropical  weather  conditions  nor  is  there  an  access 
road  to  divert  traffic  awav  from  the  units. 


IMPACT  IF  NOT  PROVIDED:  Lack  of  a  proper  air  conditioning  system, 
carports,  and  access  roads  at  the  Algodones  Apartments  exposes  military 
personnel  and  their  dependents  to  poor  habitability  conditions  which 
lowers  morale  and  results  in  an  adverse  Impact  on  the  mission  of  the  Naval 
Station  and  thu  Navy  Personnel  Retention  Program. 
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DEPARTMENT  OE  THE  NAVY 
FAMILY  NOTHING  -  FY  19N1  WDGFT  ESTIMATE 
ARCHITECTURAL  AND  ENGINEERING  SERVICES 
A*fo  CON$tfeVC?ION  DE§fgN 


(In  Thousandth 

FT  19*1  Program  *1,500 
FY  1990  Program  *1,000 


Furpoaa  and  Scope 

Thl*  program  proyldaa  for  wo r kin*  drawing*,  apacif lcatlona  and 
eatlmatta,  project  planning  report*  and  final  daalgn  drawing*  of  family 
houaln*  conatructlon  project*  authorized  or  not  vet  authorized.  Thla 
Includes  the  use  of  architectural  and  engineering  service*  In  connection 
with  anv  family  housing  new  or  construction  Improvements. 


Program  Summary 

The  amount  requested,  together  with  prior  vear  savings,  will  enable  full 
execution  of  the  construction  program.  Authorization  is  requested  for 
appropriation  of  *1,500,000  to  fund  new  construction  and  improvement  program 
design  requirements. 
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»  installation  ano  location 
NAVAL  AND  MAS  INF.  CORPS  INSTALLATIONS, 

TFD  STATES 


4.  4MOJICT  TITLI 

ARCHITECTURAL  AND  ENGINEERING 
SERVICES  AND  CONSTRUCTION  DESIGN 


i  TNOJICT  COST  1(0001 


AiE  SERVICES  &  CONSTRUCTION  DESIGN 


NEW  CONSTRUCTION 


IMPROVEMENTS 


f 1,080) 

(  420) 


TOTAL  REQUEST 


Funds  to  he  utilized  under  10  USC  2807  for  architectural  and  engineering 
services  a\d  construction  design  in  connection  with  military  family 
housing  nev  construction  and  construction  improvement  projects. 

Evaluation  of  turnkey  design  and  engineering  investigations,  such  as  field 
surveys  and  foundation  explorations,  will  be  undertaken  as  necessarv. 


11.  REQUIREMENT:  VARIES 

All  projects  in  a  military  family  housing  construction  program  presented 
for  approval  must  be  based  on  sound  engineering  and  the  best  cost  data 
available.  For  this  reason,  design  is  initiated  to  establish  project 
estimates  in  advance  of  program  submittal  to  the  Congress.  Rased  on  this 
preliminary  design,  final  plans  and  apeclflcatlona  are  then  prepared. 
Costa  for  architectural  and  tnglneerlng  aarvlccs,  turnkey  evaluation,  and 
construction  daalgn  ara  not  included  in  the  construction  project  cost 
estimates. 

IMPACT  IF  NOT  PROVIDED:  FY  1991,  1992  and  FY  1993  project  execution 
schedules  cannot  ba  met. 
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SUPPORT 
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SUPPORT 


DEPARTMENT  OF  THE  NAVY 
FAMILY  HOUSING  -  1991  BUDGET  ESTIMATE 
OPERATION  AND  MAINTENANCE 

(•SOOO'I 

FY  1991  Program  626,107 
FY  1990  Program  600,766 


Purpose  and  Scope 

a.  Operation.  This  portion  of  the  program  provides  for  expenses  In  the 
following  sub-accounts: 

Management .  Includes  direct  and  Indirect  expenses  Incident  to  the 
administration  of  the  family  housing  program  such  as  housing  office  personnel 
and  operations,  administrative  support,  training,  travel,  programming  and 
studies,  and  conriunity  liaison.  All  housing  referral  costs  are  also  included, 
although  the  housing  referral  program  assists  personnel  in  locating  housing  in 
the  private  community,  and  is  not  related  to  the  operation  or  management  of 
military  family  housing  units. 

Services.  Includes  direct  and  indirect  expenses  incident  to  providing 
haslc  support  services  such  as  refuse  collection  and  disposal,  fire  and  police 
protection,  pest  control,  custodial  services  for  common  areas,  snow  removal, 
and  street  c’  nlng. 

Furnishings.  Includes  the  procurement  for  initial  issue  or 
replacement  of  household  equipment  < primarily  stoves  and  refrigerators1'  and, 
in  limited  circumstances,  furniture;  the  control,  moving  and  handling  of 
furnishings  inventories;  and  the  maintenance  and  repair  of  such  items. 

Miscellaneous.  Includes  work  or  services  peformed  for  the  benefit  of 
family  housing  occupants,  including  mobile  home  hook-ups  and  disconnections, 
for  which  reimbursement  will  he  received;  payments  to  the  V.  S.  Coast  Guard 
for  Navy  occupancy  of  Coast  Guard  housing;  and  United  Kingdom  accommodation 
charges. 


h.  Utilities.  Includes  all  utility  services  provided  to  familv  housing, 
such  as  electricity,  gas,  fuel  oil,  water  and  sewage.  Excludes  telephone 
services. 


c.  Maintenance.  This  portion  of  the  program  supports  the  upkeep  of 
family  housing  real  propertv,  as  follows: 

Maintenance/Repair  of  Dwelling.  Includes  service  calls,  change  of 
occupancy  rehabilitation,  routine  maintenance,  preventative  maintenance. 
Interior  and  exterior  painting,  and  major  repairs. 

Other  Real  Property.  Includes  maintenance,  repair  and  replacement  of 
electrical,  gas,  water,  sewage  and  other  utility  distribution  systems  located 
within  family  housing  areas,  and  the  portion  of  activity  utility  rates 
attributable  to  distribution  system  maintenance  when  separately  identified. 
Also  Includes  maintenance  and  repair  of  any  other  family  housing  real 
property,  such  as  grounds,  surfaced  areas  and  family  housing  community 
facilities. 


Alterations  and  Additions.  Includes  minor  incidental  improvements  to 
dwellings  or  other  real  property  performed  under  the  authority  of  10  USO  2805. 
Larger  scope  or  higher  dollar  value  items  are  funded  in  the  construction 
program* 


Program  Sumarv 


Authorisation  is  requested  for  an  appropriation  of  $614,014,000.  This 
amount,  together  with  estimated  reimbursements  of  $12,043,000  will  fund  the 
Fiscal  Year  1991  program  of  $626,107,000. 


A  summary  of  the  funding  program  for  Fiscal  Year  1991  follows  fin  thousands'!: 


Reimburse-  Total 
ments  Program 

10. W  517,08* 

1,700  .  109,019 

Total  UON  $116,878  183,095  314,041  614,014  12,043  626,107 

JUSTIFICATION : 

The  Uepartment  of  Navy  family  housing  budget  requests  the  minimum  essential 
resources  needed  to  provide  military  families  with  adequate  housing  either 
through  the  private  coimnunitv  or  in  government  quarters.  Navy  and  Marine 
Corps  installations  ere  generally  located  in  the  high  cost,  coastal  areas. 
Accordingly,  the  over! nf lated  cost  of  adequate  housing  in  these  areas  causes 
many  of  our  military  families  to  reside  In  facilities  that  lack  even  the 
minimal  amenities  expected  in  a  home.  Therefore,  increased  emphasis  is  being 
placed  on  the  proper  fun.'  g  of  the  family  housing  Operations  and  Maintenance 
program. 

▼he  Fiscal  Year  1991  estimated  program  was  formulated  utilizing  the  Office  of 
Management  and  Budget's  published  inflationary  factors  and  foreign  currency 
exchange  rates. 


proprlatlon  Request 


Operations  Utilities  Maintenance  Total 
Navy  *557773  146,452  5617553  506',  6  $5 

Marine  Corps  *  17,908  36,673  52,738  107.319 


UTARLM-NT  CF  TOE  NAVY 
FAMILY  HCUSDC  -  FY  199)  BUDGET  ESTTMATE 
OPERATION  AND  MAINTENANCE  SM1AFY 
NAVY  AM)  MARDE  CORPS 


(Excludes  lagged  Units  and  Oasts) 


FY  1990  FY  1991 

Eatlnate  Eatlnate 

A.  Nbrkload  Dkta 

1.  Inventory  Data 

Avenge  Inventory  for  Year 
Requiring  OSM  Funding: 


a* 

Conterminous  U.S. 

78,663 

80,528 

be 

U.S.  Overseas 

5,98) 

5,98) 

c. 

Foreign 

9,730 

9,743 

da 

Worldwide 

94,374 

96,252 

FY  1989  FY  3990  FY  1991 

Estimate  Estimate  Estimate 


Tbtal 

Unit 

Total 

Unit 

Totaj 

'  Unit 

Cost 

Goat 

Cost 

Goct 

Cost: 

Cost 

($000) 

(t) 

(tooo> 

(i) 

(toe. 

($) 

B.  Funding  Requirements 

1.  Operations 

a .  Management 

45,641 

492 

51,018 

541 

56,218 

584 

b.  Services 

33,442 

360 

35,709 

378 

37,296 

387 

c.  Furnishings 

15,710 

169 

18,638 

198 

22,546 

234 

d.  Miscellaneous 

441 

5 

787 

8 

818 

8 

Subtotal  -  Operations 

95,234 

1,026 

106,202 

1,125 

116,878 

1,214 

2.  Utilities 

172,680 

1,861 

177,923 

1,885 

183,095 

1,902 

3.  Maintenance 

a.  Jfeint.  &  Repair  of 

Duellings 

207,609 

2,238 

254,003 

2,691 

261,714 

2,719 

b.  Malnt.  &  Repair  of 

Other  Real  Property 

34,709 

374 

42,436 

450 

43,688 

454 

c.  Alts.  &  Addns. 

6,445 

69 

8,285 

88 

8,639 

90 

Subtotal  -  tfaintenance 

248,763 

2,681 

304,724 

3,229 

314,041 

3,263 

4.  Total,  OfM  Expenses  (TOA) 

516,677 

5,569 

588,849 

6,240 

614,0)4 

6,379 

5.  Appropriation 

516,677 

5,569 

588,849 

6,240 

614,014 

6,379 

6.  Felmfursementa 

11,563 

125 

11,917 

126 

12,093 

126 

7.  Total  Program 

528,240 

5,693 

600,766 

6,366 

626,107 

6,505 

tBPAJmCJT  CF  THE  NAVY 
FAMILY  HCUSING  -  FY  1991  BUDGET  ESTUVCE 
CrERATICN  At®  MAINIENANI 
NAVY 


(Excludes  teased  Units  and  Coats) 


IY  1990  IT  1991 

Estimate  Estimate 

A.  Wbrfclnad  Data 

1 .  Inventory  list/ 

A wrap  Inventory  for  Year 
Requiring  OEM  Funding: 


a. 

Conterminous  U.S. 

57,165 

58,530 

K 

U.S.  Overseas 

5,98! 

5,981 

c. 

Foreign 

9,274 

9,274 

d. 

Worldwide 

72,420 

73,785 

IY  1989  FY  1990  IY  1991 

Estimate  Estimate  Estimate 


Total 

Unit 

Total 

Unit 

Total 

Unit 

Cost 

Cost 

Cost 

Cost 

Cost 

C06t 

($000) 

(t) 

(tool 

($) 

(toe) 

($) 

Funding  Requirements 

1 .  Operations 

a.  Management 

37,842 

531 

43,106 

595 

48,061 

652 

K  Services 

26,280 

369 

28,584 

395 

29,895 

405 

c.  Furnishings 

12,982 

182 

16,360 

226 

20,176 

273 

d.  Miscellaneous 

441 

6 

787 

11 

818 

11 

Subtotal  -  Operations 

77,545 

1,068 

88,837 

1,227 

96,970 

1,341 

2.  Utilities 

3.  Maintenance 

138,304 

1,941 

142,345 

1,966 

146,422 

1,984 

a.  Mslnt.  S  Repair  of 

Duellings 

b.  Malnt.  &  Repair  of 

164,555 

2,309 

209,870 

2,898 

216,881 

2,939 

Other  Baal  Property 

27,754 

389 

35,400 

489 

36,583 

496 

c.  Alts.  &  Addns. 

5,945 

83 

7,585 

105 

7,839 

106 

Subtotal  -  Maintenance 

198,254 

2,782 

252,855 

3,492 

251,303 

3,541 

4.  Total,  OEM  Expenses  (TOA) 

414,103 

5,811 

484,037 

6,684 

506,695 

6,867 

5.  Appropriation 

414,103 

5,811 

484,(07 

6,684 

506,695 

6,057 

6.  Reimbursements 

10,063 

141 

10,267 

142 

10,393 

141 

7 .  Total  Program 

424,166 

5,953 

494,304 

6,826 

517,088 

7,006 

-at 


EEPAKMNT  CF  THE  NAVY 
FAMILY  HOUSHE  -  FY  1991  BUDGET  ESTIMATE 
CPERATKH  AM)  MAINTENANCE 
MARINE  CORPS 


(Earludea  Leased  Units  and  Poets) 


FY  1990  FY  1991 

Estimate  Eat  latte 

A.  Uwkload  Data 

1 .  Inventory  Data 

Average  Inventory  for  Year 
Requiring  OSM  Finding: 


a.  Conterminous  U.S. 

21,498 

21,998 

b.  U.S.  Overseas 

0 

0 

c.  Foreign 

456 

469 

d.  Worldwide 

21,954 

22,467 

FY  1989  FY  1990  FY  1991 

Estimate  Estimate  Estimate 


Total 

Unit 

Total 

Unit 

Total 

Unit 

Cost 

Cost 

Cost 

Cost 

Cost 

Cost 

(tooo) 

($> 

(tOOO) 

($) 

(tooo) 

(t) 

B.  Raiding  Requirements 

1.  Operations 

a.  Management 

7,799 

362 

7,912 

360 

8,137 

362 

b.  Services 

7,162 

333 

7,125 

325 

7,40] 

329 

c.  Furnishings 

2,728 

127 

2,328 

106 

2,370 

105 

d.  Miscellaneous 

0 

0 

0 

0 

0 

0 

Suhtotal  -  Operations 

17,689 

822 

17,365 

791 

17,908 

797 

2.  Utilities 

34,376 

1,597 

35,578 

1,621 

36,673 

1,632 

3.  Maintenance 

a.  Maint.  6  Repair  of 

Dwellings 

43,054 

2, COO 

44,133 

2,010 

44,833 

1,°96 

b.  taint.  &  Repair  of 

Other  Real  Property 

6,955 

323 

7,036 

327 

7,105 

323 

c.  Alts.  &  Addns. 

500 

23 

700 

32 

800 

36 

Suhtotal  -  Maintenance 

50,509 

2,347 

51 ,86° 

2,363 

52,738 

2,347 

4.  Total,  OSM  Expenses  (TOA) 

102,574 

4,766 

104,812 

4,774 

107,319 

4,777 

5.  Appropriation 

102,574 

4,766 

104,812 

4,774 

107,319 

4,777 

6.  Reimbursements 

1,500 

70 

1,650 

75 

1,700 

76 

7 .  'Dotal  Program 

104,074 

4,835 

106,462 

4,849 

109,019 

4,853 

DEPARTMENT  OP  THE  NAVY 
FAMILY  HOUSING  -  1991  RUTIGET  PATIMATS 
JUSTIFICATION 

- mr - 


OPERATING  EXPENSES 

FY  1990  FY  1991 

$88,817,000  $98,970,000 

The  PY  1991  estimated  program  rapraaanta  tha  Navy  Family  Houaing  requirements 
ualng  Office  of  Management  and  Budget  inflation  factora  and  foreign  currency 
exchange  ratea.  Reconciliation  of  eatiaatea  ia  provided  for  each  program 
element  aa  follows: 


MANAGEMENT 


PY  1990 
$43,106,000 


FY  i?0i 

*44,0*1,000 


Requirements  and  adjustments  as  folloi/s: 


FY  1989  Estimate  'TT7S' 

Civilian  personnel  compensation  .9 

Price  increases  1.0 

APP  procurement  ,J 

Implementation  of  Relocation 

Assistance  program  ?.l 

New  Housing  Office  .1 

Enhancement  of  Housing 

Referral  Service  .6 

"oreign  Currency  Repricing  .0 

FY  1990  Estimate  43.1 

Civilian  personnel  compensation  ,9 

Price  increase  .4 

Continued  Implementation  of  the  Relocation 

Assistance  Program  3.0 

Foreign  Currency  Repricing  .7 

FY  1991  Estimate  48.1 


RATIONALE  FOR  CHANGES  IN  THE  MANAGEMENT  ACCOUNT.  Funding  adjustments  are 
proposed  in  the  Family  Housing  Management  Account  for  pay  supplemental 
increases,  continued  implementation  of  the  Navy  sponsored  program  to  provide 
relocation  assistance  to  military  families,  and  management  of  programs  to 
acquire  additional  housing  assets. 


SERVICES 


fy  i<m 
■§8T,M5,6oo 


FY  1990 

~nr,5H,m 

Requirements  and  adjustments  are  as  follows: 


dtp 

FT  1989  Estimate  TSTT 

Annualised  Foreign  National 

Indirect  hire  pay  Increase  .1 

New  units  on  line  .  s 

Indirect  support  for  fire  and  police  .9 

Frlce  Increases  .8 

FY  1990  Estimate  28. A 

Price  Increases  .8 

Indirect  support  for  fire  and  police  .5 

FY  1991  Estimate  29.0 


RATIONALE  FQR  CHANGES  IN  TWE  SERVICES  ACCOUNT.  The  services  account  proposes 
an  Increase  using  approved  Inflationary  factors.  Program  Increases  are  costs 
associated  with  providing  fire  and  police  protection,  pest  control,  street 
cleaning,  snow  removal  and  refuse  collection. 


FURNISHINGS 

FY  1990  FY  l9t»l 

‘  *16, '460,000  {2  O’,  1 7  6,000 

.. -quirements  and  adjustments  are  as  follows: 


f  tM' 

FY  19R9  Estimate  TTTo 

Civilian  personnel  compensation  .1 

Price  Increase  .A 

Equipment  for  598  Units  provided  hy  GOJ  .9 

Expanded  overseas  loaner  problem  .4 

Reduce  backlog  of  over-aged  equipment  1.4 

FY  1990  Estimate  1A.4 

Price  Increases  .5 

Expanded  overseas  loaner  3.9 

furnishings  program 

Purchase  of  Equipment  for  177  GOJ  units  .3 

Program  decrease  for  GOJ  538  units  (.91 

FY  1991  Estimate  20.2 


RATI QUALE  FOB  CHANCES  IN  THE  FURNISHINGS  ACCOUNT.  The  proposed  FY  1991 
Furnishings  Account  Program  Increases  Include  costs  associated  with  the 
expanded  overseas  leaner  furniture  program  which  is  designed  to  upgrade  the 
overseas  furnishings  program,  and  will  allow  Navy  families  residing  overseas 
the  basic  amenities  found  in  U.S.  homes  and  which  are  already  provided  by  the 
Array  and  Air  Force.  The  Navy  relies  primarily  on  the  local  community  for 
housing  Navy  families.  Local  community  homes  outside  the  U.S.  generally  lack 
adequate  stoves,  refrigerators,  kitchen  cabinets,  closets,  and  heating 
systems.  This  program  will  allow  for  the  procurement  of  stoves, 
refrigerators,  and  portable  heaters  wired  for  foreign  electrical  standards,  as 
well  as  portable  wardrobes  and  cabinets.  These  Items  will  be  made  available 
to  Navy  families  for  the  duration  of  their  tour,  thus  Increasing  the 
livability  of  off  base  units  and  eliminating  the  cost  of  procuring  these  items 
to  the  military  member.  In  addition,  the  expanded  furnishings  program  will 
allow  for  replacement  of  furniture  loaned  to  families  arriving  in  overseas 
locations  while  their  household  goods  are  in  transit  (normal  shipping  time 
ranges  from  3-6  months.)  Much  of  the  furniture  the  Navy  owns  was  purchased  or 
acquired  as  war  surplus  during  the  early  1940's  and  has  exceeded  Its  useful 
life.  The  Army  and  Air  Force  have  replaced  most  of  their  loaner  furniture 
that  was  in  a  similar  condition. 


MISCELLANEOUS 


FY  1990 

T7I77000 


FY  1991 
$818,000 


Requirements  and  adjustments  are  as  follows: 

($M) 


FY  1989  Estimate  .4 

U.K.  arcomriodaMons  charge  for  102  family 
housing  <nlts  received  from  RAF 

At  Hendc.),  England  .1 

Land  least  charge,  Harold  E.  Holt  .1 

Feimbursement  for  95  Coast  Guard  units 

at  Otis  AFB  .2 

FY  1990  Estimate  .8 

FY  1991  Estimate  .8 


RATIONALE  FOR  CHANGES  IN  THE  MISCELLANEOUS  ACCOUNT.  No  program  or  price 
changes  required  in  FY  1991. 


UTILITIES 


Requirements  and  adjustments  are  as  follows: 


FY  1990  FY  1991 

*142,345,000  *1 46,422,000 

(*M) 

FY  1989  Estimate  138.3 

New  units  coming  on  line  2.0 

Price  increases  2.0 

FY  1990  Estimate  142.3 

Price  Increase  1.9 

Utilities  for  new  units  coming  on  line  2.2 

FY  1991  Estimate  146.4 


RATIONALE  FOP  CHANGES  IN  THE  UTILITIES  ACCOUNT.  The  utilities  account 
proposes  an  increase  for  industrial  rate  adjustments  and  price  increases. 
Program  increases  are  for  costs  associated  with  providing  electricity,  heat, 
water,  and  sewage  for  newly  acquired  or  constructed  units.  The  Navy  Family 
Housing  Program  continues  to  stress  energy  conservation  through  public 
Information  campaigns  and  execution  of  cost  effective  energy  conservation 
improvement  projects. 

MAINTENANCE  EXPENSES 

FY  1990  FY  1991 

$252,855,000  *261,303,000* 

Requirements  and  adjustments  are  as  follows: 


($M) 

FY  1989  Estimate  198.3 

Reduce  the  backlog  of  maintenance  and  repair  47.6 

Radon  abatement  repairs  2.8 

Foreign  currency  PDM  repricing  4.2 

FY  1990  Estimate  252.9 

Foreign  currency  repricing  5.0 

Price  increases  1.2 

Reduce  the  backlog  of  maintenance  and  repair  2.2 

FY  1991  Estimate  261.3 


RATIONALE  FOR  CHANGES  IN  THE  MAINTENANCE  ACCOUNT.  Program  increases  In  FY 
1991  are  for  costs  associated  with  reducing  the  backlog  of  deferred 
maintenance  In  over  72,000  Family  Housing  units.  Repair  funds  have  been 
grossly  underfunded  since  FY  1984  and  In  spite  of  that,  repair  projects 
scheduled  for  execution  have  been  deferred  to  offset  the  reductions  taken  in 
the  operations  and  utilities  accounts.  Deterioration  of  family  housing  assets 


has  continued  uiabated.  Mandatory  maintenance  such  as  roof  repairs, 
replacement  of  worn  out  HVAC  systems  and  electrical  and  plumbing  lines,  can  no 
longer  be  deferred.  Additional  Increases  are  for  maintaining  the  present 
level  of  occupant  service  calls,  change  of  occupancy  rehabilitation,  routine 
maintenance,  painting,  and  for  expanded  preventive  maintenance  programs.  We 
are  continuing  the  repair  phase  of  mitigating  high  concentrations  of  RADON  gas 
detected  In  family  housing  units. 


FY  1989  Estimate 
Price  Increase 

FY  1990  Estimate 

Price  increase 

FY  1991  Estimate 


REIMBURSABLE  AUTHORITY 

FY  1990 
$10,267,000 


FY  1991 
$10,393,000 


(tM) 

10.1 

.2 


10.3 


.1 


10.  A 


RATIONALE  FOR  CHANGES  IN  THE  REIMBURSABLE  ACCOUNT.  The  reimbursable  account 
proposes  a  small  price  Increase  due  to  Inflation. 


MARINE  CORPS 
JUSTIFICATION 


OPERATING  EXPENSES 

FT  1990  FY  1991 

17,365,000  17,908,000 

The  FY  1991  estimated  program  represents  the  Marine  Corps  family 
housing  requirements  using  Office  of  Management  and  Budget 
inflation  factors  and  foreign  currency  exchange  rates. 

A  reconciliation  of  estimates  is  provided  for  each  program 
element  as  follows: 


MANAGEMENT 


FY  1990  FY  1991 

7,912,000  8,137,000 

Requirements  and  adjustments  are  as  follows: 

($M) 

FY  1989  Estimate  7.8 

Increased  staffing  for  new  units  on  line  .1 

FY  1990  Estimate  7.9 

Program  increase  for  new  units  on  line  ,1 

Civilian  pay  compensation  ,1 

FY  1991  Estimate  8.1 


The  Management  account  provides  for  direct  and  indirect  expenses 
in  managing  the  family  housing  program  such  as  personnel  payroll, 
pay  increases,  administrative  support,  housing  referral, 
community  liaison,  and  training  and  travel  associated  with  the 
Real  Property  Maintenance/Family  Bousing  System  (RPM/FHS ) 
computer  initiative. 


SERVICES 


FY  1991 
7,401,000 


PY  1990 
7,125,000 


Requirements  and  adjustments  are  as  follows: 


(_$M) 

FY  1989  Estimate  ^71 

Projected  audit  cost  savings  (.4) 

Civilian  personnel  compensation  .3 

FY  1990  Estimate  7.1 

Civilian  personnel  compensation  .2 

Price  increase  for  indirect  support  costs 
for  new  units  on  line  .1 

FY  1991  Estimate  7.4 


The  amount  budgeted  will  allow  for  the  provision  of  services  to 
all  family  housing  units  to  include  newly  acquired  units  and  any 
expected  price  increases. 


FPRNISHIHGS 

FY  1990  FY  1991 

2, 328 , 000  2,370,000 

Requirements  and  adjustments  are  as  follows: 


( $M ) 

FY  1989  Estimate  .  2.7 

Foreign  currency  repricing  .2 

Program  decrease  in  procurement  of 

replacement  furnishings  (.2) 

Projected  audit  cost  savings  ( . 4 ) 

FY  1990  Estimate  2.3 

New  units  on  line  .1 

FY  1991  Estimate  2.4 


The  Furnishings  account  request  reflects  a  program  increase  based 
on  the  acquisition  of  new  units  and  for  replacement  of  furniture 
and  movable  equipment  (stoves,  refrigerators,  etc.).  The  funds 
requested  will  enable  a  consistent  program  level  of  maintenance 
and  replacement  of  the  existing  inventory. 


UTILITIES 


FY  1990  FY  1991 

35,578,000  36,6737000 

Requirements  and  adjustments  are  as  follows: 

( $M) 

FY  1989  Estimate  34.4 

Foreign  currency  repricing  .2 

Program  increase  for  new  units  on  line  .7 

Price  increases  .3 

FY  1990  Estimate  35.6 

New  units  on  line  .8 

Price  Increases  . 1 

Currency  Repricing  .2 

FY  1991  Estimate  36.7 


Family  housing  utilities  are  priced  by  known  rates  or,  in 
accordance  with  OSD/OMB  pricing  guidance.  Energy  conservation  is 
stressed.  Program  increases  are  for  costs  associated  with 
providing  electricity,  heat,  water,  and  sewage  for  newly  acquired 
or  constructed  units.  The  level  of  funding  requested  will 
provide  the  support  required  to  include  the  increase  of  units  to 
the  existing  inventory. 


MAINTENANCE  EXPENSES 


FY  1990 
51 ,  869 , 000 

Requirements  and  adjustments  are  as  follows: 


FY  1989  Estimate 

Civilian  personnel  compensation 
program  increase  for  reduction  of  maintenance 
repair  and  escalating  backlog 
Foreign  currency  repricing 

FY  1990  Estimate 

Foreign  currency  repricing 
Projected  audit  cost  savings 


FY  1991 
5T77557000 


( $M) 
50.5 
.2 

.6 

.6 

51.9 

.9 

(.1) 


FY  1991  Estimate 


52.7 


The  Maintenance  account  provides  for  recurring  maintenance 
consisting  of  service  calls  for  emergency  and  temporary  repairs, 
routine  and  preventive  maintenance,  change  of  occupancy 
maintenance,  interior  and  exterior  painting,  maintenance  of 
exterior  utilities,  and  maintenance  of  other  real  property,  such 
as  grounds,  roads,  and  community  buildings.  The  account  also 
provides  for  major  repairs  that  will  restore  the  facility  to  such 
condition  that  it  may  be  effectively  used  for  its  designated 
purpose.  This  includes  the  replacement  of  parts  or  materials 
which  have  deteriorated  and  have  not  been  corrected  through 
maintenance.  The  request  includes  Phase  III  of  a  major 
rehabilitation  project  at  one  activity. 

The  FY  1991  requirements  have  been  developed  using  historical 
data  for  recurring  maintenance  and  for  major  repair  projects 
identified  for  the  FY  1990  program.  The  projected  deferred 
maintenance  will  remain  at  a  high  level  after  the  proposed  FY 
1990  funding  has  been  executed.  The  deferred  maintenance  level 
will  continue  to  increase  if  the  major  repair  program  is  not 
increased.  If  this  trend  continues,  progress  made  in  the  past 
years  to  improve  the  quality  of  life  for  our  military  families 
will  be  negated. 


REIMBURSEMENTS 


F Y  1991 

1,^00,000 


FY  1990 
1,650/000 


Requirements  and  adjustments  ara  as  follows: 


($M) 

FY  1989  Estimate  1.5 

Increased  collections  for  mobile  home  units  .2 

FY  1990  Estimate  1.7 


FY  1991  Estimate  1.7 

The  FY  1991  estimate  reflects  a  level  program. 


1.  COMMON  (NT 

NAVY 

FY  UTAR Y  CONSTRUCTION  PROJECT  DATA 

a.  oats 

*  INSTALLATION  ano  location 

VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE  THE  UNITED  STATES 

A.  PROJKCT  TtTLt 

general  and  fug  officers  quarters 

•.  PftOJCCT  NOMBtft 

DEPARTMENT  OP  THE  NAVY 
FY  1991  BUDGET 

GENERAL/FLAG  OFFICERS  OUARTERS  (GFOQ'S) 

WHERE  ANTICIPATED  MAINTENANCE  AND  REPAIR 
WILL  EXCEED  $ 2 5, 000  PER  UNIT 

This  Information  ia  provided  in  accordance  with  the  reporting  requirement 
established  by  the  Conference  Appropriations  Committee  Report  dated 
21  December  1°87.  The  information  provides  the  details  for  those  GFOO's 
where  the  maintenance  and  repair  obligations  in  FY  1991  are  expected  to 
exceed  $29,000  per  unit.  Operations  include  the  prorated  costs  for 
management  of  family  housing,  services  such  as  fire  and  police  protection, 
refuse  collection,  entomology  and  snow  removal,  and  furnishings.  Utilities 
include  applicable  coats  for  energy  f electricity ,  gas,  fuel  oil,  steam,  and 
geothermal'),  water  and  sewerage.  Annual  lease  costa  are  separately 
identified.  Maintenance  and  repairs  include  recurring  work  such  as  service 
calls,  preventative  maintenance',  and  routine  change  of  occupancy  work,  and 
malor  repairs.  This  includes  all  operation  aid  maintenance  costs  to  the 
dwelling  unit,  appurtenant  structures  and  other  related  area  and  facilities 
intended  for  the  use  of  the  general  or  flaR  officer. 
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FY  10 _ MILITARY  CONSTRUCTION  PROJECT  DATA 

2.  OATI 

3,  INSTALLATION  AND  LOCATION 

various  locations  inside  and  outside  the  united  states 

#.  PAQJICT  TITLI 

GENERAL  AND  FLAG  OFFICERS  QUARTERS 

».  PAOJ1CT  NUMB! A 

STAT5/  MAINT 

INSTALIATION  QTRS  IP  OPS  UTIL  &  RPR  TOTAL  IMPRQVS 


INS  me  THE  UNITED  STATES 

CALIFORNIA 

NPGS  Monterey  A  Uke  Prive  900  3,900  68,000  72,800  0 

Operations  consist  of  management,  services  and  furnishings.  Maintenance  and 
repairs  include  routine  maintenance  and  major  rehah.  project.  The 
completion  of  the  work  proposed  within  the  rehabilitation  scope  will  remove 
existing  asbestos  insulation  and  contaminated  soil.  The  antiquated  steam 
heat  system  will  be  replaced  with  a  gas  fired  heating  system  including 
holler,  pumps,  piping,  wiring  and  controls. 

PWC  San  Diego  A,  NSC  2,400  6,200  117,500  125,100  0 

Operations  consist  of  management,  services,  anu  furnishings.  Maintenance 
and  repairs  Include  routine  maintenance,  change  of  occupancy  work,  and  major 
repair.  Work  will  provide  a  new  service  drop,  distribution  panel,  new 
circuitry,  receptacles,  fixtures,  and  increased  amperage.  In  addition,  the 
project  calls  for  the  replacement  of  deteriorated  domestic  water  and  waste 
piping  and  fixtures.  Field  investigation  found  the  wires  behind  one  of  the 
outlet  cover  pxates  to  be  burned.  The  cause  of  the  power  loss  was  Isolated 
to  a  segment  of  underfloor  wiring  where  the  Insulation  had  burned  and  the 
conductors  hao  fused.  Repairs  were  made  to  correct  the  immediate  safety 
hazard'  however,  visual  inspection  showed  numerous  additions  and  modifica¬ 
tions  had  been  made  to  the  house  wiring  over  the  years.  Insulation  on  the 
older  wiring  shows  signs  of  advanced  deterioration.  This,  in  conlunction 
with  Inadequate  overload  protection,  poses  a  significant  fire  risk. 

PWC  San  1  Whiting  2,500  4,100  29,000  35,600  0 

Francisco  Way 

Operations  consist  of  management,  services,  and  furnishings  ( carpet 
cleaning).  Maintenance  and  repairs  include  routine  maintenance.  Budget 
includes,  within  the  M&R  dwelling  category,  t23,OOQ  for  repair  of  the 
quarters  find  surface  preparation  and  complete  exterior  painting  which  was 
last  accom,  lished  in  1983.  Work  will  consist  of  removt.l  of  many  layers  of 
paint  that  have  accumulated  over  the  years,  by  sandblasting  all  surfaces 
down  to  the  bare  wood.  All  sandblasted  urrawcs  will  receive  sanding,  a 
primsr  coat,  and  two  finisa  coats  of  exterior  paint.  Any  deteriorated  woe; 
or  missing  caulking  that  is  identified  after  sandblasting  wIIj.  be  repaired 
prior  to  painting. 
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I.COMtONSNT 

NAVY 

PY  18_!iMIL!TARY  CONSTRUCTION  PROJECT  OAT  A 

t.  OATS 

*.  INSTALL*.  '  IN  ANO  LOCATION 

VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE  THE  UNITED  STATES 

4.  PROJiCT  TlTLt 

GENERAL  AND  FUG  OFFICERS  QUARTERS 

TTaoUcTNUMits 

STATE/ 

INSTALLATION 

QTRS  ID  OPS 

MAINT 
UTIL  6  RPR 

TOTAL 

IMPROVS 

INSIDE  THE 

UNITED  STATES 

PWC  San 
Francisco 

2  Whiting  1,500 
Way 

4,200  28,000 

33,700 

0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  include  routine  maintenance,  maintenance  for  surface  preparation 
and  complete  exterior  painting  of  the  quarters  which  were  last  painted  in 
1<J84.  Work  will  consist  of  removal  of  many  layers  of  paint  that  have 
accumulated  over  the  years,  hy  sandblasting  all  surfaces  down  to  the  hare 
wood.  All  sandblasted  surfaces  will  receive  sanding,  a  primer  coat,  and  two 
finish  coats  of  exterior  paint  at  a  coat  of  123,800.  Any  deteriorated  wood 
or  missing  caulking  that  is  identified  after  sandblasting  will  he  repaired 
prior  to  painting. 


DISTRICT  OF  COLUMBIA 

NAVDISTWASH  B,  WNY  13,000  5,000  185,000  203,000  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  include  routine  maintenance  and  major  rehab,  project.  The 
completion  of  the  work  proposed  within  the  rehabilitation  scope  will 
eliminate  existing  deterioration  of  the  structures  and  their  finishes,  will 
update  obsolete  and  inefficient  mechanical  systems  and  restore  electrical 
systems  to  meet  current  safety  regulations.  Completion  of  the  work  will 
reduce  the  Government's  operation  and  maintenance  cost.  The  Navy's 
objective  is  to  retain  the  quarters  in  the  inventory  for  at  least  another  2! 
years. 


NAVDISTWASH  D,  WNY  10,700  4,200  241,700  256,600  0 


Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  include  routine  maintenance  and  major  rehab,  project.  The 
completion  of  the  work  proposed  within  the  rehabilitation  scope  will 
eliminate  existing  deterioration  of  the  structures  and  their  finishes,  will 
update  obsolete  and  inefficient  mechanical  systems  and  restore  electrical 
systems  to  meet  current  safety  regulations.  Completion  of  the  work  will 
reduce  the  Government’s  operation  and  maintenance  cost.  The  Navy's 
objective  is  to  retain  the  quarters  in  the  inventory  for  at  least  another  2! 
years. 
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1.COMPONSNT 

NAVY 

fy  i«_!Lmilitary  construction  project  data 

8.  OATC 

3.  INSTALLATION  ANO  LOCATION 

VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE  THE  UNITED  STATES 

4.  PHa  CCT  TITLI 

GENERAL  AND 

FLAG  OFFICERS  QUARTERS 

LPROJICT  NUMB!  A 

STATE/ 

INSTALLATION 

QTRS  ID 

OPS 

MAINT 
UTIL  &  RPR 

TOTAL 

IMPR0VS 

INSIDE  THE 

UNITED  STATES 

NAVDISTWASH 

E,  WNY 

8,500 

5,200  243,500 

257,200 

0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  Include  routine  maintenance  and  major  rehah.  project,  "he 
completion  of  the  work  proposed  within  the  rehabilitation  scope  will 
eliminate  existing  deterioration  of  the  structures  and  their  finishes,  will 
update  obsolete  and  inefficient  mechanical  systems  and  restore  electrical 
systems  to  meet  current  safety  regulations.  Completion  of  the  work  will 
reduce  the  Government's  operation  and  maintenance  cost*  The  Mavv's 
objective  is  to  retain  the  quarters  in  the  inventory  for  at  least  another  25, 
years.  , 

NAVDIS'nfASM  N,  WNY  6,600  3,200  198,000  207,800  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance  | 
and  repairs  include  routine  maintenance  and  major  rehab,  project.  The 
completion  of  the  work  proposed  within  the  rehabilitation  scope  will 
eliminate  existing  deterioration  of  the  structures  and  their  finishes,  will 
update  ohsolete  and  inefficient  mechanical  systems  and  restore  electrical 
systems  to  meet  current  safety  regulations.  Completion  of  the  work  will 
reduce  the  Government's  operation  and  maintenance  cost*  The  Navy's 
objective  is  to  retain  the  quarters  in  the  inventory  for  at  least  another  25 
years. 

NAVDISTWASH  V,  WNY  5,600  5,800  257,600  269,000  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  include  routine  maintenance  and  major  rehab,  project.  The 
completion  of  the  work  proposed  within  the  rehabilitation  scope  will 
eliminate  existing  deterioration  of  the  structures  and  their  finishes  and 
will  update  obsolete  and  inefficient  mechanical  and  electrical  systems. 
Completion  of  the  work  will  reduce  the  Government's  operation  and 
maintenance  cost.  The  Navy's  objective  is  to  retain  the  quarters  in  the 
inventory  for  at  least  another  25  years. 
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STATE/  MAINT 

INSTALLATION  QTRS  IP  OPS  UTIL  &  FPR  TOTAL 


IKPROVS 


INSIDE  THE  UNITED  STATES 


FLORIDA 


NAVSTA 

Mayport 


S47  Osbourn  1,300 
Avenue 


15,500 


14,000  8,300 


Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  Include  routine  maintenance.  Budget  includes  funds  for 
accomplishment  of  improvement  project  HC-4-79,  This  project  encompases  all 
work  required  to  construct  concrete  pad  and  Install  aluminum  screened  patio. 


LOUISIANA 

NAVSUVPACT 
*’ew  Orleans 


101  Carmick  1 , TOO 


45,500  53,700 


Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
fci*d  repairs  include  routine  maintenance,  maintenance  for  surface  preparation 
and  complete  exterior  painting  of  the  quarters  which  were  last  painted  in 
13{Ji.  Work  will  consist  of  removal  of  many  layers  of  paint  that  have 
accumulated  over  the  years,  by  sandblasting  all  surfaces  down  to  the  bare 
wood.  All  sandblasting  surfaces  will  receive  sanding,  a  primer  coat,  and 
!  two  finish  coats  of  exterior  paint  at  a  cost  of  $40,000.  Any  deteriorated 

Itff’Ctl  or  missing  caulking  that  is  identified  after  sandblasting  will  be 
repaired  prior  to  painting. 


NAVSUPPACT 
New  Orleans 


104  Constitution  1,700  4,800  39,400  45,900 


Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  include  routine  maintenance,  maintenance  for  surface  preparation 
and  complete  exterior  painting  of  the  quarters  which  were  last  painted  in 
1979.  Work  will  consist  of  removal  of  many  layers  of  paint  that  have 
accumulated  over  the  years,  by  sandblasting  all  surfaces  down  to  the  bare 
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VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE  THE  UNITED  STATES 
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STATE/ 
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TOTAL 
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INSIDE  THE  UNITED  STATES 


wood.  All  sandblasting  surf acts  will  receive  sanding,  a  primer  coat,  and 
two  finish  coats  of  exterior  paint  at  a  coat  of  $36,000.  Any  deteriorated 
wood  or  missing  caulking  that  is  Identified  after  sandblasting  will  he 
repaired  prior  to  painting. 

NAVSUPPACT  T) 

New  Orleans  112  Constitution  2,000  5,000  45,500  52,500  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  Include  routine  maintenance,  maintenance  for  surface  preparation 
and  complete  exterior  painting  of  che  quarters  which  were  last  painted  in 
1984.  Work  will  consist  of  removal  of  many  layers  of  paint  that  have 

accumulated  over  the  years,  by  sandblasting  all  surfaces  down  to  the  bare 

wood.  All  sandblasting  surfaces  will  receive  sanding,  a  primer  coat,  and 
two  finish  coats  of  exterior  paint  at  a  cost  of  $36,000.  Any  deteriorated 
wood  or  missing  caulking  that  Is  Identified  after  sandblasting  will  be 
repaired  prior  to  painting. 

NAVSUPPACT  E 

New  Orleans  102  Constitution  2,000  6,200  48,600  56,800  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  Include  routine  maintenance,  maintenance  for  surface  preparation 
and  complete  exterior  painting  of  the  quarters  which  were  last  painted  in 
1979.  Work  will  consist  of  removal  of  many  layers  of  paint  that  have 

accumulated  over  the  years,  by  sandblasting  all  surfaces  down  to  the  bare 

wood.  All  sandblasting  surfaces  will  receive  sanding,  a  primer  coat,  and 
two  finish  coats  of  exterior  paint  at  a  cost  of  $38,000.  Any  deteriorated 
wood  or  missing  caulking  that  is  Identified  after  sandblasting  will  be 
repaired  prior  to  painting. 

MARYLAND 

USNA  1  10,000  19,400  62,800  92,200  0 

Annapolis  Buchanan 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  Include  routine  maintenance.  Work  will  include  the  following: 
Repairs  to  walls  and  ceilings  1st,  3rd,  and  4th  floor  bedrooms,  hrywall 
over  top  of  plaster  which  will  eliminate  a  lead  paint  safety  hasard. 
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3.  OA“C 

S.  INSTALLATION  AND  LOCATION 

VARIOUS  LOCATIONS  INSIDE  AND  OUTSIDE  THE  UNITED  STATES 

4.  PROJBCT  TITLI 

GENERAL  AND  FLAG  OFFICERS  QUARTERS 

0.  PROJICT  NUMBER 

STATE/  MAINT 

INSTALLATION  QTRS  ID  OPS  UTIL  &  RPR  TOTAL  IHPROVS 


INSIPE  THE  UNITED  STATES 

Replace  molding  and  trim.  Stripping  of  existing  paint  creates  lead  based 
hazardous  waste  and  therefore  not  cost  effective.  Refinishing  floors  (5,160 
sq  ft).  Repairs  to  doors,  windows,  and  basement.  Miscellaneous  repairs  to 
electrical  system.  Repair  and  store  awnings,  wash  exterior  windows,  clean 
gutters  and  downspouts.  Interior  and  exterior  painting. 
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lt _ 

x  installation  and  location 

VARIOUS  LOCATIONS  INS IDE  AND  OUTSIDE  THE  UNITED  STATES 

4.  MOJiCT  TITL* 

GENERAL  AND  FLAG  OFFICERS  QUARTERS 

B.  PROJSCT  NUMBS  R 

STATE/ 

INSTALLATION 

QTRS  ID  OPS 

UTIL 

MAINT 
&  RPR 

TOTAL 

IMPR0VS 

OUTSIDE  THE 

UNITED 

STATES 

JAPAN 

PWC  Yokosuka 

17  Halsey  1,600 

8,800 

40,600 

51,000 

0 

Operations  consist  of  management,  services  and  furnishings.  Maintenance  and 
repairs  will  encompasses  repairs  to  the  master  hath  and  two  second  floor 
guest  baths,  flag  quarters  for  Commander  U.  S.  Naval  Forces  Japan.  Shower 
stalls,  bathtubs,  water  closets,  and  lavatories  are  unslghtl"  due  to  age. 
Mineral  deposits  have  caused  stains  which  crnnot  be  cleaned.  Medicine 
cabinets  are  rusted  and  the  finishes  on  mirrors  are  deteriorated.  Plumbing 
Is  deteriorated,  calcified,  and  a  maintenance  problem,  tight  fixtures  are 
unsuitable  and  dim.  Electrical  wiring  is  Inadequate  to  meet  current  needs. 

PWC  Yokosuka  IS  Halsey  1,600  12,300  47,400  61,300  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repairs  will  provide  for  the  replacement  of  the  steam  heating  system  and 
water  lines  throughout  the  quarters.  Heating  system  Is  almost  40  years  old-. 
Inefficient,  and  in  need  of  replacement  due  to  deterioration.  Repairs 
necessitated  by  numerous  trouble  calls  have  only  served  as  temporary 
stop-gap  measures.  Water  lines  are  calcified,  causing  low  water  pressure 
and  discolored  water  that  Is  both  distasteful  and  a  problem  for  acceptable 
laundry  results. 

MARIANAS 


PWC  Guam  4  Flag  7,800  7,100  43,800  58,700  0 

Circle 

Operations  consist  of  management,  services  and  furnishings.  Maintenance  and 
repairs  will  provide  for  roof  replacement.  Work  will  provide  for  the 
replacement  of  the  asphalt  shingles  and  felt,  approximately  501  of  the 
plywood  roof  sheathing  and  facia.  Work  Includes  painting,  clean-up  and 
debris  disposal.  Quarters  No.  4  Is  a  43-year  old,  one-story  building  of 
conventional  wood  construction.  The  existing  roofing  system  Is  deteriorated 
due  to  age  and  exposure  to  the  adverse  environment.  The  roof  shingles  are 
splitting  and  have  dry  rot  beyond  economical  repairs.  Rain  water  leaks 
through  the  roofing  system  causing  substantial  damage  to  the  existing 
plywood  roof  deck. 
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COMNAVACT 

Romany 

House 

6,500 

10,000 

155,400 

171,900 

0 

Operations  consist  of  management ,  services  and  furnishings.  Maintenance  and 
repairs  will  provide  for  accomplishment  of  a  major  repair  project.  Work 
will  repair  and  replace  bathroom  basins,  vanities,  etc.;  reseal  J>  replace 
floor  tiles;  repair  floorboards;  repair  celling  and  wall  cracks  and  plaster 
throughout;  repair  windows  and  wood  frames;  provide  miscellaneous  repairs  to 
doors,  cabinets,  locks,  etc;  repair  the  heating  and  hot  water  system  which 
Is  25  years  old;  make  electrical  repairs  throughout;  repair  gutters  &  fences 
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installation 
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TOTAL 
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CALIFORNIA 

MCLB  BARSTOW 

1 

2,900 

4,000  48,500 

55,400 

0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance  | 
and  repair  includes  routine  recurring  maintenance,  replacement  of  patio  roof 
and  fencing. 


VIRGINIA 

MCCDC  QUANTICO  12  1,000  3,606  65,255  69,861  0 

Operations  consist  of  management,  services,  and  furnishings.  Maintenance 
and  repair  Includes  routine  recurring  maintenance,  and  mechanical  and 
electrical  repairs  to  include:  repair/replacement  of  plumbinR, 
repair /replacement  and  upgrade  c. .  the  electrical  system,  repair/repalcement 
of  the  heating  insulation,  replacement  of  windows,  refinsih  wood  floors  and 
exterior  painting  and  caulking. 
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UNIT  COST 

— tr> — 


IN  THE  UNITED  STATES 


ALASKA 


NAS  Adak 

Repairs  to  82  units  to  Include:  Replace  kitchen 
countertops,  sinks  disposals,  range  hoods, 
flooring,  bathroom  exhaust  fans,  and  switches, 
all  Interior  doors  and  hardware,  garage  doors, 
window  vent  screens,  siding,  soffits,  and 
electrical  switches.  Repair  bathroom  fixtures, 
accessories,  minor  tub  and  shower  leaks,  and 
repalr/raflnlsh  kitchen  cabinets.  Concurrent 
Improvements  are  proposed  at  a  cost  of  *2,899,300 
which  Include  blown  Insulation  Into  the  attic 
spaces,  partitioning  of  the  garage  and  laundry 
areas  to  obtain  a  more  secure  storage  area, 
installation  of  a  fire  life  safety  window  In  each 
master  bedroom,  bathroom  vanities,  tub 
enclosures,  exhcust  fans,  ground  fault 
Interrupter  receptacles,  new  medicine  cabinets, 
energy  efficient  lighting,  weatherstrlpping  on 
exterior  doors  and  setback  thermostats.  Includes 
Installation  of  weather  alcoves,  gutters  and 
downspouts,  additional  off-atruet  parking  and 
construction  of  dumpster  pads. 

CALIFORNIA 


NAVSTA  Long  Beach 

Repairs  to  111  units  to  include:  Replace  garage 
doors,  sliding  glass,  ground  fault  interrupter 
receptacles,  exterior  lights,  hose  bibs,  vinyl 
tile,  water  service  valve,  interior  doors, 
celling  Insulation,  kitchen  cabinets,  stoves, 
range  hoods,  sinks,  plumbing  fixtures,  shut  off 
valves,  shower  curtain  rods,  cold  water  line 
Insulation,  smoke  dectectora,  Interior  lights, 
water  closets,  faucets,  angle  stops,  valves, 
medicine  cabinets,  mirrors,  and  lights.  Repair 
stucco,  bath  shower  fan,  and  exterior  trim. 

Paint  Interior  and  exterior  of  units.  Concurrent 
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FAMILY  HOUSING  MAINTENANCE /REPAIR  OVER  4 15, 000  PER  UNIT 


•.  FSOJ.CT  NUMIIR 


VARIOUS 


INSTALLATION/LOCATION/PROJECT  DESCRIPTION 


CURRENT  WORKING  ESTIMATE 


IN  THE  UNITED  STATES 


NAVSTA  Long  Beach  (Continued) 

Improvement*  are  proposed  at  a  cost  of  4l, 029, 800 
which  Include  screen  doors,  dishwashers,  cabinets 
In  utility  rooms,  hot  water  heaters,  bathroom 
vanities  and  exhaust  fans.  Includes  gutters  and 
downspouts,  splash  blocks,  water  diverters,  patio 
covers,  and  a  concrete  walkway  between  utility 
rooms,  garages  and  backyards. 

NAVPGSC0L  Monterey  46,124 

Repairs  to  13  units  to  Include:  Replace  65  year 
old  steam  heatlnR  svstem;  remove  asbestos  pipe 
Insulation,  pipes,  and  heating  tank  Insulation; 
encapsulate  asbestos  containing  soli  In  crawl 
spaces  with  one  and  one-half  Inch  of  concrete. 

PWC  San  Diego  89,500 

Repairs  to  one  Installation  commander  quarters: 

Replace  windows,  domestic  water  piping  and 
plumbing  fixtures  throughout  quarters;  renovate 
water  heater/clrculatlon  pump  and  storage  tanks, 

Install  kitchen/pantry  cabinets  and  countertops, 
fluorescent  light  fixtures,  and  ground  fault 
Interrupter  receptacles;  replace  electrical 
system  and  roof;  Interior  and  exterior  painting; 
and  routine  maintenance  to  Include  service  calls 
and  preventive  maintenance. 

PWC  San  Diego  25,666 

Repairs  to  32  units  to  Include:  Replace  flooring 
and  hardware  for  kitchen  cabinets;  rehabilitate 
electric  system;  reflnlsh  kitchen  cabinets. 

Concurrent  Improvements  are  proposed  at  a  cost  of 
4248,500  which  Include  exhaust  fans,  additional 
electrical  outlets  In  kitchens  and  bathrooms, 
energy  efficient  Interior  light  fixtures,  and 
ductwork  Insulation. 
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IN  THE  UNITED  STATES 


(175CEY 


PWC  San  Pranclsco 

Repairs  to  one  Installation  commander  quarters: 
Includes  surface  preparation  and  coaplete 
exterior  painting  of  the  quarters. 

PWC  San  Francisco 

Repairs  to  one  Installation  commander  quarters: 
Maintenance  and  repair  work  which  la  scheduled 
during  change  of  occupancy,  extarlor  painting, 
reflnlshlng  hardwood  floors,  minor  structural 
repairs,  Interior  painting,  and  miscellaneous 
routine  change  of  occupancy  maintenance.  • 


26, BOO 


24,000 


CONNECTICUT 
NSB  New  London 

Repairs  to  150  units  to  Include:  Replace 
sanitary  sewer  laterals  to  21  of  the  57 
buildings;  replace  asphalt  paving,  granite  curbs, 
catch  basins  to  new  grade,  concrete  steps, 
carports  and  storage  sheds,  mailboxes,  site 
signs,  playground  equipment;  regrade  and 
stabilize  steeply  graded  areas;  replace 
foundation  coping,  siding  and  trim,  garage 
ceilings,  windows  and  sliding  glass  doors, 
roofing,  drywall,  exterior  doors,  closet  shelves, 
vinyl  base,  closet  doors,  kitchen  cabinets  and 
counters,  furnace,  heat  registers,  metal 
chinmeys,  oil  tanks,  tubs,  lavatories  and  water 
closets,  electrical  wall  receptacles;  and  weather 
proof  electrical  panels.  Concurrent  Improvements 
at  a  coat  of  4397,800  which  Include  fire  rated 
walls  In  place  of  existing  furnace  room  doors  and 
new  exterior  doors  to  replace  Interior  doors, 
wired  smoke  detectors,  bathroom  exhaust/light 
fixtures,  ducted  range  hoods,  dishwashers,  ground 
fault  interrupter  receptacles,  energy  efficient 
light  fixtures  In  kitchens,  bathrooms  and 
baseswnts  and  an  expanded  parking  area. 


25,928  3,889.2 
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4.  PROJECT  TITLE  1 1.  PROJECT  RSBiilT 


FAMILY  HOUSING  MAINTENANCE /REPAIR  OVER  415,000  PER  UNIT 


VARIOUS 


INSTALLATION/LOCATION/PROJECT  DESCRIPTION 


CURRENT  WORKING  ESTIMATE 


(T555T 


IN  THE  UNITED  STATES 


ILLINOIS 

PW<S  Croat  Lakes 

Repairs  to  178  units  to  Include:  Replace 
weatherstripping  on  all  exterior  doors,  windows, 
storm  doors,  roofing,  soffits,  roof  vents;  add 
attic  Insulation  over  bedroom  and  bathroom 
ceilings;  replace  ductwork,  piping,  closet  doors 
and,  patch  ceramic  tile.  Repair  tot  lot. 
Concurrent  Improvements  are  proposed  at  a  cost  of 
45,624,500  which  Include  finished  basements, 
central  air  conditioning,  garages,  wired  smoke 
detectors,  suspended  ceilings  in  all  units  except 
single  family  units,  relocation  of  electrical 
outlets  In  kitchens  and  dining  rooms,  celling 
light  fixtures  in  bedrooms,  ground  fault 
int“-,  rupter  receptacles,  patios,  storage  sheds, 
privacy  fencing  and  additional  shrubbery. 


20,538 


3,620.1 


F  ’  i.rmont 

"  .  trs  to  21  units  to  include:  Replace  kitchen 
a  v'athroom  floors,  bathroom  tubs,  water 
cl  s,  sink  vanities  and  wall  tile,  exterior 
doi.a,  hardware  and  frames,  windows,  kitchen 
cabinets,  furnaces,  electrical  system,  and  street 
repairs.  Concurrent  improvements  are  proposed  at 
a  cost  c  4182,400  which  Include  ductwork 
lnsulai  jn,  central  air  conditioning,  smoke 
detectors,  Improved  electrical  distribution 
syot  kitchen  reconfiguration  to  include 
installation  of  new  dishwashers  and  added  cabinet 
space. 


34,310 
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MASSACHUSETTS 

DOD  Routing  Wegtover 

(Managed  by  NAVSUBASE  New  London,  Conn.) 

Repairs  to  124  units  to  Include:  Replace 
gutters,  fasclfl  board  behind  gutter,  repair  other 
fascia  boards;  replace  exterior  siding,  windows, 
exterior  doors,  replace  basement  stair  hand 
rails;  paint  Interiors;  replace  partition  between 
dining  area  and  hallway,  furnace  combustion  air 
<ntake  and  dampers,  electrical  panelboards, 
boiler  control  circuit  transformers;  resurface 
driveways,  and  replace  front  entrance  sidewalk. 
Concurrent  Improvements  are  proposed  at  a  cost  of 
*538,700  which  Include  additional  security 
lighting  at  front  and  rear  entrances,  wooden 
privacy  screen  between  units,  enclosures  for 
refuse  containers,  skylight  covering,  extension 
of  entrance  landings,  column  supports  at  rear 
entrance  canopies,  gutters  and  downspouts  at  rear 
entrances,  transparent  cover  for  basement  window 
wells.  Insulation  In  basement  ceilings  and 
additional  kitchen  cabinets  in  80  units. 

Includes  bathroom  exhaust  fans  and  light 
fixtures,  interior  light  fixtures  at  top  of 
stairwells,  and  ground  fault  Interrupter 
receptacles. 

NAS  South  Weymouth 

Repairs  to  one  installation  commander  quarters: 
Repair  by  replacement  of  boiler  and  thermostat, 
roof  and  metal  flashing,  and  front  steps; 
waterproof  basement  walls;  provide  additional 
electrical  outlets  in  kitchen. 

NEVADA 
NAS  Fallon 

Repairs  to  one  Installation  commander  quarters: 
Replace  gas  forced  air-furnace  system,  electric 


24,194  3,000.0| 
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IN  THE  UNITED  STATES 


NAS  Fallon  ( Continued) 

water  heater,  single  pane  wood  frame  window*, 
lawn  sprinkler  system  sewage  system,  and 
relocation  of  existing  leach  field.  Concurrent 
Improvements  are  proposed  at  a  cost  of  $31,600 
which  Include  conversion  of  sunroom  Into  a 
bathroom.  Construct  utility/laundry  room  in 
vacant  area  between  family  room  and  bathroom. 
Convert  present  utility  room  into  a  storage 
room.  Provide  for  additional  kltcheu  cabinets 
and  electrical  ou'.lets. 


PENNSYLVANIA 
NADC  Warmins ter 

Repairs  to  four  units  to  include:  Replace 
kitchen  cabinets  and  countertops,  flooring  in 
dining  room  and  hallways,  exterior  doors,  door 
frames,  and  hardware,  hathroom  sinks,  and 
vanities,  electrical  switches,  electrical  panel 
box,  light  fixtures,  garage  door  frames,  and  roof 
drip  edge;  increase  attic  insulation;  repair 
interior  vallboard  finishes,  foundation  finishes; 
restore  proper  terrain  slope  at  perimeter  of 
units.  Concurrent  Improvements  are  proposed  at  a 
cost  of  $35,900  which  Include  wooden  hand  rails 
and  safety  treads  on  Interior  stairs,  wrought 
iron  railing  on  exterior  stairs,  hathroom 
vanities  and  exhaust  fans,  ductwork  Insulation, 
ground  fault  interrupter  receptacles,  additional 
receptacles,  vinyl  window  shutters,  entrance  . 
canopies,  and  garbage  can  enclosures. 


21,500 


RHODE  ISLAND 
NETC  Newport 

Repairs  to  106  units  to  Include:  Replace  closet 
doors  with  sliding  doors.  Interior  doors,  bath 
and  lavatory  accessories;  reflnlsh  wood  floors; 
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IN  THE  UNITED  STATES 


NETC  Newport  (Continued) 

replace  windows,  storage  shad  rooming  and 
clapboard  aiding  with  vinyl  aiding;  add 
insulation,  and  paint  building  interiors  and 
exteriors;  replace  sub-floor,  kitchen  cabinets 
sinks  and  countertops;  reflnlsh  stairs  and 
landings;  repair  stairs,  landing  frames,  gypsum 
board;  replace  bath  aub-floorlng  and  ceramic 
tile,  replace  and  rewire  garbage  disposals, 
replace  and/or  reflnlsh  bath  tuba;  replace  hose 
bibs  with  freeze  proof  type,  shower/tub  controls, 
interior  and  exterior  receptacles;  replace  light 
fixture  and  control  switch  in  kitchen,  bedroom, 
laundry  and  closet  areas,  exhaust  fan  switch; 
replace  bath  receptacles,  circuits,  and  smoke 
detectors.  Phase  two  of  three  phases. 

NETC  Newport  25,413  2,542 

Repairs  to  102  units  to  include:  Replace  exhaust 
fan  with  range  hood,  vent  sink  traps,  utility 
room  doors,  windows,  gutters  and  downspouts, 
asphalt  roof  shingles,  mailboxes,  sliding  doors, 
baseboard  radiation,  service  entrance  door  In 
eight  units,  asbestos  access  panels  in  eight 
units,  and  overlay  roads  and  driveways.  Repslr 
manholes,  sewers  (mains  and  laterals'),  storm 
catch  basins,  and  replace  shrubbery.  Concurrent 
improvements  are  proposed  at  a  cost  of  $1,484,400 
which  Include  dishwashers,  garbage  disposals, 
bathroom  exhaust  fans,  concrete  patios,  privacy 
fencing,  additional  electrical  receptacles, 
conversion  of  carports  to  garages,  and  additional 
shrubbery. 
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VIRGINIA 

NaMoSP  Portsmouth 

Repair*  to  on*  Installation  commander  quarter*: 
Replace  deteriorated  porch  flooring,  metal  porch 
roof,  gutter*,  downspouts,  roof  skylight,  porch 
column*  (four),  porch  column  baae*  (three),  and 
the  repair  of  rotting  wood  porch  panelling  and 
wood  trim;  reflnlah  Interior  and  exterior 
woodwork  and  door*;  repair  exterior  atucco; 
mechanical  and  electrical  repair*  Include 
provlalon  of  ducted  heat  pump  ayatem  and 
reflnlahlng  of  Interior  planter;  replace  rotting 
wood  trim  over  porch  column*;  repair*  to  bathroom 
and  electrical  ayatem  Including  heat-pump  air 
conditioning  replacing  current  window  air 
condlt  oning  unlta.  Concurrent  improvement*  are 
proposed  at  a  cost  of  *  1,700  which  Include 
vanities,  bathroom  exhaust  fans,  electrical  smoke 
detectors,  additional  receptacles,  fluorescent 
lighting,  and  Improved  electrical  ayatem. 

PWC  Norfolk 

Repairs  to  two  units  to  Include:  Replace  vinyl 
siding;  paint  doors  and  wlndovs;  reinstall  storm 
windows,  install  vinyl  aiding  on  one  garage. 

NWS  Yorktowr 

Repairs  to  one  Installation  commander  quarters: 
Replace  electrical  wiring  Including  service 
entrance  cable  and  electrical  panel;  complete 
Interior  painting;  also  Included  la  routine 
maintenance,  repair  work,  end  preventive 
maintenance. 


85,200 


34,750 


30,500 
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FAMILY  HOUSING  MAINTENANCE /REPAIR  OVER  415,000  PER  UNIT 

•.  PftOJtCT  NUMNR 

VARIOUS 

installation/location/project  description  current  working  estimate 

- - - ■  gW!f~5)ST  totaL 

7IT  (IB55V 


IN  THE  UNITED  STATES 


WASHINGTON 

NAVsUBASE  Bangor  42,966  4,296.6 

Repairs  to  100  unit*  to  Include:  Replace  kitchen 
cabtneta,  floor,  and  range  hood,  bathroom  aink 
tub  medicine  cabinets  and  floor,  llvlngroora,  hall 
and  utility  room  floors;  repair  exterior  aiding, 
privacy  fencing,  storage  closets,  and  trash 
storage  areas;  repave  roads;  repair  sldawalks; 
replace  parking  bumpers;  relocate  catch  basins; 
reroof  units;  and  paint  Interior  and  exteriors. 

Concurrent  Improvements  at  a  cost  of  Si, 762, 000 
are  proposed  which  Include  Installation  of  new 
cabinets,  dishwashers,  countertops,  stainless 
steel  wall  guards  behind  stoves,  garbage 
disposals,  new  windows,  combination  atorm/ecreen 
doors  and  Improved  kitchen  and  bathroom 
lighting.  Includes  Improvements  to  carports, 
sidewalks,  steps,  guardrails,  carport  grading, 
exterior  lighting,  access  roads  and  retaining 
walls. 
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CURRENT  WORKING  ESTIMATE 
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(T5W) 


OUTSIDE  THE  UNITED  STATES 


MARIANAS 


Repair*  to  53  units  to  include:  Replace  hot  and 
cold  water  lines,  electrical  distribution  lines, 
lighting  fixtures,  bathtub,  bathroom  vanity  base, 
lavatory,  and  kitchen  cabinets.  Concurrent 
luprovements  are  proposed  at  a  cost  of  43, Oil, 400 
which  Include  gutters  with  downspouts, 
dishwashers,  range  hoods,  garbage  disposals, 
kitchen  cabinets,  carport*  with  storage  and 
driveway,  trash  enclosures,  patios,  concrete 
privacy  dividers,  and  protective  coverings  for 
air  conditioners. 


IS, 585 


PWC  Guam 

Repairs  to  one  installation  commander  quarters: 
Replace  plywood  roof  sheathing,  asphalt  roof 
shingles  and  felt,  and  fascia.  Also  included  Is 
routine  maintenance  and  repair  work  to  Include 
service  calls,  preventive  maintenance,  painting, 
clean-up,  and  debris  removal  and  disposal. 


35,600 


PHILIPPINES 
PWC  Subic  Bay 

Repairs  to  34  units  to  Include:  Replace  Venetian 
blinds,  drapery  rods.  Interior  doors,  exterior 
screen  doors,  floor  tile,  kitchen  cabinets,  wall 
pannelllng  with  gypsum  board,  lavatory  cabinet, 
gutters  and  downspouts,  splash  blocks,  electrical 
panel  boards,  light  fixtures,  electrical 
receptacles,  disconnect  switches,  and  doorbell 
system.  Concurrent  Improvements  are  provided  at 
a  coat  of  4522,000  which  Include  clothes  lines, 
dishwashers,  trash  enclosures,  lcwered  ceilings 
In  kitchens,  living  rooms,  and  bedrooms.  Install 
meter  base  panels,  electrical  receptacles,  and 
additional  landscaping. 


37,974 


1,291.1 
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UNIT  COST  T5TXE 
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OUTSIDE  THE  UNITED  STATES 


PUERTO  RICO 


NAVSTA  Roosevelt  Roads 

Repairs  to  32  units  to  Include:  Replace  doors, 
windows,  kitchen  cabinets,  carpeting,  bathroom 
fixture  and  tile;  repair  bedroom  closets,  and 
water,  plumbing,  and  electrical  systems;  Interior 
and  exterior  painting.  Concurrent  Improvements 
at  a  cost  of  4736,300  which  Include  removal  of 
existing  window  air  conditioners,  Installation  of 
central  air  conditioners,  ductwork,  refrigerant 
tubing  and  piping,  controls  and  related 
appurtenances,  construction  of  a  road  between 
existing  housing  buildings,  and  one  carport  for 
each  unit. 

SPAIN 


33,372 


1,067.9 


NAVSTA  Rota 

Repairs  to  320  units  to  Include:  Replace  wooded 
floor  and  structural  floor  supports.  Interior 
doors,  door  frames  and  hardware,  bathroom 
fixtures  and  tile,  electrical  wiring  and 
receptacles,  light  fixtures,  water  heaters,  metal 
gutters  and  downspouts;  and  exterior  site 
regrading. 


24,521 


7, 846.7| 
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3.  INSTALLATION  AND  LOCATION 

NAVAL  INSTALLATIONS, 

VARIOUS  LOCATIONS  IN  AND  OUTSIDE  THE  UNITED  STATES 

4.  PROJECT  TITL* 

B.  PROJECT  NUMBER 

FAMILY  HOUSING  MAINTENANCE /REPAIR  OVER  *15,000  PER  UNIT 

VARIOUS 

INSTALLATION /LOCATION/PROJECT  DESCRIPTION  CURRENT  WORKING  ESTIMATE 


UNIT  COST 

(I) 

IN  THE  UNITED  STATES 


CALIFORNIA 

MCB  Camp  Pendleton  41,013 

Repair  170  Wire  Mountain  III  area  housing  units. 

Repairs  will  correct  landscaping  deficiencies; 
replace  fencing,  windows,  doors,  screens; 
replaster,  relnsulate,  and  refinish  bathrooms  and 
laundry  rooms;  replace  plumbing  and  lighting; 
rewire  and  repair  walls. 


TOTAL 

(I000T 


6,972.? 


NORTH  CAROLINA 

MCAS  Cherry  Point  28,619  1,202.0 

Repairs  to  42  OPQ's.  Project  provides  for 
repairs  to  the  electrical,  mechanical  and 
architectural  systems,  foundation,  exterior  vinyl 
siding,  windows,  doors,  hardwood  floors,  floor 
tile,  cabinets,  plumbing  systems,  fixtures, 
ceilings  and  garages. 

SOUTH  CAROLINA 

MCAS  Beaufort  32,13?  10,700.0 

Repairs  to  333  family  housing  units.  This 
project  will  be  the  third  and  final  phase  of  an 
effort  which  will  repair  1,100  units.  The 
project  will  make  complete  Interior  repairs  to 
the  electrical,  mechanical  and  architectural 
systems.  Repairs  include  the  repair/replacement 
of  plumbing  systems,  fixtures  and  ancillary 
Items,  electrical  systems,  walls,  floors, 
ceilings,  windows,  doors  and  trim,  baseboards, 
kitchen  cabinets,  floor  tiles,  countertops  and 
provide  for  new  wall  and  ceiling  insulation. 
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family  Housing,  Maw  and  Marine  Corps 
LEASING 


fin  'Thousands'! 

FY  lWi  Program  *66,421.0 
FY  1990  Program  *41,488.0 


PURPOSE  AND  SCOPE 


.  This  program  provides  payment  for  the  costs  incurred  in  leasing  family 
housing  units  for  assignment  as  public  quarters. 

PROGRAM  SUMMARY 


A  summary  of  the  funding  program  for  Fiscal  Year  1991  follows: 


FY 

89 

FY 

90 

FY 

01 

Yr  End 

Cost 

Author¬ 

ization 

Cost 

Author¬ 

ization 

Cost 

Units 

( *0003 

Units 

( *0003 

Units 

(*000'i 

Domestic: 

Naw 

1,190 

12,981.0 

4,000 

14,676.0 

4,000 

37,810.0 

Marine  Corps 

100 

1,000.0 

200 

1,000.0 

200 

2,000.0 

Forei gn: 

1,834 

?9. 982.0 

1,99; 

35.812.0 

1,092 

26,611.0 

Total: 

3,124 

37,963.0 

6,102 

41,488.0 

6,19’ 

66,421,0 

JUSTIFICATION 

Domestic  Leasing  Program  Summary:  The  domestic  leasing  program  is 
authorized  in  10  USC  2^8  as  amended,  which  limits  the  number  of  units 
authorized  at  any  one  time  and  specifier  the  maximum  cost  limitation.  This 
program  consists  of  leasing  on  an  interim  basis  until  Section  8C1  and/or 
military  construction  (MILC0N3  units  come  on  line. 

Section  801  of  the  FY  84  Military  Construction  Authorization  Act 
(PL  98-115)  authorizes  the  Department  of  Defense  to  enter  into  agreements  for 
the  leasing  of  Military  Family  Housing  units  on  or  near  military  installations 
within  the  United  States.  This  authorization  was  considered  a  teat  and  would 
have  expired  upon  execution  of  contracts  no  later  than  1  October  1985.  The 
Naw  sites  chosen  for  testing  Section  801  were  Norfolk,  Virginia,  and  Earle, 
New  Jersey.  The  Section  801  program  has  been  extended  through  the  end  of 
FY  89.  The  Navy  has  awarded  contracts  for  Section  801  projects  at  Norfolk,  VA 
(300  units),  Earle,  NJ  (300  units),  Mavport,  FL  (200  units)  and  Twentynine 
Palms,  CA  (200  units).  There  are  eight  additional  projects  underway  for  a 
total  of  3,180  units. 


n  C.; 


FH-4 


domestic  teasing  Fiscal  Year  Summary; 


FY  1989  -  The  domestic  leasing  program  consists  of  1,290  units  requiring 
funding  of  813,981.0.  Funding  in  the  amount  of  88,277.5  requested  to  provide 
for  full  funding  of  the  Section  801  leasing  projects  at  Norfolk  and  partial 
funding  for  Mayport,  Earle,  Staten  Island,  San  Francisco  and  Twentynine 
Palms.  The  remaining  85,703.5  was  to  support  the  doaestic  leasing  programs  in 
New  Tork  and  San  Francisco* 

FY  1990  -  The  doaestic  lease  construct  program  consists  of  1,400  units 
requiring  funding  of  815,676.0.  Funding  requested  will  provide  full  funding 
for  Section  801  projects  at  Earle,  Norfolk,  Mayport,  Twentynine  Palms  and 
partial  funding  for  Staten  Island. 

FY  1991  -  The  domestic  lease  construct  program  consists  of  4,200  units 
requiring  funding  of  839,810.0.  Funding  requested  will  provide  for  full 
funding  for  4,000  units. 

•Statutory  thresholds  combined  with  the  scarcity  of  affordable  housing  in  urban 
areas  inhibit  the  potential  for  short  term  leasing  as  an  answer  to  Navy  family 
housing  requirements.  Furthermore,  these  conditions  enhance  the  need  for  the 
long  term  security  provided  by  Section  801  housing.  The  economics  of  the 
rental  markets,  in  conjunction  with  the  limited  supply  of  housing  units, 
exemplifies  the  urgency  of  pursuing  more  concrete  solutions  to  satisfying  our 
housing  needs.  Resources  presently  identified  for  execution  of  the  domestic 
leasing  program  may  be  redirected  to  provide  fc-r  planning,  design  and 
execution  of  the  additional  Section  801  housing. 

Foreign  Leasing!  Leasing  in  foreign  countries  is  authorized  in  10  HSC  287R, 
whicn  limits  the  number  of  units  authorized  at  any  one  time  and  specifies  the 
maximum  cost  limitation. 

The  FY  1889  unit  authorization  consists  of  1,992  units  of  which  1,834  will 
require  funding.  The  authorization  difference  of  158  units  is  due  to 
anticipated  delay  of  delivery  of  97  units  in  the  Sigonella  project  which  will 
be  completed  in  FY  1990.  The  remaining  61  units  are  57  leases  projected  for 
Rota  and  La  Maddalena  and  4  others  in  various  locations. 

The  FY  1990  unit  authorization  consists  of  1,992  units  of  which  1,986  will 
require  funding.  The  authorization  difference  of  6  units  is  due  to 
anticipated  delay  of  requirement  for  lease  execution  in  various  locations. 

The  FY  1991  foreign  leasing  budget  reflects  a  stabilized  requirement  and  a 
modest  funding  increase  due  to  inflation.  There  are  6  units  less  than 
authorized  that  require  funding. 
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FY  1991 

FAMILY  HOUSING,  NAVY 
DEBT  PAYMENT 


(In  thousands) 

FY  1991  Program  $198 
FY  1990  Program  $208 


Purpose  and  Scope 


The  requirement  for  the  payment  of  principal  and  Interest  on  the  remaining 
Indebtedness  for  Capehart  and  acquired  Hherry  housing  has  been  completed.  All 
mortgages  have  been  paid  off  as  of  30  September  1988  for  the  Hherry  housing 
and  as  of  30  Septemjer  1989  for  the  Capehart  housing.  The  only  remaining 
requirement  for  this  program  is  the  payment  of  Servicemen's  Mortgage  Insurance 
Premiums  to  FHA  for  mortgages  assumed  by  active  military  personnel  on  housing 
purchased  by  them. 


Program  Summary 


Authorization  required  for  the  appropriation  Is  $198,000.  No 
reimbursements  will  be  used  to  finance  the  FY  1991  program  pursuant  to  Section 
511,  Public  Law  96-418. 


A  summary  of  the  status  of  the  Indebtedness  assumed  by  the  Department  of 
the  Navy  to  acquire  quarters  for  the  military  housing  Is  as  follows: 


(In  Thousands) 

1989 

1990 

:  991 

Actual 

Estimates 

Estimate 

Debt  Incurred: 

Capehart 

346,901 

346.901 

346.901 

Wherry 

158.158 

153.158 

158.158 

TOTAL 

505,059 

505.059 

505,059 

Less  previously  retired: 

Capehart 

346,773 

346.901 

346,901 

Wherry 

158.158 

158.158 

158,158 

TOTAL 

504,931 

505.059 

505,059 

Debt  Retired  During  Year: 

Capehart 

128 

-0- 

-0- 

Wherry 

-0- 

-0- 

-0- 

TOTAL 

128 

-0- 

-0- 

Unliquidated  Oebt,  End  of  Year: 

Capehart 

-0- 

-0- 

-0- 

Wherry 

-0- 

-0- 

-0- 

TOTAL 

-0- 

-0- 

-0- 
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FY  1991 

FAMILY  HOUSING,  NAVY 
DEBT  PAYMENT 
($000) 


FY  1990 

FY  1991 

Interest 

Capehart  and  Wherry 

-0- 

-u- 

Mortgage  Insurance  Premiums 
Servlcemember's 

Navy 

197 

189 

Marine  Corps 

11 

9 

Total  Obligating  Authority 

208 

198 

Budaet  Authority: 

208 

198 

Appropriation 

208 

198 

Portion  Applied  to  Debt  Reduction 

-0- 

-0- 

Appropriation  (adjusted) 

208 

198 

Page  No. 
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FAMILY  HOUSING,  NAVY 
FY  1991  BUDGET 

SERVICEMEN'S  MORTAGE  INSURANCE  PREMUIMS 


This  program  provides  for  the  payment  of  premiums  due  on  mortage  Insurance 
provided  by  the  Federal  Housing  Administration  for  housing  mortgages  purchased 
by  active  duty  military  personnel.  Also,  It  continues  payments  for  cases 
uhere  a  serviceman  dies  while  on  active  duty  and  leaves  a  surviving  widow  as 
owner  of  the  property.  Payments  extend  for  a  period  of  two  years  after  death 
or  until  the  widow  disposes  of  the  property,  whichever  occurs  first.  The 
maximum  amount  Insurable  by  FHA  Is  $67,500.  The  premium  rate  Is  1/2  of  IX  of 
the  unpaid  balance  of  the  mortgage.  The  Department  of  Housing  and  Urban 
Development  stopped  processing  applications  for  servicemen's  mortgage 
Insurance  premiums  as  of  31  March  1980  with  the  discontinuance  of  Section  222 
of  the  Housing  Act. 


Ho.  of  Mortgages 
Average  Payment 
Total  Payment 


FY1990 

FY1991 

MARINE 

MARINE 

NAVY 

CORPS 

TOTAL 

NAVY 

CORPS 

TOTAL 

1,065 

79 

1,144 

1,021 

64 

1,085 

$140 

$140 

$180 

$140 

$140 

$180 

197,000 

$11,000 

$208,000 

$189,000  $  9,000 

$198,000 
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